TOWN OF ARLINGTON 
MASSACHUSETTS 


Bid #15-18 

INVITATION FOR BID 

Repairs to Joints at Precast Cornice/Central Fire Station 

Sealed bids are invited and will be received by the Town Manager, Town of Arlington, Massachusetts, until 11:00 A.M., 
Thursday, June 4, 2015 at the Office of the Purchasing Agent, Town Hall, Arlington, Massachusetts, at which time and 
place in the Town Hall they will be publicly opened and read aloud. 

Specifications and proposal forms will be available at the Office of the Purchasing Agent/Town Manager’s Office at the 
above-mentioned address on Wednesday May 20, 2015 and on the Town Website www.arlinqtonma.qov/purchasinq . 

Every bid shall be accompanied by a BID DEPOSIT in the form of a BID BOND OR CASH, OR A CERTIFIED CHECK, 
OR TREASURER'S OR CASHIER’S CHECK. The amount of such bid deposit shali be FIVE PERCENT (5%) of the value 
of the bid. 

All bids must be in sealed envelopes plainly marked: 

BID #15-18 Repairs to Joints at Precast Cornice/Central Fire Station 


Attention is called to the fact that minimum wage rates and health and welfare and pension fund contributions are 
established for this contract and are a part of the specifications. 

Work under this contract shall be governed by MGL Ch.149, Sec.44A-J. 

A Performance Bond in the amount of $ 50% of the total dollar award is required. 

A Payment Bond in the amount of $ 50% of the total dollar award is required. 

The conditions of employment as set forth in Sections 26 to 27D and 27F of Chapter 149 of the General Laws, as 
amended, shall prevail in the execution of the work under this contract. 

Bids to receive consideration must be in the hands of the Purchasing Agent or his authorized representative not later than 
the day and hour above mentioned. 

For further information relative to this bid, please confer with Mark Miano at 781-316-3631. 

The Town Manager reserves the right to cancel any invitation for bids, to reject in whole or in part any and all bids, when it 
is deemed in the best interest of the Town of Arlington to do so. 

TOWN OF ARLINGTON 


May 20,2015 


Adam W. Chapdelaine 
Town Manager 










BID PROPOSAL FORM 


BID #15-18 

PROJECT: Repairs to Joints at Precast Cornice/Central Fire Station 
411 Massachusetts Ave. 

Arlington, MA 02476 

DATE: THURSDAY JUNE 4, 2015 (g) 11:00 A.M. 

Pursuant to and in compliance with the proposed Contract Documents dated May 20, 2015 relating to the above 
referenced project, the undersigned, hereby proposes and agrees to furnish all labor and materials and perform all work 
within the time stated and in strict accordance with the proposed Contract Documents, and addenda thereto, for Repairs 
to Joints at Precast Cornice/Central Fire Station: 


1. Repairs to Joints at Precast Comice/Central Fire Station 

All labor services, miscellaneous materials, tools, equipment and supervision necessary for the 

Completion of the entire project as stated in the Specifications, or properly inferable there from, all in accordance 

with the Contract Documents. 

ADDENDA:_ 

The Proposed Contract Price : 


$. 


TOTAL BID PRICE 


FIRM NAME 
ADDRESS 


PHONE NO. _ 

FAX NO. _ 

AUTHORIZED SIGNATURE 
PRINT AUTHORIZED NAME 



CERTIFICATE OF NON-COLLUSION 


The undersigned certifies under penalties of perjury that this bid or proposal has been made and 
submitted in good faith and without collusion or fraud with any other person. As used in this 
certification, the word “person” shall mean any natural person, business, partnership, corporation, 
union, committee, club or other organization, entity, or group of individuals. 


(Signature of individual submitting bid or proposal) 


(Name of individual submitting bid or proposal) 


Name of Business 


Date 


Pursuant to M.G.L. Chapter 62C. Section 49A. I certify under the penalties of perjury that I have complied with all laws of 

the commonwealth relating to taxes, reporting of employees and contractors, and withholding and remitting child support. 


Social Security Number or Signature of Individual or Responsible 

Federal Identification Number Corporate Officer and Title 


NON-COLLUSION FORMS 

MUST BE SIGNED AND 

SUBMITTED WITH BID 












OSHA TRAINING 


The undersigned hereby certifies that it is able to furnish labor that can work in harmony 
with all other elements of labor employed or to be employed on the work; that all 
employees to be employed at the worksite will have successfully completed a course in 
construction safety and health approved by the United States Occupational Safety and 
Health Administration that is a t least 10 hours in duration at the time the employee begins 
work and who shall furnish documentation of successful completion of said course with 
the first certified payroll report for each employee; and that it will comply fully with all 
laws and regulations applicable to awards made subject to section forty-four A of Chapter 
149 of the General Laws. 


Signature:. 

Title: 


Date: 




Donham & Sweeney 


Jeff Shaw, Principal. AIA LEED AP BD+C 


ARCHITECTS 


C. Christopher Logan, AIA 


REPAIRS to JOINTS at PRECAST CORNICE 


Arlington, Central Fire Station 


Contractor shall prepare a complete proposal for the following scope of work: 

Contractor shall provide repairs to the existing masonry and precast concrete comice. The repairs 
shall be localized to the vertical mortar joints in the projecting cornice at the top of the main part of 
the building extending around the entire building including the tower; repairs are needed at 
approximately 65+ joints (3 joints are already repaired). Repairs are required at the horizontal joint 
(approximately 400 LF) between the brick masonry parapet/tower and the precast comice. 
Additionally the same repairs are required at the joints of the interior precast band located on the main 
roof as shown in the aerial photograph attached. 

Clean the affected joints areas and precast concrete 

Cut joints to a depth sufficient to construct the detail; cut the joint, from the leading edge and 
the vertical face joint back to the surface of the parapet wall. 

Install a backer rod bond break 

Protect the precast concrete from epoxy 

Install a setting bed of epoxy sealant (sikaflex or equal) 

Install a lead “T” cap along the full length of the joint and run over the edge following the 


detail. 



Photo of repaired vertical joint and horizontal joint. 


See attached detail labeled Item 1 



68 Harrison Avenue 
Boston MA 02111 
617 423 1400 


4 Head Tide Church Rd. 
Post Office Box 265 
Aina ME 04535 
207 586 6000 







Aerial photograph showing the Central Station in context with repair work. 


Tower 
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Interior Precast band 


Cornice extends 
around entire building 
perimeter 


68 Harrison Avenue 
Boston MA 02111 
617 423 1400 

donhamandsweeney.com 


4 Head Tide Church Rd. 
Post Office Box 265 
Aina ME 0453 5 
207 586 6000 














LEAD JOINT COVERS 


04-J-04 


N.T.S. 


ITEM 1 
































































1.1 

1 . 1.1 


CONSOLIDATED GENERAL CONDITIONS 
OF THE-CONTRACT FOR CONSTRtJCTpK 


article! 

■ ■ ’ ■ GENERAL FROViSlONS 

basic DEFINITIONS ' ‘ 

THE CONTRACT DOCUMENTS 



In-tho event of my cduflict among the Contract Documents, the Documents sfifii 
accortHngio^e'followingpnoritics; , _ . ^ .. , 

■ •y?4;'<ys>-k^ 

Highd^Piiority:^*'' WdiiifiCtttiotLtf ' " '"V'' ■' . . “ ' ‘ ’ 

■ SccOn(i fcpiity: Agi^nicht . 

Xh^SpriDiity: Addenda-laicr date to take preedmee . . 

Fopitji FfiptTty: Supplemental Statutory Condkiona 

Fiftii Prioiity: ConsoEdated G^cral Conditions 

Sixth Priority:- ••• ••• Sp&Ificari6iisandD^win^'< ’ ‘‘ * ‘ . 

Scvehtibftioiity: Tn^^oiis'to Bidders hh’HiTbpto^ ' 

Any references throughout the contract doemnents (or any other project doramrate} to'Xyracral 
■ CondirioiB” or ‘‘Supplementary General Conditions” are deleted and “Consolidated General 
Conditions and Supplemental Statutory Conditions” is substituted therefor. All bidders and sub- 
bidders take nptc'that ths Townhasr-cbnsolldated and modified versions'ofthc ‘ 

fonnAlA-bocmnent A210 GdnerBi Conditions ofthc Cdatiaclfcr Coiritfuctibh with the ToWs’- 
desircii Supplementary General Conditions into one docuimnL The Supplemental Statotoiy 
Conditions remain intact and separate, and form a part of the Contract Documents. 
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IA.2 


THE CONTRACT 


The Contract Docuircnts form lEc Contract for Con^Vu^on, The Cordract represents the entire 
and iniegratcd agreemeBt between the parties hereto arid supcrsaics pnor negotiations, 
representations or agreements, cither written or oral The Contract may be amended or modified 
only by a Modification. Except as pro-\ddcd in Paragraph. 3.18, nothing contained in the Contract 
Documents shall be conshned to create any contractualrelaiSonship (I) between the Architect 
and the Contractor, (2) between the Owner or fiie-^chitc^ Subcpi^ctor or Sub- 

subcontractor, (3) between the Owner and the Arch^ct, or (4}. between any persons or entities 
-other than the Owner and the Contractor. The Contraca. Documents shall comply wifh tbp '■ =- • 
requirements of Mass. Gen. Laws Chapter 44, Section 31C. 

1,1.3 THE WORK , . ‘ ' 



Work may coiistihite:tt|e.whpIq.-.9L|bpa:rt.pT.^^Projw^^ 

1.1.4 TH]gPRDJ|pT'^'. . .... 


4',.' 

' ■,« I' . • ; 


••• s.v,- . 

The Project is thctqj:^ .^^^diMp/^;^||ich,^Ci Wo^|:«^|p?5^.m[)de|' ^.Gpntract DoGumcntr|..^i^ ■ 

maybethdwhoicora'|i^..a^wlpc]imay^cludcc6jJs^ction.hy-thcOiwXi^-qrbysepaiB^ ;■ 

contractors. •• .t * -' 




1J.5 THED^y^G^S, ,, . ... 

• c'‘ - . • -p. 

The Drawings are the graphic and pictorial portions of the Contract Documents, wherever 
located andwheneverissued, showingthadesign, locatbnanddincnsionS'bfthpWork,- '• 
generally including plans, elevations, sections, details, schedules and diagianis. -, ' : 

•• i}.. ••‘i . •• V .* • .*■ . 

1.1.6 THESPECinCATIONS . .... ..... ■. ■. ....v 

••••'* ‘T" ’ 

The Specifications are that portion of the Contract Doci^ntsicpjisis.ting.of the. written • 

requirements formaterials, equipment, constmp^n-iykems^-.staaSidards-and'.w.orkraanslti^ fbrthe'* 

Work, and pcrfbnMncc of related services. 

ia.7 ■ THE PROJECT: ...... ... . -..i---.•. 

The Project Manual- jjs, the volunic ,u^ally as^tnblgdLfpr the, work wlUGhmay-mcJudc the bidding,'- s 

ri^uircmcnts, saiE^le forms, CpnS 9 ji.d.afiCd General.CoipJilipnSoltbc Contract and. ’ i'- ,• 

Specifications. .. •; • :... ‘ 
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1.2 


EXECUTOR C03UIEIATI0N AND IKTENT 

1.2.1 The Contract Documents shall be signed by the Ownec and Coo^.clor as 
provided in the AgrecmehL 'A copy of the'signed set shaD he dq)OSitcd ’wUh tijc.ArchitccL If 
cither the Owner or Contractor or both do not sipi all the Contract Documents, the Architect 
shall identity such unsigned Documents upon request. 

1.2.2 Exedition of the Contract by the Contiictor is a representation that the Contractor 
has visited the site, become familiar with loSal conditions under which the Work is to be 
performed^ and correlated persona! observations with x^nirements of ^ Contract Documents. 
By executing tHe Contract, the Contradorako certifies,. undcr i^halti'« of perjury, that to the . 
best of his'mfofftiatioh, Icnowled^ and belief he has complied with afi laws of the 
.C^rnrfloirwea^ of Massachusetts retetihg to taxes. 

1.2.T ' ''•Tffie'mtchfaftheCoTdractDocumerits istbincludeaJ.jfciDS.necess^Sfiie.. 

proj^ cxd^tion and completion of the Work by the Contracforl The Cohtract Doimnicnfs are 
complcirichtary, and what Is required by one shall be as.bmding as if requ^ i . 

pcrfoimantrc'Jby'the CoiifrActof shall be required only to the extent the.,Contract 

Documents and reasonably inferable from them as being necessary td' pfbdba intchded 

resuks; All Work mentioned or indicated in the Contract Documenk^ be per&n^rf.by the 
Codtractor 4^'-paft?£>f this Contract'uiiless"it k'^cifica!'iymdicated*k!;M''Cohfi^ 
th?tguchWoJres;is'db,bedt5nebybihCT3. '■ ' 

1 .2.4 ‘ Orginiiatfdn of the Spccrficatidiis into dridsibns, stetibns and aifipfe, and 

airangeniertt of Drawhigs'shall dot control the Coiitracibr'iii Woffe'ltebiig 

Subcontractors ot in establishing the extent of-Work to be pcifeiiiWdby’ahyf®;. • 

^ .2.5 Hjdess' otheiwfsc stated in the ContractDocumcnts/T^i-ds which h&VB feil- 

loibwn technical or tonstnictioh industry meanings are tkcH in the'Qsfitf^ct "Db’cumehk k 
accordance with feuch recogTu:ied,ineanmg5. 

1.2.6 ■ ''TWherc codes, standards, puWicadoiispfpubljc’jkd private' 

bodies are referred to -in thc'Spccjfipntioils, references shkll •bdhindcistdqd to bb'&.thc latest . ' 
revisions priorto thedatc of receiving bids,except where otherwfcc'iffdicated. 

1.2.7 . Where no cjqjlicit quality or standard for materials'or vxjrldrransliip are 
establish^ for Work, such Work or materials is to be of good, workmanlike qu^'ty for the 
intended use-and consistent with the quality of the surrounding Work'and of the construction of 
the Project generally. 

1.2.8 All manufactured articles, materials, and equipment shall be applied, installed, 
connected, erected, used, cleaned, and conditioned in accordance with thc'inamifacturcr’s written 
or printed directions and instructions unless otherwise indicated in the Contract Documents. 

1.2.9 The Mechanical, Electrical and Fire Pretcction Drawings are diagrammatic only, 
and arc not intended lo show the alignment, physical locations or conf^rations of such Work. 
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Such Work shall be instaHcd without additional cost to the Owner to clear all obstructions, 
permit proper clearances for the Work of other trades, and present an orderly appearance where 
exposed. Prior to beginning such Work, the Contractor shall prepare coordioation drawings 
showing the exact alignment, physical location and configuration of the Mechanical; Electrical 
and Fire Protection jnStallatioris and demofiStr^ing to the Contractor’s satisfaction that the 

installations will complywjth the preceding sentence. ' 

J2.I0 Exact-locations of fixtures and outlets shall be obuined from the Architect as 

provided in Subparagraph 3.2.5 fefoie the Work is roughed in; Work insjallcd without such 
informatioil'#^’iil‘thdfeii)tedUluUl>efcl6catedat&cCarih^9r^^^^ .v;-' 

, ..... •• •. -‘jv-v-r' 

I.2.U- Test boring of sbil.test information ihclqded'jvith theConU-actDocigiffintepf 

otherwise made availatlc to Jjfc Conhac^r was .obj^cd bytheOwnoefo^ use by-.the-Arch^^-. ■ - • • 
in the design of the Project of Worlc The 6wn^ do'es not ^Id. out st^. ^rmation tp .. 

Contractor as an accurate or approximate indication of subsurf^e conditions, and no claiin for 
extra co.iS. or exte^ion oftime.iesuld^ .frp^^.reli,^cc by the Confirac^r on such information 

shalfbfeaiiowed ^cept.^'pruyjdcd in'Subpara^pii4.3.6. . • 

13 OWNERSHIP ANP CiSE Op ASLCHtTECT'S DRAWINGS. SPEClFICAiTIQNS,/ ,.v 

A>5tJ oftoi' pbeur^t^' 

1.3.1 The Ifiawings, Specifications and.other doci^ents prepared byihc Architect art? 

instruments of ic Afthitect's service through which the Work to be exccatcd.by the ContTgetbr.-.:'* r . 
is described.-The Contractor may retain one contract record set Neiihea- the Contractor nor aiiy 
Subcontractor, Sub-subcpn^tor.ormatP^I or equipment suppjficr.shairD-^ or claim a^-- 
copyrightiathcT^wings/Sp^0caii6m,‘^'o&docwmtsjnrep9^dbythc^ci^&ct^.and:. : 

uidcssothcTwiseindicateijmd.cxceptaspitwidpdmthcOwner/AjnhitcctAgrccmcnt.fbrthe.-^. • •; 
Ihoject, the Architect shall be deemed tiib author of them and will retain all common law, 
statutory and other r^scrvoi.nghts, in addition ip copyright. AU copies of them, except the 
Contractor’s record set, shap be retura.cd pr^iuitably counted for to the Architect, on request^.ts- • •••.: “. • • 
upon completion of the V/ork. The Drawings, Specifications and other documente prepared by ‘ ‘ ‘ • •’ 

the Architect, and copies thereof fiimishcd to the Contractor, are fcr use solely with respect to 
thisProject They ^ imt to.bcusedby t^c,GDntractoror aijySnlicpntractor, Sub-subcontr^tbr 
or material or equipment ^fplicr on other pmjects q;ir for additions to.thisjProjcct outside the.-”':- • '• •”< ‘ 

scope of the Work wi^oii't the specific written consejU pf.the..OwnaC and Architect. The.i ■’ 
'(^ntraetbt; Subcontractors, Sub-subcontractors and material or equipment suppliers arc granted 
a lirailed license to use and reonoduce applicable portions of.thc Drawings,- Spccificalionsrmid ' • 

other documents prepared by ^e Architect appropriate to.and for use-in,the execution of thfeir' >= 

Work under the Contipet Dpraments. ^ll copies, nj^.c’under this license shall bear the statutory --iy' 
copyright notice, if ^y, shown on the Drawings, Specifications and other documents prepared 
by the Architect Submittal or distribution to meet- official regulatory requirements or for other 
purposes in connection with this Project is not to be construed as publication in derogation of the 
Archtteers copyright or other reserved rights. " • • 
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Notwithstanding anything herem.to contj^, ^.be^ccn the Owner and Architect-,- 
their rights and obligatioris with re?pect'‘to & insmimcnts of service are governed by 

the provisions of tBe O'^er/Ajchitect AgrKment for the Project. 

1.4 C^ITAUZATIOH * 

] 4.1 Tcitris capitallred in. these Genexat Conditions include those which ar^ (I) 

specifically-dcfmed, (2) the titles of nambered articles and identified references to Paragraphs, 
Subparagraphs arid Clauses in a document or 0) the titles of documents published by the 

AmericanInstitutddf’Architects. • . . • 

* ’t • 

1.5 INTERPRETATION ' • . 

1‘.5.1 laftc^mtauestofbriviW 

words- sudk as or >. 

an artidcis abserit'&oih 6da slktemehtaftJei^manoSifcr'is not iide^cd to afe-t the 
interpretation of either statement. 


2.1 


. • .-i ^■»*'• 

DgFi^aTroy^s ■ 


- •• ••• 

•» ' . J ^ * 





2a.i 

referred to 

the Owner is referred to as die Town 

. 

Owiier, 


Project ManageT^cr this Uititractiiay id^ as 

suchmodific^fms d6'.ddtihtcrfc'i^dr^^™^fe'‘i^g_Dp^^^ p^ri^ira 
hcieurider; and so the Cbhtrad^^^^livcil'riQfe^tray .a^cc^ 

Contractor’sp^rfBfjhdrfcc df the Work. ■ ^ .%... T~“ — •• 


2 . 2 - 


INFORMATION AND'SEKVIC^ KEC^tilRED' OF THE OWNER 


2.2.1 The Owner upon reasonable written rcqiKst sl^I fthlpish to the Contractor in 

■writing mfqrmatidh which is necessary Sn^'rclcy^ ibr file' t^rifiactoT to evaluate, give notice* 
oC or enforce fliechatiic’S=lien righfe. S'uoh’i^nriaUqii BlHirmclu(to]^a.b^^'ct.state^ of ^e 
record legal titfe to the property on whidh'-1he']pFo^^ is‘]ocM«^ u^lly ie&^ to as the rite, 
and the Owner’s infcrcsC therein at the ^roc of ex^tioii of the A^'efi^t 


2.2.2 The Owner shall furnish surveys describing physical characteristics, legal 

limitations and utility locations for the site of the Project, and a legal description of the site. 
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2.2.3 Except for permits and fees which arc the rc^opsibility of l|ie Cqritracforun^cr , 

the Contract Documents; ilifc O^s^ncrshalTs'tcii^c^^gay^rncci^^a^r^val^ e^sci^ . 

assessments-artd charg&feT^uireS forcdthktiucBo^ use ot'6cci.i^cy.o'?J>crn^nerit st^ctures, or j . 

for permanent changes in existing facUities. 

2:2.4 Information or services required of the Owner hereunder sHatl fee ftumshed by the 

Owner with reasonable promptness after r^cipt from Contactor of a wiiftcn Request, for. such 
information or sej^ces'' ‘ ^ • --t ■ 

2.2.5 UnIessomdrwis'eprovidca''in’the.ConiriictDcjcuihchts,thc.C^|^a|S^r 

fiimished, free of charge, such copies of Drawings and Project Manuals as- iix: rc^bnably 
necessary for cXccunon of the Work- - ••••■?• 



23 


OWNER’S RIGHT TO STOP THE WORK 


2.3.1 Ifthe Contractor foils to correct Work got in accordance with the 

requrements of the Contract Documents as required .by P^graph 1 12 or persistently foils to 
cany out Work in accordance with the Contract Docunients, the Owner, by wjptf^.ord^^.sigoed 
by the Project Manager, may order the Cortoctorto stop the Wbrl^ or anypoitaoni thereof until 
the 
’Sball 

Contraetdr or any other pciwn or 





•n'.i 



Z3J2 

or any part o 
conveiiifencc 
Ordered bv die 
tine spegffied 
merrase m the, 


Contractor on Scr^c; Owner s&l'l iwh.x^i^e;a^y ^dj^tzpenf f- 

in die Contract Sum under this provision for any sU^ension, delay, irncmiption or fonure to act 
to the extent that such is due, l;Q^.ai^,pailse for whi^^^ip^|^pn^ct.pro-\^desjfor 
adjustment of the Conbiact Sum uhifer'any other confra'ct proviKrbns. 



2.3.3 


Thc:,d:ontrartbf;fouiti^bfojtfe^urf.pj|g'5|m^ 

• _v' * lt •• rL’j _r-jt __.. ’ . 



to,a suspension order, the dwiicf ^.®. 9 %hn.ipci^d jnorprthfln 

twenty days before the Contractor notiffed the Owner in writing of the act or failure to act 
involved in the claim. ' . ..... 


V.» ' • I .« 
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2A 


OWNER^S RIGHT TO CARRY OUT THE WORK 


2.4.1 If tfie’ Coiitfattbr dfefauks or neglects to cany oui £he Woricin accoM^Cc With 

Con.tjB.ct Documents and feils within a scvcn-day period after receipt ofrvritten notice from the 
Owner to begin and prosecute correction of such defeult or neglect wi_th{ii^gen« apd 



deducting &OIT 1 payoh&^tHeft'otf ihtireafter'due thc ContTHctorthe toSfdfcorfcttingsucb, 
deficiencies, ini^udjft^-'SdihpcrisatiDnTdrthe ArchithrtVadd.itional sfcifYttr^and 'cjycnsds'Tpde’ i ' 
necessary by such'defauft, neglect or feihire. Ifpayha^ls theft of'.thcSteaf&rijue the Contractor 
arc not sufficient to cover such amounts, ^e Contractor shall pay the difFejence to the.Owner. 


K* 


ARTICLES 

CONTRACTOR 






3.1 

3.1.1 
referred to 


n^^lTION 




iriems theCcft^tt<?rbtthc*.G&nlfitctor’'^authoHzcdj^Hs^fcJti^. 


Sil/' •• 



3.2.1. 

an^^'infoiOTation fil&shtd'.by^the■0^vfffe^|ltbhuaht■fo’Su^feg^li■i;S^,2■^d’■sfi^^^ ' ' ''^' 

tothfe’Architecta.ny,.e^r,'in'cohs^dftcydYoirftssionThfe'C6^6acformaydisiiuv^.'3^!^''/ 
nccc^arych^^s^^l'beiordcrcdarpro.Yided'ili/u^KlBT/raJjccttjffi^TCqftJ^^ents’d'f . ‘ " 

Paragraph 3.2 and otiisir provisions of the Coftffacf-Doe'mnrats? If'tb?'Cdi&^tidr''^fc>cdfcds ’ 

theWoik wfthdut such notice to the Architect, having.discovcrcd'suc" 

-omissions, orif byite^onahlo stodyof thcGohliBci Dc^nibifts'tlroG 
discovered such, thc^Gontractof shaU bcar'ail cdsts ansi^thcfci^ni- 

3.2.2 • The Contractor shall .take field measuiemcnts and verify field conditions and shall 

carcfulfy compare such field measurements and coiiditions arid other information kno^ to' the 
Contractor vrith the Contract Documents before couimencing activities, triors,-inconwstcncics 
or omissions discovered Shall be repoit^d to the Architect at once. Ariy nccessai^ change 'shall 
be ordered as provided in Article 7, subject to the requirements of PaiB'graph'i.2 arid other 
provisions of the Contract Documents. If the Contractor proceeds with the Work without such 
notice to the Architcchihaving' discovered such errors, inconsi^ciicics or omissions, the 
Contractor shall bear all costs arising therefrom. 
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3.2.3 The Contractor shall perform ihc Work in accordance with the Contract 

Docurnents and any submiLtak made in accordance with Paragraph 3.) 2. .• • • 

3.2.4 The Contractor shall give the Aichirect timely notice of any additional Drawings, 

Specifications, or instnictions ret^ired to define the Work in greater detail, or to permit the- 
proper process of the work. . . 

3.2.5 T2^ Contractor shaU not pipc^d wipi any Woik rM?tctoIy and ponsi^t^^ . •••••,.. - 

defined in detail in,bpt jdallrcqu^taddili^^ldrawmg^ i'-..-.. 

from the Architect' 

Work .withoutD^vyrngs, ^p^i|,caUor^. or .ipstnicfio.nSj4h.e,^B^cto.r;.ShSlj.. .-.• !\ 

concctWoAc^S^cikly'pqricjafvicCfiiuii^pr^s qym_,^ .-r.- •. ‘-n 


suPfeRvisio^r Afii) cGMstRaciioN procedures 


3.3 




3.3.1 The Contractor shall supervise and dirfcct Ihc Wbric, using the Contractor’s best 

skill and attention. The Contractor shall be solely rc^onsihlc for; and have control over 
construction ndeans, methods, techniques, sequences and procedures and for coordinating all 
poisons of the Work under the Contract. Where the Contract Documents refer to particular 
construction means, methods, techniques, sequences orproecdures or indicate or imply that such- 
are to be used gi the '^oric, s.uch mpntiop is intended only to-;bdi.catc t)?at the eperations of the 
Coritractor slmfl.bc.'.fuph as to'produce at tet the lyiia^ity of^j^ork iinpM by the opi?rations,.v. .. 
described, biit the actual dctcrinination of whether prnpttjK described opci^liions tti^y.be.sifbly 
and saitahly employed on the Work shall be the responsibility of the Contractor, who shall notify 
die Architect in wrjtmg..of.the actuaImc^,uncsthp^, 'te£^_qucs,fscq.U(^^s pr j^ced^es -y^hiicK 
will be empfeyed on tfic Vork, if Acse'differ Aose mentioned in the Contradtjtfcurciehts. 

AlUoss, damage, liability, or cost ofcorrccringdcfccrivc work arising from the en 3 pIp 3 nnBnt-of 
any conslnictiga.mcpns, iqcthp.cis, techniques; seqncpc«-or.pnieedurcs;Ehh}l.bBhpiric-by~the«r 

- i-'* ' '’•i _.__r__'__»i_jt_ *__- _'L,_ ■ . 


.'f 



methods, tOThniques. 
iostructed the Cpntiactpjr 


iques, sei^cnccs .orprocedures ^pot safe pr§iiifcablc; and.thcrDwncx.l:aS<fBeii,C'^-^‘^-' 
rpntractofin writing ,tp proceed at fte Owner’s risk. - 



3.3.2 

Contractor’s raployccs, _ , ^ , 

performing portions ofthc Work under a contract with the Contractor. 

3.3.3 ' Contractor ^all nqt.bc relieved of.obligations; to pcrlbrni thc'Wofkin:-i 



■pcrfbtincd by •persons other th^ the .Contractor. 


3.3.4 The Contractor ?hali be responsible for inspection ofportbns-of.Work already: • 

performed under this Contract to determine that such portions arc in proper-.condition to'r^eciVc • 
subsequent Work. 


■’h 

V’- 


'l-.’s',.*';-'. 
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3.4 


LABOR’ Af^D MAtERlALS 


3.4.1 


Unless otherwise provide^ in ihe Cont^c^^^jcy^l^cpte^lh^Caritr^ptor.shalL 
provide and pay for J'abbr; 

■fTi9Smr^t>nn'‘in^fim‘er"^^Gd’cs’M3saTnGcsneccssaiy,fo , . 


mstaU toiiqiletciy, iAcM5^Hg'c6Mectiom^^ . . -..-H.' . -■. -. = '-' 

3.4.2 ThcCo'ntf^tor'ih^^r^ ' 



experts, drb^Er.-c^tieifl:65Whiti?^^^'^^^ th§-opmi&n®Hi%fchit^^^ wbiadiad to a reenable 
certamjy tiiat any material used, or proposed to be used in the Worl^ niecls the requirejnents of 
the Contract Documents. All such data shall be forniEhed at the Contractor's expense. T^,. 
provisinn slali not require the Contractor to pay for periodic testing of different batches of the 
same material, unless such testing is specifically required by the Contoct Do.c;^Dte^tq’bp. .... 
performed at ihe-Contractor’s c^^c. • - • • 

3.5.3 If the Contractor proposes to use a jhaterial which, while suitable for the intended 

use deviates in anyway from the detailed requiremenU of the Contract Doim^Mts, the. . 

Contractor shall inform the Architect in writing of the nature of ^ch devations at the time CUc 


S • 


material is submitted for approval, and shall request written ^ipro^ of the dev.iatiDn_fipm tje. 

;tS. in' ac'edhiajjcc wfiR the procedures set: toith lu Mass, 

Gen. Laws Chapter 30, Section 391." 


requirements of thc.Contract Documents, in 


3.5.4 In requesting approval of deviations Or ^^tutions, the Contractor shall provide, 

upon request, evidence leading to a reasonable certainty that the jsoposed sufastumion or 


ConsoHdaitd GencraJ Cbndhions - Page 9 
(Rev. 12 /a/ 04 ) 





deviatioo meels or exceeds the requirements set forth in Mass. Gen, Laws Chapter 30, Section 
39MCb). IL in the opinion'ofthe Architecl, the evidence presented by the Contractor docs not 
provide a sufficient basis for such reasonable certainty, the Architect may reject such.stibstitution 
or deviation. 

3,5.5 The 

character and quality of . .. .__ _ _ _ 

mechanical and elecdirjcaIreqSipdicnt)iS\^‘becn^^jcrtcafoha^ idt^pn.^,rela^iq;n:- 

.« ¥» . . ».*iflira'll ''lUt*'.iJl* j~_jJ,!_1'j_ .c 





Project, as well as for their intrinsic rneilSi Tficri^CTifccLwiH not'approve as c^ai to raatmals 
decided'p'roposed 
obtrusive, 
order 
Architect 

haye jjc^ available from the manufacturer originally specified, at no additional .cost to .the. -a/ 
Owner. 

f • ^ 

3.5.6 AAV additionalcos^ 6r i^y Iqss.p'^daim^c .an^ing^ tfre.^bstitufion o.f any 

material Or any method fot.tSbsc brigifr^ly spc^cii be by the Contractor, • 





3.5.7 The W^afifyfirbviljea in in.a.ddij;ip;n to 

limitafibncrFany otKcf'waHimty>oqiIited'byt%'Cp^f^^Docu^nts.qr;qthc^wise.preserib.cd^lJ^^ v ■ .t • ■ 

law. 


3.5.8 TheContraiApr^sJ^plibcureo.-V 

_t ¥1 ,.i .■'•...iil'ixjti ir tv:'_ »V¥itL.'t-iii'LV i~»_iti..*_' 'n... . •_ i_ . • t « 



guarantee to the the shall be pq^nnc:d.ul.a^rdance with, their tciins'.and' -f. »< 

coxiditbus. " ' ’ ... . • • • ■ • '■-.i ii".-- 






3.6 ta:^' 

3.6.1 The Cdhttuclof'sK^il pay sale’s) consumer, use and similar taxps for the Work 6r?’.‘ '• ’ 

portions .thereof provided by the Contractor which, arc legally enacted when bids arc received or 
negotiations concipded, wlje^er .or ijot yj^ c^cctj^c ot nv^cly scheduled to go intb'cfiect • 


3.7 


PEEWIT^;'^:^s‘A^b Ndideps 


3,7.1 Unlc^ oAcrj^ise provided jp foe .Contract poromoits} the Goatractor shall sccurB 

and pay for the building perimi and other permits and governmental fees, licenses and •• • 
inspections necessary for proper execution and completion of the Woric which are customarily 
secured after execution of the Contract and wluch are legally required when bids arc rcceivcd'or 
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negotiations con'cludeci.' Notwithstanding the foregoing, the Town hereby waives the fee for the 

Town’s building permit for the Project. 

3 .12 The Contractor shall comply with and give notices required by. laws, ordinances, 

nilcs. regulations and lawilil orders of public authorities bearing on performance of the Work. 

3 7 3 It is not the Contractor’s responsibility to ^certain that the Contract Etocuments 

are la accordance with applicable kws; statutes, ordinances, ^ild^^g cod«; and rules and 
regulations. However, if the Contractor observes' thatportibns of fhc Contract Documents are at 
variance therewith, the Contractor shall promptly notify the ArcKtcct and Owner in writing, and 
necessary changes- shall be accomplished by appropriate Modification. 

3 7 If^^e’Co’iitraetbf peribrins Workknowing it to te contrary itf laws, statutes, 

oi^diijances, bhadiitg Cbdevand rale's ahdTcgulatidns withbur^Tihotkc to Architect and 
Owner, the CdiUmbtor sKalt assum'c fell re^bBrnbility for suefr'i^oric ahd shall bcar'fhfe 
attributablct>&s^i‘''!: . .. 

3.g ALLOWANCES 

3.Sri-3.8:l OMITTED. 

3.9 SUPERINTENDENCE ■ ” ' . 

The Contractor shall employ a coinpetrat sufierintendcrit,’ accepUbleto thetOwn^, 
aiifecccssaiy assistants who shallhein attendance at the ProjeefsHe foil timeduring^thc progress 
ofthe Workuiiitil the date of Substantial Con^fotio'ni-addfoTMQh'dd^tio^VtiMb 
the .Architect may-dctfcrmiae lo be new'ssaiy fdr'the cxpcditjoiK'co^iEriSif of fliVte the _ 

sui^tende'ct'shall be licensed to act as superintendent in-accoidkicc WhU^l applitable laws'fot 
pioj5its.of this type. The Contractor shall remove the superintendent if requested to tfo so in 

writingby thcOwner, andshallprpmptlyreplaeehijnWiEhacor^gt&tpcfstjn'reasohably ‘ 

acceptable to the Owner. The superintendent shall-reprdscnt'the Contractor,'and comiThi'mcations ■ 
given to the superintendent shall be as bind'mg as if given to the Contractor. 

3.9.2 The-Coutra'ctor shall retain a coropetent Registered Pibfesrional Engln^'or 
Registered Land Surveyor, acceptable to'thc Architect, who’slkU establish the exterior lines and 
required elevations of ah buildings and structures to be erected on fhc site and shall ^blish 
sufficient -lines and ^ades for the construction of associated Work such as, but not limited to, 
roads,-utilities and site'gradmg. The Engineer or Land Surveyor shall certify as to the actual 
location of the constructed focilities in relation to property lines, building lincs.'basemcnEs, and 

other restrictive boundaries. 

3.9.3 The Contractor shall establish the building grades. lines, levels; cobmn, wall and 
partition lines recuired by the various Subcontractors in laying out their Work. 

3.9.4 The Contractor shall coordinate and supervise the Work performed by 
Subcontractors to the end that the Work is carried out without conflict between trades and so that 


Consolidated General Comfilicms - Page 11 
(Rev, 12/&'04) 



no trade, at any time, causes delay to the jeneral progress of the Work- If such delays occur, the 

Owner may deduct anticipated, jiquidat^-dajnagcs the ftogre^s Pa:^entp> the / . 

Contractor: T^c Contractor and aU'SubcDntraclorsshan.at all times afford e^b trade, any .. . 

separate contractor, or the Owner, every reasonable opportunity for the mstaliation of Work and 
the storage of materials. • ‘ 

3.1Q CONTRACTOR’S CONSTRtJCTlON SCHEDULE' 

3.10.1 tlie ContractW.iS^Upi^P^^Jti*^ submit to liie4rpR*t^^.^T^2TPS4.T|cheduJe,.and 

sl^ll comply wj^hsucRs.c&jduie,.^'des^bci^ in.Su^aiagiap1is.8-,2.4,to , •' ' 

3.U ' DO'CliMENTSAKI) SAMPLES, AT ■^:Si'S -i.> ' 

3 111 The Cpntractof .sh^li niainteiii eJ the s^c |br.&c Own^prje jxjco^^-fjppy P|;th^' 

Drawings, Speci!5catiDii^i'^^di;dia'p^cOrdas.an:d.otl^ yn^g 9 ^A■Qr^^:. ■ ■.-.•••o - 

. appraved '^hop brawinW. Product Data, Samples and simdar required submitEak These shall:,bc ... •• 
av&labic to the Architect and shaU be delivered to the Architect for submittal to the Owncr upon 
completion of the Work. 

3.12 SHOP DRAWINGS, PRODUCT DATA AND SAMPLES 

J2.1 Shop Drawings are drawing, diagrams, sch^ulcs and other ^Sta sp'tcraliy 

prepared for the Work by the Contractor or.a’Su'bcontractor Sub-subcontractor, manu&ctureq 

suroKw-or distributor to illustrate som^portiDfloflhc Work. • .■-‘i va 

^ ^ ’•• . -.5 •r^ 

■3 122. '''prodpctbia."icilip3ti;atipns,.Btand.^d-sche4ulcs,-jjcifdT^^ 

..hstractions, brDchuies,.d^^s,aiid^fi^infbnnation.fu bythc50ontractoffto.-anustrate-r^.v^^'‘^ 

materials or eqaipnjcntfiir.soine portion of.thc .work. ■ ■ 

3 12 3 S am ples are -physicri exarnpjes/whioh illustrate materials,- equiptnent or • c •'r-' 

worJanaxshtpandcstaijlishstmMsbywhichtheWoii-wmbcjiidgcd.-...-.; • -v/: 

3.12.4 Shop Drawings, Product Data, Samples and similar submittals arc not Contract^. 

Documents. Tl^ pinposepf^irsubmittal is.tpdeppnstratfl fbrthosc' portions.ofthejWdBS-'^C.,. . 

which submitfajsarcx^S'dl^cV^y the CohUnctor-proposcs toconfoiinltb.the'-mfo^ ’'’r'?"'.’.!!. 

given and the design conc^t.gxpijsscd in the Contract Documents- Rcyicw ^..thc-Aibhitect^fe.; ■ 
subjeottothcliniitBtiDn^ofthi5ParagrapK3.12and:Parag)raph42. .■ -v.'. f -rs:' ut.!V;'"';;:; 

. , . ••? sr*'-: "a: •■•■•-■v- ’■•=•■•■ 

3 12,5 'j-{jc ContT^oi;.sh^Vcvicw,'approve andi-subrnh to the. Architect Sfibp-Dra^rlxgs,-- 

Product Data. Samples and similar submittals rcqtiircd by the Contract Documents with» 
reasonable promptness, in accordance with the Contractor’s progress schedule approved hy the. 

Architect and in such scqocnceas.^o cause no delay in the Workor.mthc.antrvitjcs-*ofthe Owner 

or of separate contractors. Submittals made by the .Contractor.which-arc not required by the 

Contract Documents may be returned without action. , . r 
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3.12.6 "TOContraaorshalipBrfdnii.noportionoftJicWotkreqiiiringsubmM^nd 

review of SkQp Drawings, Product Data, Samples or similar sabrafttals tmtii the respective 
submittal has been reviewed by the Architect^ Sudi Work shall he in accordance with reviewed 
arid approved submittals. 

3.12.7 By approving and submitting Shop DrawingE, Product Data, Samples, and similar 

submittals, the Contractor thereby represents,that .the Contractor has dcteimked and verified all 
dimensions, quiitities, field dimepsions.^reiafions to exiting, wori^ coordination.with work to be 
installed later, coordination with mfdnnatjon on previously accepted Shop Drasv.jngs, Product 
Data, Sandies, or similar submittals and verification of compliance with all the requirements of 
■the Contract Documents.' The .accuracy, .of all raeb atformatipinK the responsibility of the 
Contractor. In i^iey^jng,ShDp.Drawiiigs.;-Prpduct jpat^, Saiqplcs,.and similar submittals the ^ 
Architect sh^l ^^f^ptitled ti) inly upon the'Contrg^ds rcpiescntatjdn that such udbrmatioii is . 
correct and ^c^tc. . . ‘ ' 

3.12i-8 - ■ ifeCqiirS;toT.^han of^csponBilrnity fpr-deyiatio^ 

requiremehts 6f &e Co'ntoi BocunKnts’by the /WchTt^XjCiYiew qf.Shop DrawmgSi product 
Data, Sandies orsimilar submittals unless the Conti^torhas spccifeafiy informed the Architect 
in, writing of such deviafion at the time of submittal and the Architect has given wirtten approval 
to the specifid'doviatiom TbeContractor shall not be relieved of responsibility tor mrors or 
onassions in Shop.D^wings, Prp.d^Dfita, Sample Br}bit^aJ§b.y &c Architect’s 

review tbi^of. 




. u 



Drawjftgs, 


not 


W '. 




constitute accc|S^'pf^y efi^^'hot r^quibted on thcprior.iiubniitt^ 


3.12.10 Infom^tibn^I ,submittais*upon.whic.& the t is not expected to take 

responsible action maybe* m identified m the Contract DoemhentB. 

3.12.11 When professional certification of perfoiraancc criteria of materials, systems or 
equipment is required by Ihc Contract Doemnents, the Owner shall be entitled to rely upon such 
certifications, and neither th^Dwher nor thc Aichiteci shall be expected to make any 
independent examination with respect thereto. 

3.12.12 The Architect will not check dimensions or quantities on any Shop Drawings and 
will no t assume any responsibility for any enrom in dimensions or quantities on Shop Drawings. 


3.13 USE OF SITE- 

3.13.1 The right of possession of the premises and the improvements made thereon by 

the Contractor shall remain at ail times in the Owner. The Contractor s right to entry and use 
thereof arises solely from the permission granted by the Owner under the Contract Documents. 
The Contractor shall confine the Contractor’s apparatus, the storage of materials and the 
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opcratjons of the Contractor's workers to limits indicated by law, oniinances, the Contract 
Documfeirts and.pc^its and/or directions of the Aipchitcct, ao.d shall pot unrrasonably encumber 
the premises with the Contractor’s materials: '.T^OwiiwsM hofbd liable to thB-Corit^ftor,^ . 
the Subcontractors, their etiipIo.5^cs oT anyone: elsd With rispeef td the condMohs of the premises;' 

exceptonly foracoaditioncauseddirectryahdsoleiybytfe'hcgligcncc'.ofthcOwSCT. ’ 


CUTTING AND PATCHING 


performed in acdOic^OT With the requiremciilS-Sf tlre ; 




3..14.2 The Co'ntractor'^11 hbt damage'di' tydanger a portioh'oi the woi^ or dr ... 

paitMlIy coi^ictM bonsmittidhbf ffic'Own(^?^ara£c‘Sh^cjbr|'i^® 

otherwise aitenrig'such tonstnicddii dr by theContraeftfr sl^ nor cut bf V^" 

alter suefa^nstnktion by the Owner or a scparatecontractor except with written consent dfthfe 
Owner and of such separate contractor, such co.nscnt shaU not be unreasonably wil^c ld. Tl^c 
Contractor shall not unre'^oiahly Withhold dd^ thc'Oflmhf'of a' B^;^3tc‘-^^'cbf 

Contrnctor'sconscnt'tb'cUtmigof othetwise'dlicririg die Work. ■ ' ' ‘ 

3J5 CLEANING UP ■ ' 

3.15.1 The CoiriJactordadysIiiil keep'the pritnusbS and sunburKiihg''^ca'free firoiri 

accmnulation of waste materials or rubbish caused by operations under the Contract. At 

conviction of the Woit the Contractor shall remove tom Md .^bom^thc^grofcct wa^te 
rubbish, the.CoiitaGW'stoQhi'coh^c6jh^pi^,-'£^^^-^^^^^^^,^Hak:_ 


Sash, fixtures'and eqn^ent shall be tho'ib'u^ly cJ6angd. Staifis, ^ts, dost;' marks and smears 


clcancrsv All damaged, broken or scratched gla'ss plastic sjfeH be replaced' by' the Contractor at'' 
the Contractor’s expense. ' , . . . ^ . v/- .••' 

3.15.2 Ifthc Cohtrac'for fei&to cleanm tpWContcaS&cuincnts^'^^^ 

Ownermay do so and thccostthdrcofshkl] bc'-dlargcdtbfhcCdntrai^r. ^ 

3J5.3 ThcproYision5ofparagraphs3.15l and3.I5.2ihaUappJycqua]Iy tq,.all 

subcontractors-at the project insbf^'as each subbohfc'tor’s woj^ is conedn^. . ^ 

3.16 ACCESS TO WORK .. , 

3.16.1 The Contractor shall provide the Owri^ and Architect access to the work in 

preparation and progress wherever locat'ccC ' .... 
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3.17 ROYALTIES AKDPATEKrS • - . ■ ■ 

3 17.1 ■ Contractor shail pay all royitics and license fees. The Contractor shaiK-,- 

defend suits or claims-for infiingement of patent rights and shall hold the Owner and Architect 
hannless from loss on account thtrnofr but shall not be respoimbic for such defense p t.bss whou 
a particular design, process or product ofapantalar nmufactuierorruanufeeWtcrs rs-requned 
■bv'the Contract Doctiinents. However, if Con^ctorhas reason to bc^eve that thexc^u^d 
design, pioch^ or product'is an mffmgeriie'rit ofa pateiit,thc Contractor ^all be responsible for 
such loss unless such infonnation is promptly fiirnished to the Architect. 

3.18 INDEMMIFICATIOK 

3 18.1 To the fullest extent pennitfe^d by iawMc Contiartor ^*11 in jenmi:^ and hold 

hannlcBS the Owner, Architect, Architect^ consultants, and agents-and cmployces,o^anx,.pf ^hem 
from'aiid^gainst claims, damages. losses and e^ensc, mcluding but not limited to attorneys 
fees, msmg bpt of orresulting.finm^^^.;Of^._^ofe^^ 45 ^Mf 

dah^gd, loss 

-.V. - 

thercfrbm, caa^.'ir^boSe'br'in bydetlitfeht adls 6 f oims^ns : 

SubcohWor, anyone directly or indirectly employed by them or anybne forwhoSe acts they 

mayteliable, rega^ess 

by a pife ipde^Sed .herfimlcr. Such flfM-- 

r^SS^qrobl^iidhs-cT'iri?*^ .' 

pcft^dcscni&-m'^’Para^ph3.lR-- ' . . ■.. ^ 




..... < - ■ . • . 

In claims against any person or entity indenmfficd'und^ thisT^^^rfiph 
f'thc Contractor, a SuboontrartOT.,gi):o3edfrcctIy^ormdiisc3x^^ 
or^Sncfbi-Wto-se'abathtyroaybeliabi^^m^oMfid^^^ , 

3 18 sh3i not be limitbd by a imfetidii 9n tb&aJnbiinttir ty^ of damages, cornpcnsation, or 
benefits'payable by or for tbe Contractor or a Suteoptractojr undo-.worltcjsV^r.vvprkni?^ „ 
coiiipenition acts, disability benefiticts, oV dtha:-iii^^^^ be&fit acts, . 

3.18.3 The-dhiigaUbnsof theC'bntrndtofJdnWmiy ^ 3a 8 MJ^hot 

liability of the AiohiBct, the Architect’^ caiisuit]^^’^d,agcito-.M(i .. 

arisbg out of(l) the preparation ofma^r®wm%-^inkins; rcpo^-, ^ , 

designs of SpbcificationS, or (2) directions or mstroaiblis givctf by the Architect, tbe Aithitect s 
consultants^ and agents or employees-of any of them. 


3.1P COVENANT NOT TO SUE . . 

3 19.1 In consideratiDn of the Gdrjtractpr’^ una'^aking to indemhi^ and l^|d _^r^css 

thc-Archltect, the Architect’s consultauts mia' agciksbr enployces of^ny ofin accor’dance 
with Paragraph 3.18 , agree that the Architect vdl) not bfing any civil sort, achbri or other 
proceediiig b law, equity or arbitration agamst the Contractor, or officers,' OTployccs, agents 

and servants of the Contraaor, for or oii account of any aetion which the Architect ray have 
arising out of or in any manner connected with the Work, except to enforce foe provisions of 
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Paragrajjh3.18-and this Paragraph 3 J 9; and the Contractor, or any successor, assign or subrogee 
of the Cputractor, agrees not to "bring any civiJ suit, action or otJb^,proc^4ing ra la>v, equity, or 
arbitriion against the Architect, or the officer, empioyccs, agents and servants of the AxcWtcct, 
for the enforcement of any action wfcich the Contractor iray have arising put of pr in any manner 

connected with the Vorid ' . 


3:20 

3.20.1 
Chapter 30, 


■RECOraKE^FlHG'WQUl:^^ . . /' 

thb ednf^dpf sft^l.cdrnpiy with all appHcablc pen. La^f.v. 


ARTICLED 


•• •• 


4.1 ' "'f'. '' ' " 

» • .‘hi:'- • 


•;.. • *. - .i -.A- V V.' 

:■ -'..-rV.{I, 

4.1.1 , .The Arc^tpe^Jg JiejSp^h.jaw^ tg^^Uqe ^eJn^iur^. ^ntity , 

lawfully piac&m|'’^£Sit^Ci^?dc|itt ^q| 

the Contract ..Toc.'terpa ipeans Ihc Architect pr., 

the Architect’s atit^rited rcpre.i^pMivc. , ....’. - • * - f • 

•'-A.' 

4.14 

theCoiifiact 

.the Owner, Contracibr awu.oawuuwwfc. 
inconsistenthcrewith, thorights.aadrcsponsibiliiiescfthcArchitcctshall'bcgbvcraedbythB ' 
Ownci/Architect A^efncnt,,for thePro^i^cl. 

4.1.3 

architect who sc 



have authority to a;ctMbcmof|^|Owj[iprpiiJy to.. 

Documents, ^ fey i*? accordance .with other pm.vis^^p.ns^ 

ofthe ContracL -c.- . . • f.r- • 5-'' r •-.t. 


4.2.2 The Architect will visit the site at mtcrvals appropriate, to tjjc stage of coiisti;Uction 

to become generally familiar with the progress and quality of the convicted Work and to 
ddraimac in gcn^.^&c J^.rk is .teing^cj^practl m,a in^cr. md^^.. t^t the whc.n 

completed, will fc’^'|ccbxd^cei^)^ visU-the.sjtp 

at least onccper Wcck’Smgp.cmodgipfap^ivc.constnM^om^^^ will not bc.re,guircd ;; 

to make exhaustive or cppt^uop.s on 7 sitc :msp.cctions lo check .^t^ty.or quantity of the -^Vork.. 
On the basis of bn-SiS: obreiVatipi^ as' an architect, the ^chitect wiU keep the .Owner,.informed 
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of jjTogress of the Work, and will endeavor to .guarithc Owner against defects and deficiencies 
in the Work. 


4.2.3 The Architect v/ill not have conttbl over or chaise of and will not be fesponsib Ic 

for coiKtructjon means, methods, techniques, sequences orjnpccdunes,. ©? for safety pi^autions 
and programs in connection wfth the Worlq since thcsc’amio.lcly the C^ntractqr’^rcspo^ibility 
as provided iH’ParagrapH’S.SrTie noy^^fKpons^Blefor-the.Cbnt^apbf’^ ^'ilurc.., 

to'carry out the Wordin' keprii^ce'with. thc;Ci^ntn^ j6ocu^nts.Architect wil( npX ’he= . 
responsible for ‘^s’ or d'nlissioii^ of the •SufeTiHbto'fs.'dr their agent^ or employees, 

or of any other persons performing portions ofthb Work. 


4.2.4 CornifiuiiicHtjbMTacilit^mg Conlxact Adnuni^a^^ Excep^t aapiherwjk 

providedifl theGo^kf.Soduihents'drwhcfi'ifect'cDniimmwim^s havel»ch?fjepm11y 
aujhoiizpd, kid Ctmffa cfbr Bncfca vqr to' 

Mmgcf. and co^Ka^'git.de . 

Arehitcct. Cojnffliii4catfdiiS by and'wi^ Subdbn^ctp'^' be 

thipugh the C6’:Q&-actof;'altHo'iigh'tfe Owiicr'sChd Project' l&d|cr'ma j have direct ' 
codmmnieaUDiifi' with subcontractors and suppliers intended to fecilitate or expedite construction. 


Co'inmn^atiGDS by and with separate contractors shaU be toujgh the Owner. 

. ./ ''o,''' . • T • • • • ■ • 

As to anywrittfiii' fednkfiimckiS^'^ieh^eeri'twbbftHfOwn^.'^chitebj, anij 
Contrador, ado'ncMrcnlcCipysBailbescfai'tqthe'thiri' . ■■S. CJ ' , * ..j 


Contract Doci!iheat& 



13.5‘3yjyhcthcr'0^''i^dtsh'ohWorieisfahricatcdi-'inslkld^(S'&f^I^^’''fe^CTcryn^^ 
autitoriy of thbARShhe^ nbr ad^idn'made ih |b'bti'feiiH eitht^Hp't^^ise pr i;i6r'tb^'e‘xercisc 
such authority shall give rise to a du^ ohf&^'bniibjlit'y aftbeAifeiitecf ttf the Cb'rUractdr/ ■ 
Subcontractors, material and equipment suppfi^, their agents or employee, or other persons 

pcrfonnuigpoitidiibbfth&'Wofkl'''' ' ’ • ^ 


4.2 ,6 la accordance'with gencraily acc^ted standards-'of profesriorip practice ihe 

.Architect wiIlTeview 7 'a{Jprbve;-ahd'takeoica’ ^pitfpriatc a'ctio'ft lipoh t^bCdntrarfof s' 
submittals'such as Shop Drawings’ Product' DSia'and Sandies, forthe purpbSb of dh&kmgfor 
conformance with the Contract Documents. The Architwt’s action will be taken with reasonable 
proii^tncss, while-allowing sufficient time in the AithHect's profesridpal judgmHnt to permit 
adequate review, and in any event shall take no .ldng<?r than the lime pfiraiitted by law. Review 
of kch submittals is not conducted for tic purpose df delermbung the acciuacy and 
coirpletcncss of other details such as dimensions and quantities, or for substahtiatmg instmetibhs 
for installation or performance of equipment or systems, all of which remain the responsibility of 
the Contractor as required by the Gonfract Documents. The Architect’s review of the 
Contractor’s submht^s shall notrclicvc the Contractor of obligations set forth in Paragraphs 3.3. 
3.5 and 3.12. The Architect's review shall not constitute approval of safety precautions or. 
unless otherwise specifically stated by the Architet^ of any construction means, methods, 
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techniques, sequences or procedures. The Architect's action with respect to any specific item 

shall not approval of an assembly of which the item is a corapo^nt. . .., ... 

^27 The Architect will prepare Change Orders and Construdion Change Directives, 

and may authorize minor changes in the Work as provided in Paragraph 7.4, 

42S The ArchiEcpt win conduct mspectiens to tjdcrn^e^t^cQr dates'of. . 

Substantial Completion^ the datebf cDmpJctiph,^>yiam^^^ - ■ 

c _xi__ oVM TVrnrHc linftcTt *wk.TT3iltlCS dJ3*d rcjBtcd doCUH^^tS.rGQUff&fl • 


4 2 9 If the Owner and Architect agrfiP in wi 7 tjng,’^c 

more projectreprdscn^ti^tog^i m 

The duties rcsponmbilifiw arid'Hmitalipiis of sqc^ proj^t shaU i^^as ^... •;;» 

PAnfrari Ttocumcnts. If no such exhibit has..hcen u 



o incoipdrated. .tw ditoes, i'cOT^qnsimutips. anq ii- i ... 

Tcprcsditatrvfes si^U he as set tordl in the edition ofAlA Docuipcnt B35?-cur^f as of thp.xqatc. 

ofthc Agrecinfint • ^ s''--.-; 

4 2.10 The Architect wili mterpret and decide matters concerning performance under and 

rcquircmentsofthcCo,ntraapo.cuinei]tsonwrittc^pxcqucrfofcithcr.tbcQ^erDr.^ • . . 

The Architect’s lespdiisc to ^cifrequests will bemade ^A^sqn^hlc pro;r;^tnes§.aiyiwitl^ • • t • 

any time limits agreed upon. The Architect may, as the Architect judges desirable, issue 
additional drawings or instructions m^ptipg in greater the .qp^ti:uctip;^:pr dc$jgn,.pf 4 ^e 

Y^o^^apartsof^hcWo3;;.sup^'^^?jIi^^m:insfcI^^s.m^^ 

notice to the Conti;actor, md P^wdeas^^ <^5ym^s or^^roc^ns ai:B,rca^,;^hly;.roratc?iW.-u- •• •• 
with' the prewou^y .existing I'u vi • 

such additional diT^i^ings q:r in^^nJrtiqns withguf ad^oj^ cp_st or .extersion of th.e.Cpntiact ■ -.,■.■..■7-: < , . . 

Time. IfthcCon^^cjBms’adiitiqnal costortanconaccquntpfsuchAdpJ^nald^ < ■.-w 

msmmtiom, the Coa^rac&rsWl'givc'thc notice providcd-mSabpaiagraph.4;3.7. • 

^ ^ '1 'r*.*,** 

^ 2^2 2 IrjterpjT^ations and decisions of the'Architect will be consistent'vwith the intenCpf . f. '•. t..'^ 

and xcasombly mfcrablc finm the Contrart Documents and will be in writbg or in the form of 
drawffigs. Whenm^k^sti^ 

seoircfeithfulpcrfbimancc by tljc-U^iir^W Contactor,yqlpot.^ '• ■ .-..'.v'-it.,.. - 

wiUitotbe'Eablc for results of mteirretations or dccisions'sqrcndcrcdingoq.^foitii.. ■- 

4.2.12 The dirphitect^.s decisions on matters relating to aesthetic eflcct will ho, final if U'V . • •.■(•. 

consistent with the intent expres^dinthe Contract Documents. . i ■ - . ■ 




4.3 


CLAIMS AND,DISPUTES' 




4 . 3.1 Definition A Claim is a demand or assertion by one of the parties seddug, as a 

matter of right,.adjustment or intciprctalion of Cop.txHci tmns, payrnent of money, cxt.cnsion.of- 
lime or other relief with respect to. the terms of the Contract. The term ‘■Claim" includes Ghahgc 
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Order requests by the Contractor as wcIT.as other'disputes attd matters la qiicstjon between the- 
Owner ContJactor arising out of or rdatmgto the Contract Claims must be made by written 

notice. The rcspon^bility to substantiate Claims: shaU rest with the party making the Claim. 

4 3 2 Decision of Architect Claims arising prior to final payment orthe carhw 

temimation of thfe'Gbnfract shall be referred initially ^ 

Pataeraph 4.4. Action by the Architect, as provided M Paragraph 4.4. reqta^d m a 

condition precedent to arbitration of a Claim between thc-Contractor and Owner as to all such 
__L:.. fV;.- navmhnf is due. Action by the Architect m response to a 



js 


CIaimshaIlnoC-bc’aconainonprca:uciii.LOfliu*uav.«»*....~w._,..,^ . 

vacant- (Z) the Architect has faUed to take action as required under Subpara^ph 4 4.1 within 15 
days ate the Claiijr is made; (3) tlw-Aichitcct has failed to take aclmn raitoed under 
Subparagraph 4A4 withiA'30 days aftecfhe Clain. is made, mdess te ^toect te notified 

pa^ iStjHg ofth6rtlisoiis.why a<4iDncoflIdndfbcfafcenw)iWn30 days, and offlte date6y 

wiiehactios^ttsbe £&diifbr {4>the Claifcielates^ 


4 3.3 Time Isimi.ts oil CJam. Claiiris hy cither mustbfc mdc within 35 days after 

o'ceummee of tiiei.*ve];lt^gTving nse tb such-CHrfTor vrithin'SS days ebun^ ? j , . 

xecogtes thecDpditSiStgivin^-'risli-to theOaV «d,ichfevcr ic te Gbirts roust ^ r&de by 
writtcnrobtice. Arty'ch^ge or ndditidn to aprcVitniBly made aaroi shall be made by tiTOely 
•written n’otice in accordance with this Subparagraph 4.3.3. 


, , Continuing Contract PerfennSnee. pcnidmg&tal resolution bf a Claim iricluding 

aibiol^on, unless ofherwisetagrecd in writii^ thb Gchitra^f shall proceed diligently with 
pErifoJ&JCc of the Contract and the Owiicr shall continue to make payments m accordance with 

the Contract Documents'. 

433^“; Waiver of Claimsi Final Payment. The making of filial payment shall constitute 
awaiver ofCliimsbytheOwnercxccpt'thoscHrisingfroni: 

. 1 liens, ClHims, security intercsls or encumbrances arising out of the 
Contract and unsettled; 

,2 failure of the Work to comply with the requirements of the Contract 
. ..Documents; or 

3 terms of special •warranties required by the QrrUiact Documciits. 

Any Claim which has not been waived in accordance -with this Subparagraph sl^Il be deemed to 
have accrued upon discovery by the Owner of the condition or breach upon which such Claim is 
based,, for the purpose of any applicable statute ofhmitatron. 


4 3 5 Claims for Differing Subsurface or Latent Physical Conditions. If. during the 

uroEress of the Work, the Contractor or the Owner discovers that the artual subsurface or latent 
nbvsicai conditions enfcountered at the site differ substantially or materially from those shown on 
the plans or indicated in the Contract Documents, either the Contractor orthe Owner may request 
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an equitable adjustment in the Contract Sum applying to Work affected by the differing site 

conditions. Arequest fofsucb airadjustment shajl be inwil^ aixd delivered the . 

party making such claim to the other p^y as soon ?s j^ssiblc after such conditip.^ are 
discovered. Upon receipt of speh a eJaim! ftpm a Contractor, or.upon its own initiatjye,-. Ac...... . 

Owncrshall make an investigation of such physical conditions, and, if Acy differ substantially of 
materially from Aosc shown pn Ae plan&.orindjcated in.the Cornet Documents or ftpjtn tfepp 
ordinarilycncomtcrcdan^ generally recogiiized as inherent jnWpxk of Ac charactejr provided; - - 

for in Ac plans and Contract Docun^nts ^dareq.f^hanata-e«.tocausc-an ingrc^cor.. 
decrease mAe costDfpeifb.pf5anccoftheWqrif.6f-ach^gc4ntl^..c9nsfructipnnictjt0ils 
required far Ae pafruro^ce of Ac Woi^ r^lU depr^.c,iirj(the..cp^ti>p^^i/. 

Ac Work; Ae p-ynpr spU make m e^itahle adjusto^t- in.lbe Gputraci Supi and/the.Cont^cfc-r; 
shall be moAfied in writing accordjn^y, . - .t .. . .:;••• ...• 

4 J.6.1 Should cqnditbia ^ncQpntwt^ below, the surftcc- of f^?pund;Tcqune:fliat ..i- 

footings, foimdaliqM‘qrolberpartSflfthe,bujlding.orojher.sti:ud3ii^.^,ifaised, ;lQwejt(iprr. 
changed, or jfaddifronal dqjth ofexcavatio.n tebwjhc.fc.ycl 5 vApwp'/ 2 n;th^DrawingR 3 S;Fpqhii^ 
in order to'provide proper bearing for Ac buildmg or other structure or for any permanent 
udiitics on Ac afteorforpennanent grading prpl^rpeim^nt site.work,-.an.y change A Ae; ‘ 
arnount ofcxcBWtioji,-dewatering, shccting,.ppjtcctioD^ rock excavation, backfill, concrete or .• 
oAcr structural work, or any other work pergianently inc.oiporate.d m..tbe.buiiding sl^ll be. 
considered a change in Ac Work, and Ac Contract Sum shall be adjusted. aS provided in this ;• 

.Article,providedthattheWorkhasbeen ordered jnwritmgasprotd^edm?.!.I.- - • 

4.3.7 Clai^iM | 3 r Additional Cost or Tnpjf. IfAfiConljacfor-clahusthatahytaGts.on-- 

nmic stnng nf Ac Owner ortbfi .ijuiAitecti m 9 lud.ipgratty•^nsttuctbn^.oro^dclP,^wbeAcroT^^^^.•^■•'^c'• ■■f't-iK 

written;bytbrawings, orothcrwise,involYe' 9 Xtra cost oftime, and the-Gontractorhas Dot. ‘s' . 
received awritten acknowfedgnient by Ae Owner or Architect Aat cxlra payment willbevniade--'. •• V' • 
or Anc extended on account Aereof, Ae-Gontractor shallproicptly so notify Ac Aichilect in 
writing of such CI^ and shall not proceed with Ae Work'rclalmgtO‘slich Glaimbiitil the 
Contractor has received a fbrAer written order to proceed- except,.as provided in Paragraph 10 .^v ‘ ‘ ’ • ‘ ’ 

in Ac case of an emergency affectmg life orproperty. No Claim by Ac Contractor on account of 
such acts, omissions, mstn: 4 :^ions or orders sha.ll.bie-valid unless Ae Contractor has so.notified 
the Architect before proceeding, and has received Ac’forthcr written order, to proccedj 

4.3.7,1 OMITTED.' 

43.7.2 • The Contractor shall have Ae burden of demonstrating the effect of the claimed 

' act or omission on the Contrail Sum or Gontraef Time, and shall.fiimish the Architect, with such 
documentation relating Acrcto as Ac Architect may reasonably require. In Ae case of a 
continuing act or omission only one Claim is ncccss^. ■ '.'••”'•5 •: 

43.7.3 Adverse v/caAer conditions shall not be the basis for a CiaimTor additional time •; = 

or cost. 

43.8 Injury or Damage to Person or Property. IfeiAwparty'to Ac-Coiitract suffers 

injury or damage to person or property because of an act or omission of Ac other party,-of any of - -f-' • ' 
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th=-t,lh=rpaHy’s employees or agents, orof others-for whose is 

written notice ofsuch tajiiy or dafnjge, whether of not ^ed, shah gtven to the o her p^y 
_PYr/hWiTipt 2lrdavs aft’drfe bt&eryancc; Tl^ noticd shau proyide 


-f-; .• 


4.4 review OF CiAlMS BY AE-GHITECt ' _ . 

4.4,1 TEe AreFto shall -t^e ofie or iriote offHe foUo'wVttra^oife jvi^m df ^ 

rcceiot of a-Ciaim: {ll defer any action v/hh respect to all-or any part of a Clanh and itqliest 

^ -. . ' _ . . . t . 1' _ A. ___.J._-C-iT- iiano r**QCJMt’MrV>ir 


< J.-/ 
f'v> ;/ 



fault on tEe -part 'of the Architect); (3) render a decision on all or a ofjie 
subpiit a.schein1&\ttf;th4pamcs indiG^^^ • 

AioHtect si^i n.otify4iie parties m writing of my actio‘n-tH^ft%tlrTes^‘ct:to such plsi^ rf the 
Architect rend'drs. a decision or declines to render a dccislonrc^er ” .. . 

aced^ce with Paragraph 4.5:;lfthcr/fl^h'itect-MecjCeS^rthcW^orie-i^atalg-tb ^ _ 

Sl^ticred.-rcg^S of Hs disposition tha* ^ 

Cohiractox a wi^cji order tc rnTitr^ctor shaU oroceed as insfnictcd and all rn 

of both parties with iTf,?ptet i 


•r.i’i 








days^cr thetW.lpt.cipt;s.req^e.sti taxe one ormoic-ui v*/ — 

addi^nal suppoitmg data requested by the Architect; (2) modify the initial Claim; p) tespcnd_ to 
the'Architect-s action ;Undex;pa^graph.4;4 J; or (4)-notify the AicMbrti fha’t inttial Claim 

stands. UponrM^tiOftI]c,Te^,0nseor;5uppoitingdata,thcAtchin^twill'cit^rftjcct6T 
approve the claim m whole .or in part, ■ 


• •',1 


4 5 ARBITRATION 

; • t\ f *7 * » • 

45.] Cpyitroversks and Claims Slibj,cct to-'Arbitration.- ADy'Ciaird emt-pf or ^ 

related to the Contract, Dr'the^hrcHch.lhprcof, except‘a^nris-xelating ta.seslhetid’c&ctJ'shaU bb-' 
settled by arbitratidh. Subject'^rtiiC.-foregoing provisions of paragraph 44 and the.;^Q'Vitiofis of ■ 
Subparagraph 4.5.7. Arbitration will be conducted in accordance'with the Cobslnictio'hTndiistry 
Arbitration Rules ofthe American Arbitration Association and jndgmentupon theawd 
rendered by thc,.^'bi.trator or /ubifrators may be entered is any Court hayiSg jurisdictiGn tbercoF. 
In any such arbitratjon in which the arnotmt stated in the demand is $100,000 or.leSs, d single 
arbitrator shSll be appointed in accordance with the procedures set forth in the Amcrii^ 
Arbitration Association Construction Industry Arbitration Rules. In any such arbitration in 
which the amount stated in the demand is in excess of 5100.000. a pane] ofthree arbitrators shall 
be appointed in accordance with the procedures set forth in the AmericaT. Arbitration Association 
Construction Industry Arbitration Rules. 
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4.5.2- RulcsForA^itr^tiorL Thppflrtiestnay agxectoai^'flitjtraUpnfpmtTL Ifidna^a' ••. 

toagrec, by deik^i^ foimishaltBcthc^eriD^ If th.cric)4tra3.>, -.ri;- ^ ■ 

arbitra£or(s) by’.tiifc AiD'c:rick’i^ib;ation Asspciatbi^ sbajl. ■ •- •, 

adramistertheraribi^oK^ " ‘ ’• 

_^«T _^.vY^rrsoTTtcmt nf onir-stirarT) .Tf tT«<» ri^ifrala»4iffxafrkr/’c^ .ic/arp nrkK - . " • 



administmtorofthc arbitratbn but the Constmtrtbn ludu^Ciy.Arbitratjon Rujes of the ' .- ■'. 

Association sbflll nonetheless govern all aspects oftbc proceeding, mdiiding the enforcement of 
anyaWard. T^carbbratlop^I^nel.sibaUhai'e.alJqfthcpowfraanddutjesppDifcmcdrpn.thcN ’ ••'•. 

AssociationFliisulnttp,. ■■ i- . ^ -• ;■ > .SV.'Xl-/'* ■• 

In addition^ thofolio^^g.rules sbaUgoy^-the-selection o.fatbitratQjs' and the proceeding^- 

.. . ’t •-• I \ •. '-.• •■ '■ ■ 'C^. ■ ■' • • •" '■/•‘“•v' 'P ■’•••’'j' ■’ •'*■’.■’ 

• '.»' •! V ' ’Xk' ••• ^ . _ . ' ^ 

4.5.2.I Ncithij:partyn;^yjagppipt.as-a^itratof ^.e,mp)0.3^pr.anxi.\vncr;ofthat pariyjVhc^-'* ^ 

the parent, sppuspor.^la?pjf2ncmpjQ.y^p,toyra9r.o.^ihatpaityr--/ ,. . 


4.5.2.2 


v'- ‘i 


'• engage- m 


ex parte communication'With the ^ifratqr appointed ^y ihat party. . 

; .. . \i. -v" 5.J ■ 

4.5.3' ContractPcrfonx:apcet)unngAii3itnt;ipn-'0urmgarbitrationpTocbeoiKgs,.th6 '•■' -■ 

Owner and Contractor shall comply with Subparagraph 4.3.4. 

•, •'V ** s' * ' • * ** . * H . • 

4.5.4 Whcn^;Wfittcad?GisiQHpft^e;.Aj?Jbitect-statesthabthQdccisio^ •.■ 

' HirTnai^d fiif aibitraS)!! of matter cdvCTed by su<i-dc*isronnaastbB'inadB-wHtl^ tWfcf'febdtIis- • 
after substantial completion of the project, as.detOTiincd by the Aidbitect in accordance with 
paragraph 9.8-2 h^of .The fejjtrr^ tq,depQ#n^^i|ibittation whidn said'two mondipcribd wj^^ 
result in the Architcct’s.d^^ion bcppining;final and binding-^n the Owner and-the dbnt^ctbil 

- , t 's'- 

4 . 5 . 4 .1 ' A deii^nd for, arb#ration?I^U.bfc made-witihiil the time limits ^efbified in ' ''' 
Subparagraph 45.4, and ^ no .c.Vent .shall beiUadc after the date whcft’thd fostztdtiefii'of legal bf'’ 
equitable proceedings based on such Claim would be barred by the applicable statute df - • ' 

limitations. 

»\.'if., 

4.5.5 Claims and Timely Assertion ofClaims. Aparty who files a notice of demand for 

arbitratiofi'murt assiert.i 9 ;thc.dcnjand.girGys;ims thcn.knhWn to that party oh Which^^itrafibh is 
perTnittcdtobcd(^5^cd..-WJ^;a-pazty:fey5.to in,cludeaGlaimfl3it>'u4h'dyersi^ti ' ‘ 

inad'vfortencc or e:5:cHs^l3le .neglectj- or when^?, has -matured or bfeen acquired'sdbse^u6'frtly,‘ ‘ 

the arbitratoror.arbjitrat.Dis may permit.ameodment; ' ' ' • 


-s.. 


. , I 

■i\ r- 
I'-.,* • ’S” 


•o-' 


■V .. IV'J*. ■■ r 


4.5.6 Judgn?cqt.op’,Ein^ Award. - The award'rradered by the aibifratoT of afbjtrafors 

shah be final, and Judj^c.nt may..bo-eptered upon it in accordance.witb appltckble la'V? .in ariy- ■' 
court having jurisdictjon.thercofi ■ . . " . ■ . ■ . . ■ 
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4.5,7 H&Wit'hst^ding any provision conlajncd in this Paragraph 4.5 or. elsewhere in the*- 

Contract Do^ineiits;' the Owner reserves the foUowing rights m.connection with Claims and 
disputes bet'A'eCT'the' Owner and the Contractor. 

.1 the right to institute legal action against the Contractor in any court of 
competent junsdictioti in lieu of demandmg aibitration pursuant.^ this 
P^gi^h 4.5, in which case the dilute or disprutes which aie the subject 
df &ch action shall be decided by such coui^ and not by ajrb’itrah'on; 

.2 the right to obtain from-any court ofcompetent jurisdiction a stay of any 

arbitration instituted by the Contractor, provided that thp application., for 
■ stich'dlay is 'riihde bbfore the appOjnbncrit -of the neutral,^bitirator in-such 
‘'arbitfatidii, iawhich cater the dispute or ^.^utes Which are’the. subject of 

' •'tebli‘aibitrationshallbc-decideilby‘kch‘cB^, andarbitfatiot^ 

• .3“' the right to require the Contoactdftdjoin as a party in ^y 'dibitfation 

be^w■cc^ the Owner and the Atejait^ relatid^'to' the in which case 

the Contractor agrees to be bound by the decision of the ^bibatpr or 
'ihs'ucharbitiat^ 

In case the Owns- elects to proceed in accordance with 4.5.7.1 or4.5.7.2atrayc, thewoTd 
‘‘litigst'iq;!’' shsll t?e td replace the word “aibiliation” Wherever the latter word-appeaip in 

tlffi Contract 

ARTICLES. 

y., SUBCONTRACTORS 

5J DEHNmONS 

‘fl. ’ '• y. • ' ■ , 

5-1.1 , AiSiibcontractof is a pcrsoil or entity who hSs a direcfcojitract with the' Contiictor’ 

■ to per&nn'dportibni)f-the:Work at the site. The S^“SubcontetoT” is refeirod to tfarbu^hi^i 
the Cohtrkct DoclaiicTits as’if singular in number inpans a Subcontractor or M autKbrired 

representatiYe offee^Sijhcontracfdr.. The tend “Stibcontractbri’ does not include a separate ’ 

contractororSuhi'briti-acfdrsofascparatccoiitractor. -— 

5AJZ A Sub-subcontractor is a person or entity who has a direct or indirect contract 

with a Subcontractor to perfoim a portion of the Work at the site. The tcrni “Sub-subcontractori* 
is referred to throu^out the Contract Documents as if singular in number and means a Sub- 
subcontractor or an authorized representative of the Sub-tebcontractor. 

5.2 AWARD OF SUBCONTRACTS AND OTHER CONTRACTS FOR PORTIONS' 

OF THE WORK. 

5 2 J Unless otherwise staled in the Contract Documents or the bidding Tcquircments, 

the Contractor, as soon as practicable after award of the Contract, shall furnish in writing lo the 
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Owner through the Architbct the names of persons or ratitics (including those wha are to- furnish 
materials or cqu^ment fabricated to a special design) proposed for each principal portion. 0 / the 
Work. The-Arohitect wil! promptly r%jiy. to the Coptractor ip wiping staring whcthpr.or.^iot th? 
Owner or the Architect, after due invest igatioh, has' rcaBonal>fc objixtibn to any snc.h.propp.^.. . 
person or entity. Failure of the Owner or Architect to reply promptly shall constitute notice of ho 
reasona’ble olyeclioro 

5.2.2 The Contraclor shall not contract wi^ a proposed person or enrity..tq whom the 

Owner or Architect las made reasonable and.tir^Iy objection. The 0>ntr^pr-sh^ not be 
required to contract' with to whom the Coiitracior has made reasonable objection, unless 

otherwise required by law to. do so. . . • ■ 

5.2.3 -If ^ OwiCT or Architect has rte^n^^pbjcction to a proposed 

by the Contractor/ the' Cqn&'ptpr cliall prpppsjj 'anpthCT to whom the O w.er or Arf^.cct has no 
reasonable objection The Cp^trart sha^' be, mereased or dccreas^. bV .th.t:tiifKpnce in cost 

ocpasioned by such ti^gbaira^'appfojm^tb^gcOrdcrshall be issued .Howcyct. no 
inerrase ai thc Contract Sunt ^11 be allowed for such change unless the Contractor has acted 
promptly and re^brisively in submitting -liames as required. 

5.2.4 The Contractor shall not change a Subcontractor, person or entity previously 
selected if the Owner or Architect makes reasanablcofajcction to such change. 

••s 

5-2.5 Xhe^J^jT^a.j'eaci^cdSu^ontTactshallbc.subinittcdtothe-Owiicxforits 

acceptance, whi'ch' shah not fie unreasonably withheld or delayed. The fbnn of subcontract' shall:. 
be that set forth in Mass. Gen. Laws Chapter 149, Section 44F. Eadi Subcontract shall eSprecsly 
provide fbrthe contingent assigoment referred to in Pamgraph 5.4. 

5.3 SUBCONTjRACTUAL RELATIOblS 

5.3.1 By appropriate agreement, written where legally required for validity, the ■■ 

Contractor shall require each Subcontractor, to the extent of the "Work to be performed by the 
Subcontractor,^, be bo.und.totlie Contactor by lcnqs..of the .Contract Docinncntsv and.to asshrnt? 
toward thd Contmetd^ all the ppgWions and responaljiliti^ which: the Contractor, bylHcsc 
Documents, assumedthe Ov^^apd Arohitcc^Ji?c3uding-witiwiit.iinritationt^^ 
obligations set forth inj^^^hj.J’ 8 , Each Subcontract. agrconcnL-shalJ preserve .andxfbtcctt.A. 
thc-rights of the Owner and'ArcEitect under the Contract Doewnents with respect to thc-Vt^orkto.' 
be performed by the Subcontractor so that Subcontractiagthcreofwill not prejudice such rights, 
and ^h^l allow to the Subcontra^^tor, unless spccific^y proy^ed otherwise in thcSubcOati^E ^ 
agreciiicnt, the benefit of all rights, remedies and rcdrpss agamsl the Contractor that the • • ■' 
Contractor, by the Contractbpc^cnts, has ag^st the Owner. Where appropriate, the - •.■■•x-' 
Contractor shall requirc'cach Subconbactorto cn.tef into sinrihr agreements with Sub^ 
subcontractors. The Contractor shall make available lo each proposed Subcontractor, prior to the 
execution of the Subcontract agreement, copies of the Contract Documents to which the .'' ' 
Subcontractor will be bound, and' upon written request of the Subcontractor, identify to the 
Subcontractor tenns and conditions of the proposed Subcontract agreement which may be at 
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variance with the Contract pocumehts.; Subco^traciDrs similarlx riMlcc. copies of applicable 
portbns of such do6u'ntehts available \6 tb^ r^c^vc;. proposed Suli-^bcontractDrs. 



5 4 j Each Subcontract agr^naent for a portion of the Work is assigned bj; the 

Contractor to the O’^i^.proWd^tlil^^ , • r • v • : ■ ■ • 

.1 a^w'i ghme' nt b elective only ^er tcpn^lloa the Contract by the ... , 

StiB^yi^tagt^CTiicntkwHi^jhc.OvyntJf ^ccpts.by notifyingi.the ,. 

.... . . — 

.2 assig^ent is subje^j^to.^c^or.ng^.of th.e surety, if any^.pbHgated 

ihidlef &c>^ fciatiiig'td the Cohtr^tl • . . 


6.1 


ARTICLES- ..... 

*..»*• * •,*% *.-• ?f^'fh• • :’ •* i*^*.;*• *1. • ' , 

• •M' » 4 • • *;. . ^ ^ ^ ^ •'.V »• 

^"■COKSTRUClibyiV'4|®C ■ ■'• ■’■ ■ -/.-V.'" 

..■" /.... ■ 

■:■... ■.'• ■ .y 


porfip^hftihcl 

Contract idciiticfll 6Vsuwatiwn.i«uj/ j>nau*«« *o ^——r.''«M.'.:g;*7-’.s.~v'w.Y* 

and waiver of sribro^on. If the Contractor claims that delay or additiorial cdsfis involved 
because of such ac^ri'by the O^cr, jhe Con^j^Or^shidl^n^e si^h q 

cisewhnem■’ “'y ' j’ '.f, '^ , •. -s 


6.1.2- When separate contracts arc awarded for diff^n^^itj.oi?s pf the Prpjcct.or pt[ipr 

construction of operations on the site, the term ^Tfontractor’* iii fe'ContrBct Dbcinricrii? in each ' 
case shall mean the Contractor who executes each ^axate Owncr-Contmefor A^mrat.- , .- 

6.1 3 ThS'owner shall provide forc6ofdmMtiqhofthe^tiyities:p,fthc Owner^s own 

fo rces and' of eadh separate contractor with the woik of the' Contra^r, shill eppp^^te with 

them. The Contractor shall paiticipafci'with other's^aiatc coi^dtPrs and the Owner in 
reviewing their progress seiKdiiles when directed to do so. The Contractor shall make any 
revisions to the progress schedules and Contract Sum deemed necessary after a joint review and 
mutual agreement. The progress schedules shall then constitute the schedules to be used by the 
Contractor, separate contractors and the Owner until subsequently revised. 
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6.2 


MUTUAL-JIESFONSIBILITY 


52.1 The Contractor shall afford the OWn^apd jcy-ar^^coritractoii ^^omble. ... 

oppDitumty for introduction- and rforagc of Oitif raatenals ^ c^iiipnieM pcifaniiaiicc of 

their activities and'shalhcoiuject and coQidm^c the Conlraofor/s constmction and operations 
with theirs; as required by the Contract Docuroents. 

6.2:2 If part of the Contractor's WoHc'dcpendfi for proper ^ , - 

constru.ction or operatiots by the Owner or a separate contractoj-, the Cdii^iwtor shall, prior lo 



lir ritch proper 
:dgcrncnf 
; and- 

proper to receive the Contractor’s Work, except as to defects liSt then rcason^lt discoverable. • 

6.2.3 ■ C0s‘ts'daTi^dhydeUysorBHroprop4l^X^c|^qfjy^^‘d4S5tif%^pn^ 

shah be borne by the party responsible therefor. 

6.2.4 Tl^c Contractor shall promptly remedy daniage- wfoiigfiilJy caused by the 
Contractor to con^Ietcd or partially completed .^iism^on oj ta pippc^ of the Owner or 
sqraratc contractors as-provided in Subparagrapji.lO^J^. If such.^^araU-cpitraclor-sucs or 

an arbftration proceeding against the OwTicron accoiint of any damage alleged to have 
been caused by the Cp^tr^cCor,.thc O.vner shaU;ioUj5?.^ Con^^^-.-^hp - 

piDcccdingB al the Coiiti^tor’s exp^e, and tfaii/ji^gnicnl oraw^ 

-thcrefiom the Contractor shalLpay ornatiafy; 2: and.shall reimburse the ‘Owner for ail attorneys! . . 

■fees and coiirt or arbitration costs .which the Chraw-h^inqirtcd. ... .. ........ *• 

H'- ••,••• . .’A.-Jl.!- • * ._ 

, } ■ ■ Sp ' •' T 'I' • i • ' •. >• I ‘ •" ’• ' '• " ' *"'• *' •' '.-"''V '• ■ 

6.25 Cli.i^andotberdisp^w^ri^tt^.|^ri^^pn.b^W 5 .Ap.Co^cto ..i. 

separate cb'jjtrac^f^Uirfe^bjeqt lb,the prdYi^i^,6]f;?ara^apS4.3^ ; . ■ 

contractor has rcc:|)roc8l obligations.^ ..r’ • •- . '-a..- 

• ......r ■.-.A -s--f -i 'Kv.»v’ 

6Z6 The C>wnCT and each separate contractor shah Iravc the saincrcsppnsibnitie§;|jT 5 j^ 

cutting and patdiing as are described for the ContiaGtor in Paragraph 3.14 

... ■ , =. • ..j.vt .•:•-••• •••.»' •;• •• :' til’-VvV 

6.3 ONVyTR'S lUGHTTp.'Ct^yP;^ .. ... mm-. 

-f. v>4.-. V.* -rV. ' ■ • :V. 

63.1 If a dispufc mscs among’the Contractor, separate contractors, and the Owner as fo 

the responsibility under then .respective epn^rts, im^i^ing ^eprS^s, md 

areafrec fromwaste matcriab an^ntbbjsh ^^^^ml^'inF8^graphX.15,.|^cq^,cD^[?a^^ ■... ... 

up and allocate the co'st'ainbng tho'serespb^iblc « th&A^hject dctiOTu^cs. to .bejust. v •; ..-p-. ,•%.•• 

-.•' 

as'. 

. • . - - . • '■-c.if’..'i.'.r' 
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-ARTICLE? 

CH'^GES IK THE wop: 


7.1 


CHAKGES 



/ithout C&ntraH, l>y-CK^gd;Grdcr; ^nstryc^on yx 

the Cantiact DotMeh^;. .. ■. -.‘^- •■ ■ 

utu ^/or niay 

nay .i>B issuEd hy ttS AJbbifect alone. 

/.L3 
Ubirilract: 



haBte ^ii^tably adjtStid:.'-- 
' 2^;."^ .'•tCaAKSE'GaiJERS-* ■ 



.1 

.2 

J 


a change in tie-Work; .....•«. ..-••.••• 

the arrtouni- cf fthe'Vdjustmeiil iii the Coiitiiact SimV- ^yi' 
the extent of ihc adjustiiient in the Contract lime, if any. 


GOKSTRUGTIOK CHANGE DIRECTIVES 


ned by the Ovmet and Architect^- directiiig-a change m me woxx ^ 

,radj«m ifkny.-in.the ContxnetSum-or-CMlfact-Tte,. ar^ The 
onstniction Change Direc;tivB,..W!th-oiitiivalj&tmg-thc Gontiac*, order chmgcsin the Work 
Sl^he gen^Sopc of Ihe Contraet ecnabting of additions, deletto or other revrs.ons, the 
:ontract Sum and Contract Time being adjusted accordingly. 

,3JZ A Construction Change DirecUve shall be used in the abs^cc of total agreement 

■n the terms of a Change Order. 
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7.3.3 Upon request of the Owner or the Architect, the Contractor shall without cost to 

ihe Owner submit to the Architect, in such fonn as the Arcfilcct may require, an accurate written 
estimate of the cost of any proposed extra Work of change contomp.l^tcd by a Construction 
Change Directive. The estimate-shall indicate the'quahthy and umt cost of each item of 
materials, and the number of hours of work and hourly rate for each class of labor, a.§'WeII.as the 
description and amounts of all other costs chargeable under lie terms of this Article. Unit labor 


costs for the installation of each .item of?Daterialsrshalibc shovwxifr«^uir^,hy.lhei Architcpt 
......... li-Vfc :riL .-rlL- 


:hat. 







mathetnaticai eirofsl Tffequjred by tfe Ajfemtect, in order to cst^hsli the exact •••. 

Work added dr of prcrviously required Work oinitted, the Contracto:? shad obtain and furnish to 
the Architect boi^. Ude ^mrc|:g|aizcd ^|jl{c^fqr,i5^sl™g,.^y.ip^em^ 

in such Woifc.. estmali^ s^i; ^ 

Work, and shall fee ||^shc|ckgcn^^.^c^Cp^^ctprshal]^^^ 

estiinitcany cxte'nsTdh of time Squired tor the complehori of iHe Wbrkifjtt^ o^gcpr c?pra-: • 'ly/-,-:,-/ 

workis ordered. 

7.3.3.1 , IftheConst^tl^p^Ch^ge^D^;cc4^^p^pyid9^for^adjustrpcuttpthc^Co,ntm^^ ■.''■T 
Sum,theadjusbTlcHts^i^>e based on one of the'following methods, as selected by the OwQcn- .... 


(a) ^ umt pp^5?tated in .the Contract Documci^sqr.Qtherw.ise mutually 

a^Mfdupopf •' • • •• '. ■ •ri'Si'.'ij..’ 

.•r,r... • - ■• .... . iv- -./*•«• 's. t'( 

(b) . .By'^^^jM^.%ri^ntag^.(afdefhte^^cIpv)l«tin}9i^d4)y,the.^CQat^ 

as Subparagraph 73 t 3 and accepted by the Ownerjth.q . v‘<vMVr ?!•■•.••• 

Contractor's .wtiiflatc shall become a fbrd price which shall not be 
changed by any variation in the actual cost of executi^rgfhe’Wofk.-covtffed 
by the change, 

(c) Hy.ac^j Cost deteimincd after the Work.covcred by the change is ■; 

completed, plus Percentage. 

(d) -By use pf dispute resolution prqccdifl-cs.sdt .forth, in PaSngraph 4.3. ' 

As used in this Paragraph’7.3, "Cost” shall mean the cstiiiBtcd or actual net increase or decrease 

.in cost to the Contractor, Subcontractor, or Sub-sul3iqontra.ctorftr p^foimihg the Worfc.cbvfere'd 

by the cJmfigCi including actual payments for materials, equipment, rentals, expendable items, 

wages tfnd assoc,iatcd-.H^nci^ tp.wpTjanc|i..and.tp supervisor^ employed fuJltiinc at the sitc, 

insurance, bonds.^nd oup-.prQVsblc,4irectcpsts, but not including ^yadiiiinistrative, • "-.r:-'.- 

accounting or cxpediti^CospC'Or.ptluS,indir^ctoroyerhrad'costS,or,^aiywages.-6'rbcnefits-of • i. 

supervisoiy personnel rtotassjg;^ iu]l time to foe site, or any amount for profit or fee to the. . i 

Contractor, Subcontractor or Sub-subcontractor. ' . •• 

‘■‘Percentage” shall mean ’an alfowancc to be add«j to or subtracted from the Cost in lieu of. 
overhead and profit amd of any other expense which is not included in flic Cost of the'Work 
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covered by th= change, as defined above. Percentage for a Sub-anbeottoettr sM be! 0 /. pf 
any net increase or decrease'of Cost of % Work p^dtoed by the Sirb-sttbcontrartor s own 
ahv aSdreBatenet incfafc'm Cbaomy-Workpfcrfonried forthe Soby; . 



&ubcontractc>r=DyoHierconTracioT5. rcii^wiva-gw b . ^ . 

allowances fbroYHrhoM Siijd=pr6fit aS'are'-»f'f&itHin’t3ie-gnbc6iiitf^^ 

SubcontractDr and the Contractor, Percentage for the Contractor shall be 9 l/l/o of any net 
increase or decrease of Cost of any Work performed by,the Contractor's own forces plus 4 la 4 
of any net mcreasc or decrease in the Cost for all othet-Wo* edvered by the change. 


When in the reasonable Judgment of the Aichitect a series of Construction Change Directives or 
Change Orders effect a single change, Percentage shall be calculated onthc cumulative net 
increase' or decrease in Cost, if any. 



. ... •• • ■ 

7 3 3i- If the Owner elects to deterroine the cost of the Work is pro.vidcdin rnetHods 

(c)or(d)ofsub~Subparagraph7J.3.lorifthenicthodofdetcrnunmgthecosthasnotbecn 

established befi>re;feWorkis begun; thc.GdnUuhtor shallkcep delved daily rdcord^ of later 

arid ihaterials oosts-applicablc to 


^ ^ hJpon receipt of a Constrhction Change Ducctive, the Contractor shall promptly 

proceed with the the;Wprk mvolyedaridkdviscthp-Architect of the ContractoVs 

agreement or disagfccm.^.with fec^methodv^if any/pitivideddn thc Constnictioii Change- 
Directive for deteniiining the proposed adjustment in the Contract Sum of Contract Time. • 


7 3.5 A Construction Change Directive signed .by the-Contractor indicates the 

aEreemcnt of the Gontractor therewith, including ^djusliricnt in Contract Sum and Contract T^e 
or the method for deterrainingthem. Such agreemcnt.ghall be effective immediately and shall be 

recorded as a Change Order. 


7 3 6 If the Owner and ContraclDc-do-not agree with the adjustment in Contract.Sum or 

Contract Time or the method for deteiminmg the adjustment, the dispute shall be governed by ■' 
the procedures set forth in Paragraph 4.3. 
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lA MINOR CHANGES IN THE WORK 

7.4.1 .a-'V." ■••. 

involving a,djustii:&'m-Sic qr.cxteii^qT^e Cpn^c£.Timc.a^^^^^ ■• , 

witli the iatcait of Ae;Cpnji?[pt bpcuirin^^ ■ Such changes sM,^effected by ^itten-orderand.. 
shall be bmding oii the O^cr CpntractpJ-v TT^ CpijtraQtor s^aU-caijy.qut. such written • -.v. •: •.. ^• 

orders promptly. • . • ■ .*'. • •■ ‘ • • ' " --i’-- -•■ "..m .••••■ . •-•■.••• 

.' IaRTICLeW .' -. ■-■/■. 




8.1 


DEF&ffioNS 


.... , •••• • : ■■ ■•'i' 





8.1-2 T^e-j^te pfcor^^ciicejMcnt oftiie-Wprfcis-th?--<fefe;-oStablisH^d in the'i^gfcemeid. 

Thedateshalhnptw.ppist^nedbyAthc.^tureto.actofAqtS^nfcracdDror-ofpfciSDiisorc'ntiticsvfdr; • - -• i-. 
whomthcCo'ntri:t 0 risresponBib.le;-. - =. • •• '■ •• •*' ' ••..■■ 

8.1.3 The>J^fipfStii*t^ti^.Q 3 n?pktionBd]yedM»ccrtifiRdby tke'ArchitPcfao: •• ■ •••■•.'■'s*' 

accordance-witbPfflcagca}ih3.B..,;..i.v....;. ■■■' > • -v- ■* i'.; ■ v ^; v; -•w 

'VT ^ H rr'-'.: ■- -■■■-..■ :‘A: 

li.4 theContraotiDociiinentsshallmfeanxalendar-i^^^ • •• .■ 


unless Otfajarwisc specifically defined. 
S.2 


PROGRESS-AOT GOMPLETIDN 

tv • ’'J •.“• 5.' • 


. > 



8.2.1 T^.P,;JAIrdts.st4ted.m^he.Gdnt^achDoctoacnts■aIi^^df.thecssch^ caffbeCoTifrafeh-"' • 

By executing the Agreement the Contractor confirms that the Contract Tim^ is'S feaiohahlc''>>-'' ’' **5^" 

period fbr prafonuing the Work. 

S:2.2 
Owner: 

eSbetjvodatc-.. . . ^ - 

wjmmenccrhent ofthe Work shall not be changed by the effective date of such insurance. Unless 
thcdatcdjfcoinrnenccnjeatis 5 i^tablished-b 3 rafidti&etdj»f! 0 ( 52 cd-gi-<ftjnby'^i^v?ii^'tii&'--'. • 

Contractor sh2ii;?3p_tify-thc,p]^er^^wnt5d& Ics^lhjui five da^'droth^ S^ced jicifSod'tteTcftc ''' 

coinmcncirigtheWorktopcnnjt'thethnclyfiIing-off£wffgagcsfmccl^c’sIi6n§''ahdbthcr'’" 

security intereks. .. 

8.2.3 ThcGontjactor shall proceed ejqjcditibusly.wkhadajuatc forces and sHa'd achic'vc 

Substantial Completion within the.GontractThiic. • • : v • •• •':•■ 
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%24 ■ ■ wkhm'ht'o weeks after sward of the Contract^ the Contractor shaJI submit ty the 

M^hitccl a Progress'Scheduler showing for each class of woxk.tlie p^entage t^mplclion to be 
obtained arid- th 6 ;totaI'aoIIar valub bf work to be ^pfcted as of the first of each month until 
Substantial Completidi • ‘ 


825 ■ /fh&ProgrcKS Schedule shaUbebas^ on an orderly prpgressbn of the Worl^ ^ 

allowing adequateHehb foi'^eadh-operation (ihclnaing adequatbtjmc fbr submission review of ‘ 
submittals) and leading to areasonable certainty of Substantial Conqiletioil: by the date 
' established’ih thb Agreement. The Progress Schedule will be revieryed by the Architect fbr 
corapliancKwiththe requh-elnenisbf thi& Artiel^and will be'adceptW bythe Architect or 
returned to the Contractor for revision and resubmittal. Unless specifically required by law^ no 
payment under this Contract shaft be due ^til the Progress Schedule has been approved by the 


'■yj 


ArchiteQC*- 


,8J2,6 . 

of tbs completed Work iu-phtee,-.03 ^ ^ 

oftheWorWinbiae^;S5ti^^m:t%?^^?^S^?3d%'t^-0^ ; 

require the Gpn^krtf-to'AGeclefatc^th&pro^^'dffheWorlcwif^^^^ cost to' thfc uVi^erby 
mercasing the work force or hours of work, or by other reasonable means approved bjr the 




■ ;.'j • 







Architect 

8.2J 


sudji^sive appliiitioiaT^^^^ t&t ftfc Wb^' ®; 

Ar^bt.:Mb^^aiatf.90“/o'bf'this.viato I ■ 

Scfi^ule'to be coirploted by the respective dates, the (^cr xa&fmlSc Owrier’s oftibn, treaf ffie 

Coh&kctor’s delinquency as a dc&ult justifying ^ actionpermitt^ under Parapapl^M.i. 

gp.Q Iffe^i^hitccE has ddteftniried that-tKd'&ftfractorfehbitid be ^nSitt^'to exfi^d;’;'’ ‘” 

toe:|fo^forconi.kj?ii asproYKlfidJnPii^fem^h-83,-tifo=feI«^ "Z ' 

shaU be adjusted acborffogly to retafotoem^^'i^Htionship- Wtii^^uS’tcd dateDfStfosta^al 

Con^letion,- and the dollar value of Work to bexaraplfetfcd as of the to of eUcli raemth shall be 
adjusted pro rata. 


8.2 9 If the Contractor foils to-submitany application for payment in any month, the 

Architect shaft, for the purpose of this evaluntioh of progress, certify sep^tclyto the actual 
value of the 'Wodc in place completed as of the first of the month and to the best of the 
Architect’s knowledge 


8.2.10 nothing herein shall limit the Owner’s right to liquidated or other damages for 

delays by the. Contractor or iQ-aay other remedy which the Owner may possess under other 
provisions of the Contract Documents or by law. 

S.2. n The Progress Schedule required hereunder shall be a CPM Schedule in 

■accordance with the Project Spccificatjous and shall be updated in accordance thcrcwilh. 
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8.3 


DELAtYS and extension of time 


83.1 IflheC6Qfr?ctorfsdda3^ed.atanytiincm.|ffpgrj£sspftbc.'^orkby3nactor-,v . 

neglect ofthfrOwier orAjcfiilcctj ofancinplo^.ofeitftiff,.orofas<^^te.contiractoi;,eFnpl.oy:eci .• • : 
bythe Owner, or &y cH^ges ordered btiic Worl^ or by labor-disputes, fiirc, unusual delay .in •, 
deliveries, unavoidable casuallies or other causes (except weather) beyond the Contractor's 
control, or by delay authorized,by Ihe 9wner, or by pth^ c^scs Architect dctertnincs 

mayjDstifydclay,.thenieCpntraf^Tiinc,shahbe.exteaMij^.foj,su£irc^pnabIo.tifi3e^‘th^ , 

Architect may deteriti^c. .. . •. . •• 

8.33 CIaiinsrcIaUpgto.Eim,cshailbe.njade_.uia^oi^cW_ithappUcab!c=proYjsidhs..6f^ 

Paragraph43, ••.. . • •. .. .r • -• i.!’ .--i-.-. -r. .w ; 

..... . y.- • ■'*. '.••'."c:-': . 

8.3.3^ The GontrMtdrhCTcby agrees thatthc’Contractorshallj^haveno claim for.^cnageB .• 

of any kind against the Owner or the Architect on account of any delay in the coinmcnccmcnt of 
theWdrit.and/rrr^any^cjgyor5i^pra.rionoj(a.^pg;^OT^^j^C;Wj9|fe,whcth?^Auchj4^ 
caused by or pthcir^c.exG^t^jspeciji^^^^ •• • 

SufaparagrapJM^Jji .TSc'Coptr^.^ractopwJcdgcs.^t;c?c«pt as provided-therein, .•• •• 

the Contraetd!?® sbl^rtio^y. for .such delay ^nd/or suspension,-wUJ be an.dartensionof time '■■.x' 
as provided in this A|tidci • u- • / . 


No claim for delay shall be allowed on account of failure pf tla Architect to 


and•notth■eIl^epssuch,§I|^.be^^:asoJl?tble,^^..... ... .. • 

••• .« ••■•... - • . 4. . 

• «V« • • 

8.3.5 No extensionoftmeahall be granted because ofscasonal or abnormal, variations 

ia.teinperaturey^hmn^ty;or.prc^it^tiQ^t^v\yifcdch\cpg|iiQ3H'5hafl.*bc-fWhbIly ail'thfcTisb.bfthi’j’'.- . ’• • •’ 
Contractor, ■w|^hjraocajn^g.yrithin'4c..^.e..prighjallyschcduled'&rcoif5)letjcjn..or'‘v^t^'th‘d’' •• 
period of any cirtc^iongr^e^.. There be np incrcasc^in/thc Onhact.Smri onacebimtd'f- • ■ •*‘ •• 

any additional costs of operations or conditions rcRiitmg therefrom. •* • 


. »; ••• 


ARTICLE 9 


S •••• ' t'-'/ 

PAlYMNfeANDGOhdPLETION - -i.- • 


..‘•i-' W. 


CONTRACT SUM 


. •, . j-.H .r. 


9.1.1 The Contract Sum is stated the Agrccmcrit and, including authorized ’ ' 

adjustments, is the maximura amount payable-by th'fe Owricr-to ffic Gontractor fo'rpcrfbnhance’of' *' 
the Workunder the Contract Documents, or in equity, should the-Gontrarfor as'Scif a qWaiitCun ' ‘ ’ 
xncTuit claim for the fair value of Contractor’s Work, regardless of whether the Contractor is 
terminated hereunder. . . • ; ^ 
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9 2 ' APPUCATIONS FOR PAYMENT ■ . • 

5 2 1 days after receipt from thc^Io^actor, at.the pl3.ee designated by 

the Owner if sirS a place is so dcsi^sleipf a pc^dk estimate rcqucstmg.paym^nt of the. ... 
anronm month. theOwner will periodic p^ymepttothe Contractor . 

for the Work bfefem&d during’ the preceding month and for the matenals not incorporated m the 
Work but' delivered and suitably stored at the site (or at some location agreed upon in wnimg) to 
which the Contmetnr has tillenrto wEch a Subcoi^ctor has title apd.iins..^thqr32cd,the 
ConlractDr^o^SS&'fw ■titlc.tc the Cbvncf, Jess C3>-re*c^tionb^^o^ the O^r’s e^tur^te pfthe , • 
feir value of ths'&Jntractof hii4 less.(Z} a reterilion fordirwt.pa^^nte to , 

SnbcontractbrB-Mciondeirianai:rors^^k.accp;da^^^ 

9.e.2;'and less ^T'dret^Wndt esceaing five percent ofthe approved amountofthc periodic . 


payment 
9.2. 

five days attcr laytnc -A ’'*" •’ ’v ':" " ■'• ’ 

so tKi&oS-ri™ qfajf^^iKre&iiirvg* WdbSSk to toe estiimte ofthe Owner,.teO^tyK. 

percerf 6f the opgittol Contract Sms, or (b) the Contractor suktaDtialJy completes the work and 

the OWnertakds pos5cS5io|t foti;anpMcx^5)r^gteHr.®?tr|&^tjj£^n^MM3^.. 

toir S oftlS'mSSt^ireP^Coii^Sor and ibe cost of csmpletmg the incomplete and ■ 
unstois&ctoiy iitenik of Work and less (2) a retention for drect payments to Subcontractors based 

J_. C.^ »Tv or'rnrt^nnrft WTth thfi Dr0VlS10IIS..0f.Subn3r8ffiSRh^9»P'^.Pt.Q^?d_p^:to®' 

reeprr 


delivered 

ambiintdite’S'^Sfiodic estimate lormrdi 
periodic th'^fecc deS^Sed by the Owner if such a place is sd 

desisted. .The Contractor agrees to pay to each Subcontractor a portion of any such interest 

paid in accordaricc with the arooimt due each Subconlmctor. , . 


9 2 3 TBd&wridf'nayinWchhnghsmahy>^6tiioestimatcra‘binitted.b^ 

Contractor and the payment 'diic:cik said peHoilic e^fc shaU be congjiited in fccorda^c.e vri^h 
the changes so made, but such changes or any requirement ibr a corrected periodic estate shall 
not affcct the due date for the periodic payment or the date for the con^pKment of interest 
charges on the amount ofthe paiodic payment computed in accordance with the changes made, 
as provided herein; provided, that Owner seven days ait^.rcceipt, return to the 

Contractor fbr'cdifectioh, ky pmodic csthnate whichis not ui^ , 

contains compufafionh not arithmetically correct tod,’in that evci^ thc.^atc of receipt pf such 
periodic estiira^S’shaU bc the date of reccipt'of the concacd.peTOdic estimate in proper form 
lud with arithmeticaily coacct computations. The’date of receipt of a penod.c estimate received 
ona Saturday, Sunday, or holiday shall be the first wodcing day thereafter. 
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9.2.4 All periodic csrimates shall be submitted lo Ihe Owiicr, or to the Dvwier’s 

representative^ and the date of receipt by the Owner or its representative shallbe rnarked on the 
estimate. All period ic cstimatts shall contain a separate iterh for each filed'subtrade'aiid each 
sub-subtradc listed in sub-bid form as required by the Specifications and a colunm listing 
amount paid td cii^ Subcdntractohaiid Stib-'sid>c6nbactbr ^ijftlie ditc ihb p'criBdio cStirriatc is 
filed. The person'making payment for the Owii^ dsklj add the i^iiy mterea proVided for h^ein. 
to each payriisht Tor each'day bcy&hd’the due date based, Qn-thcmtcbfrecbiptmarkfedonthe' ’ 

estimate. ‘ • • ' ’ . - • ^ 



bstaiitiatjrig The Co’nfiictdf sright tb p^5^eiit as thc.Owheif oT require, as , 

copies ofrequSitibns from 5ubc6ritpct6rs iiid. iratKiidj aSd tfjp^ihg're^^nageif i';. ■ 

providdd for fefsld^^here jirfte Cdntrziti DocuiricntoJ ' ■ ‘ ‘’ ' 



included in 
adjustment td'thd'CofrtractSuni. 


9,2.5.2 
' Contractor docs 
other reason. 


[cDm^ves haVcset..fb'^aii’ 





s‘/5 


account of.noiterals and-.^U3praeiit dchyto ^dCTt^ly.sto|^ at me yjc &t ... 


.IMPSAW IWA JU **flOMX VUlAiUMlb^AM Wli* WAA- WAV &V g. flCJ WWLl.LiL/bJii JJl. ,.e L . . 

I 4 • ^ . y'f " ••• 7 *t*-<*y'»• 

wnting. Payment for maiOTils and. cqmf»n6nirtoreg^ 

compliance by the Cpnt^iSoVVirh‘^Gbd^S®‘s^^^piy tb the tp..^s.^lish-ffie ,6^^ , jjf. 

title to such materials cej'S^itienf or othexwise^|:tfofe^.t|^ C^B^r's int^^, .^d sha j l jgriudV ,... .. . 

applicable insurance^'^pt^gcmd ti^pprtHbdii td.mcshe’rorsui^^^tcnalsan'd cqujpm^t, ... 

stored off the shcl’ 


9.3 The Contractor warrants that title to all "Work covered by an application for 

payment will pass to the Owner ritlTCr by inco^pratiqn in the cor^tru^tipn. or.nn^ receipt of 
payment by the Contractir' .j.-j -i— iz-'i-t -i.: . •.■' 

intcrcsts.or encumbrances 


:'•'• iar. 


9.4 


c Contractor, Whichever bccurs free ai^ clear of all liens, claims, sccufjty,. .• 

cumbranecs, iicrcinaferefemedtoin'this^icle^as'^cn^.” . .. vi. i;-' -i 

CERTIFICATE'FOR PAYMEl^ 


9-4. i The Architfccl mI^. wfthih seven days aficr rcccipt ofthp OP.ntraclpr’s application'- 

forpayment, either issue to the Owner a Ccrfi^fic^c ^orPayment, wth a ^py.to the Contractor^., 
for such amount ^ the Architki delcnrimes is propaly dpe, or notify thp Con toctor p!wner... -■ 
in writing of the Architect's reasons' for withholding certification in whole pf in part.asprovi.ded ,;-• 
in Subparagraph 9.5.1. • . • - 


.'{.I ' 

., <j« • • ^ 

'7^i{ 
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9 4 2 The issuance of a Certificate for Payment wOI constimtc a representation by the 

Architect to the Owner based on the Architect’s observations at the site and the date comprising 
the application rqr,pa:,^ent, that the Work has pre^rcssed to the point bdlcated'and that, fo the 
best of the ArcKt'cct’s knowledge, mfbmation and belief, the quality of the Wp* ts ^ 
accordance with the Conliact Itocuments. The foregoing representations arc suigect to an 
evaluation of .tie. Work for.confpnmnce wiih the Contra.Do cujikMs .upon Suh^stantial . . 

Completion. tii'reSsits of sutisequent tests anB tni^ectiohs, to ininpr .deviations tom the Contract. 
Documents ooirectahk prior to completion, and to specific qualification^ expressed by the 
Architect. The issuance of a Certificate for Payment will Slither const^utc aTepiescntpfion that 
the Contractor is entitled to payment in the aronunt certified. However, the issuance of a 


Certificate for Payment.wiU not be a representation that tfigp^chitect ha5,.(l)^d.6 exiwustw? or 

continuous omsili^pertwna to checicthe .qii^y or ipia^Mthe.WfitJv.C^K^ „ , 

con 5 tifietian m^Ss;'&ftids.f^ues>eqrtcncds of pfSc.^, (3) reviewed copies oC^; 
icqhisitions received from Subcontractors and material suppliers and other data requested by the 
Owher.to-'^bstantiaic the ConEiactor’s right to payment or(4) made to^^dn./ 

how or for what jpuiposc the Contractor has used money pic-wouslypaid dji accoimt-of the 


Contract' Sum. 

• r*> 




9,5 


ijffiisi'dks fd WiTHfiOlD cEBiTlFfcA®^' 

The' Architect may' d»ide‘iiot td ceifify‘'payinBA 'and may wUHiold a Certificate. 

.a h. r. - •/* ?_ . 


4 .* . 

vs/' V:^«'lrl *.-11' 


Cohmetbr Ih^Aichite'cf cadnot-agrefe bn a reyised adjourn, .m? atcqucci' wui pm^ 

CeiSBifd fof'tidteimr'i&r -Shlch'Uf iskbU.W make such ^ 

Teprcs'eiitafio4Wthd‘d^hf;' ®'ArthfeiSJfas'd deCide-fiottq an^payment or, 
of subgeqttearf^jfcsVertdVitaeifte or siib^eqiient okeivatiods, may nuiliiy whbfc 0J,|.p» 
of a Centificate-iiffW^ntV'kdoffly tcr'such extent as nmSi bejieceSsaiy in the 

■ Architect’s opinion to protect the Owner from loss because ofi 

.1 • defective Work riot remedied; 

.2 third party claims filed or reasonable evidence indicating probable filing 

of such claims; 

.3 feilnrc of the Contractor to make payments properly to Subcontmcloib of 
frn labor, materials or equipment; 



/ ,• • •I’ 


.4 reasonable evidence that the Work cannot be completed for (he unpaid 
balance of the Contract Sum; 

,5 damage to the Owner or another contractor. 
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.6 


reasonable evidence that the Work will not be cQmplctcd within the 
Contract Time, and that ihcrelainage cuircntly held by the Owner would ' 
not be adequate to cover artu^ or liquidated i^imges for ^ mticipated' 
delay; of ’ ' . , . 

persistciit feiluie to -carry out the Work in accOrdantie with the Cont^b 
bocurhehtl ‘ 

9 5 2 ' V/ppn the above ica^ns forSyl^oItiini certifiegiBb' ^ 

will be made'f3^ a§diints prWioi^fy w 


.7 








9.6 ■•■"J^6@pSSPXYKffiHfs‘ . ' ' •. .. • ;.'v 

9.6.1 ASii:tl?c Arc4ept has issU^a';Cgt^caW’%t|^4^^ ''.j 


payment inthc Uh 

ridtif^ the Arclutc^)';'V ' '.■■ ,. '. .••••.-. » • .. 

. .•• .. '..■‘.v.-’- 

9.6.2 p’^a^ents to Subcontractors - , 

9.6.2.1 Forthwith after the Contractor receives payment bn account of a periodic cstunatc, 

theCdntractor shaJl pay to each Subcontractor the amount paid for ^ labojt pcf formed, 
materials fixraishcd by that Subcontractor, less any amount speerfted in any court proceeamgs 
bamijg such paym^nj:,and also less any.amopnt qlaimcd.dnc fromthc.Subcontractor by.t^ 
Contractor. ^ 

•9.6.2.2 '.' than the pp^^es. 

■ his woik.nuaccordaiKSwithihc.piah?,4d;^cpi.|c^n?,,.th<5CT^*4j^«;4^ i. - 


S'- 

. • / .• 


:• ».*•. ■■ 



mcontoJcte'anauDsansjacvuiy iiwua w.uaxij cmibaj wv ■ 

pay that anwunt ito,^ Control. db^tra^of #fU ite^jV3&.p.ay to the Subcon^.ctor ^_e. _ 

arrtniinf crv-rffiFil in ativ rftlTTt riTn^:ftf^Hfnttc.h3•tTmcr 




k f f I 





9 6 -2.3 Each payment i^de by the Owner to the Contr^r pursuant to Subparagraphs ^ 

9.6.2.1 and9.6.2.2 oflhis paragraph ibr the labor perfonned^^.}^ Is lui^s^ . 

Subcontractor shall be made to the ConUactor for the account of that Subcontractor, and the 
O^r shall takc^j^^^n^le steps to compel the .Contractor, to. each ^ucji payment to each 

such Subcbntractorr'if tiie dvimer hasTcceive^ a dcm4ld fordircbt paymept from a - 
Subcontractor for any amount which has already been included in a payment to the Contractor or 
which is to be inchidcd in.a pa} 7 ncnt tq thc-Coi^hsctor tbijpayjnent to the Subcontractor as 
provided ih SubpSl^aphs 9.6.2.1 and 9.6.12, the Owner shall.upon thc.dcmand as provided 
in this section. 

9.6 2.4 If within seventy days after the Subcontractorh^ sub^tantia.IIy completed the 

Subcontract worii the Subcontractor has not received from t6c Contractor the balance due under 
the Subcontract including any amount due for .extia labor.apd materials fumishrf to .the 


Consolidated General ConditiOTS-PageSS 
(Rev. I2W04) 















Contractor, Icsff any'amonnt retamed by the O^cx as the est^fed'cost of completing the 
incoinplete and unsatisfactory items of Wor^ the Subcontractor may demand direct payment of 
that balance from the Owner. The demand shall be by a swqpi.statement deliyercd tp,pr sent by 
certified mail to tHc'O^raer, and a copy shaBbe deUvKrcd to or sent by certified mail to the 
Contractor at thd ‘saitie tniic. The demaiid shall ebnt^ a detafled brcafcdown of the balance, due 
nnder the Subcoh^act and also a slkement’of the s^iis of cdi^letioh of the Subcontract work. 
Any demand made’lfter substantial comple^iibf the Subebntod ’woHc shall be vdid even if 
delivered orinaBed‘^riot‘todhe'SeVen,dcth'^y^cr'^^ ^nbcopti^br.has substantially 
completed the' SuhcDhtiact wbr£ 'Witi^ ten'iyi^er t^'Subcbafi^or has '^eliVcrcd' or so 
mailed the demand td^e Owner''delivered or so'tnanc'd.a copy to &e Conlra^r, the 
Contractor fndy reply to'the -demand • The‘reply ^1 be W a ^rnstatenjent deiiy^dh?.fip 
sent by certified mail totbe' Owfierand a copy^l^lhc deBveied to br tiy certified ?nai’l,tp 
the Subconferabbr'at the same time.* ••Ths'reply sb^i cbiit^ a det^ed breakdown of the b^aibc 
due under the Subcontract including any amount due for extra labor and materials ftmushed to 
the Contractor .and of the amount due for each claim: made by the Contractor against the 
Subcontractor, 'a • - 

• • T;, •• • ■ ■ 

9.6.15 ’ • Within fifteen days after receipt of the‘Semajbd b^fhe Owner, but in do event 

prior to the seventieth day after substantial cnnqjlclion ofthc Subcontract w^rk, the O^er shall 
TwaVft direct pa^ntto’lhc Subrabtxhctoflofthe b'al^ Subcbntrj^.mcludipg', , 

ariy amount■du^Wcxhdkbbrl^d liiaforials'fiiffiMttd'to Confeetdf, less any^i^t, ,, 

(i) retained by the Owner as the estimated co^ of conflicting the incomplete or unsSisfectory 
iteros-of Woric, (ii) specified in any cot^ proceedings barring such payment, of Ciii)_,di^utcd by 
the.<H55jftrai^i3nii6-swdmropIyj provycc4 foal Sli^nriot’dediibt fromad^b^^ 

ps)^4nf aiQ^kiudupt s-prdvided m «liBt'swrato'.or for -wlifoh ^e. syvom 

rcply^dpcs not, coritairi:tliedctailfed brSakdo'^feqii^a By Sfubpkr^^ph'9.6:2.4. lia^Owrof 
ctiati ^Ve ftirtiier. diEcct-jfaymeh^ to foe'Subcbnfraii6“f forthwith after thfe'n^o-yal of ^e Basis 
for SfiScrions -from dfrcct paymehts rta'de- as p^yided in ports 'ai^ (n) of ^ Subpafa^ph. 


9,6.2.6 The Ownershall forthwith deposit the amount deducted from a direct payment as 
provided in part (iii) of Subparagraph 9.6.2.5 in an interest-bearing joint account in'tHe namw of 
the Contractor and the Subconhactor in a bank in Massachusetts selected by the Owect or agreed 
upon by the Contidctor and the .SubcdntraOtor md shall notify the Cdhtractof and foe 
Subcontractor,rfthe date tof the deposit and the bank-fccciving'the deposit. -The b^ shall’ pay' 
the amount in the accomit,. inefodfog accnied faitcfwt, as provided in an agreement between the 
Co'ntractof and the Subcontractor or as detcnniiied by decree ofa court of competent jurisdiction. 


9.6.2.7 AH direct payments and aft deductions fitim demands for direct payments 

deposited in an interest-bearing account or accounts in a bank pursuit to Subparagraph 9.6.2.6 
shall be made out of amounts payable to the Contractor at foe time of receipt of demand for 
direct payment from a Subcontractor and out of amounts which later become payable to the 
Contractor and in the order of receipt of such demands from Subcontractors. AJl direct payments 
shall d ischarge the obligation of the Owner to foe' Contractor to the extent of such payment 


9.6.2.8 The Owner shall deduct from payment to the Contractor amounts which, together 

with the deposits in interest-bearing accounts pursuant to Subparagraph 9.62,6, are sufficient to 


Consolldaled General Confilions- PagcB? 
(Rev, 12^1/04) 


1 




1 


satisfy all unpaid balanets of demands foiuiirect payment recd.ved from Subcontractors. All 

such amounts shall be eaimarked lor such'direct_payments, ajidi^ SubcQ:^ractprs shpil hhve a . 

right in such deductions prior to any cJalihs against such axnounts by creditors-of the Contractor.. • • 

.9.6.2S If the Suhcbntxaclor does not.receivc paymeiab as prodded in Subparagraph 

9.6-ZiorifthcContiactc>rd’c>cs'DOtsdbmtap.™aiccst:^tcfortlfe.-N^liKofihclabQrDr. .. 
materials'perfo'rrocd or &mshed by't^hcJSubco^arfpr apd_^ no^ ]re;ceive 

payment for shmewh^.diiie1c^ !h<dY(lujrfipnsp‘i;oy'«i^foEin 

Subcontractor rUf'dei^Md direct ,■ ; ■ 

and the Contractor niay ?swain.fepfy’' 2 :s :r. I:-. 

made aSrer the ^st ddy dfthe fi?r wiuch tte^Su^conCractorpe^^^ ...j: • • i- 

funusJied the labor 4^4 niarepds for ^ich.thc §ubconb^tor scckg p'aym^ #i 41 ::bp valjd eycn. .• •• • -s; 

ifdehveredorfr^iyp^9rtot^edme'pi>m^wps4.ucqnape|ripdjgj4%»ate^6;rtt'!he./-: •• "t 

Contractor, ^^wSf shhUp^ as provi4cilin'Spi^amgrapW,9.^.X5.^ 9.6.24,^.;,. - .-.v ■ - 

9-6.2-7 and 9:d.7',t'. ■ .. . .t;-.-. ... ■■-aii.’-• s''.--’ 

■ ’ .^ . •., f • t' *•’ 

9. 6.3 Neither the Owner nor Architect shall have an obligation to pay or to see to the - 
payment of money to a Subcontractor, Sub-subcontractor or material supplier, except as provided 

in Subparagraph 9.6.2, or otherwisp as pipvddcd by law. 

9.6.4 A Cerfi'ficate for Payment, gpro^ss payment, or paitial.prenfirc use or • .' 

occupancy of the Project by. the Owner shad not constitute acceptance of Work not in accordance 

with the Contract D&cuiiityite. 

.9.6.‘5 •**Subcbfl^ctof^M..uscd:hj.$ulhs^bpj5U^Braphs.9:6.2.'hthrough:9:6.5.9rshaIfuTi^n ■ ‘ 

■. apersaixwhof5icsasul^i4ahdJtteivcsa.wbcoidi^_^arBSt%c>fthatfilpdgub-bid:or'whO'is'-* •••• 

• approved by.thei^^ar(&gauthprity:da.^it^.^.a,.p^Pnpprfi>iiiiing-kborDriboth performing .■ -■ 

laborahd-fimtisMhginatpi^spursuantib.'icontoct.with.dio Contractor. “SjibcoDtractor” as- •.'• •• •. 
used in odter pxibVi^ps pf Se C^ontract'Ppcuincnts shall, except as otherwise expressly -. •• • • • > 

provided, have the meaifing sei'forth in Subparagraph 5.1.1. 

9.7 PAltLJRE OF PAYMENT • ■ 

/ •'. 1.' * 

9 . 7 J IfthcA-ctetccticstoPtissue a Certificate£>r-PayT[icnt,4:hrongh no fkultOf'thef<’-■ 

Contractor, within s.cyCn days after rq^^.t of UteContractQrJs application for payihentv of if tKe- ’• '"fi--- 
Chvner docs not pay th’c’Cpnh^ctpr.withjin seven days afler-lic date established in the Cottracf s-r 

Documents the am'p,iint/pcrtificdbytHcArcIutcct,thenfteContrHctor.inay,-upon-5cvea '• 
additiojial.days’ wittcn notice to the Owner and Architect, slop ibc Work m^il payment of the 
amount owing has been reetjived. The Contract Time shall be extended as provided in Article 7. 

9.8 SUBSTANTIAL COMPLE-nON ^ . .-ir.;. 

9.8.1 Substantial Cqnipjction is the stage in the progress oflhc Work when the Work is ‘ ‘ 

sufficiently complete in accordance with the Contract Documents so the Owner can occupy or •• 
utilize the Work for its intended use and only minor rttms which can be corrected or completed 
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withcut any material mterfeience with the Owner’s use of the Woric remairt to be corrected or 
completed. • _ . 

9 8 2 When the Contractor donsiderg thSt &c 'Work, of a portion thereof (fcsighated in ' 

the Contract riddti&ent^ for sepEfrate c'tfeiplction, is suktaitfiaUy complete and’the prernis^^ ; 

comply with- Suhpaia-^pli'3;15.1.- fHe-i:^'ntra.ctctf shSl suhihit to t}K:-i^hrtefct<l)'a list of items 
to be completed of;t:biTcctea,.(2) aH'spHH^I^^iUiesfSqiiS-a by the Con^tt-Da^ents, 

etjdorsed by the Contrdctor Bftdirf-^fe^r«ias(mabIy’dcccpfableto-lBd Architect-^ . 

permits and certificatesrefeifddfd:iE^i&^^^^ ^Wrefo meto ^yiter^ on ' ' 

the Hst mehtio-ffbd -ia'-tKe preceding s^tCT'&'dacsribeattt the lesponslbarfyof the Contr^r to 
compictc all Work in accordance wiUi the Contract Documents. When the Architect on the basis 
of an mspection detemunes that tl)c-Woric or designated poitmn thereof k substantially co-mpkte 

and-the other condUjoti^ha<^feriifie^thbArchhe6nmm^^^ . . 

Substainid.@prt^letjon-wMEhvshaU^sfeblish:thcDatd--o|SuBtan^J3ompl^ _ ^ ^ 

thc;eWflk^=tbi? Co^traetdf fbf-sahn^Vpiamtenancfc, . . 



. PAiSAfc0!cG-lJPANeVOR.USE 

p 5 j XhcOwiicrmayo£:&ipy.'ar-Tisc.anycoii^letcdorpaiti^lyc6nt’'ic^l«iportioAtif-’'•' ' *' 

theWork at any .stage. Such partial ocoupanay or use may begm whether or not the is 

substanlially coiTiplcte,.provided that thc respcctive.rc^onsifaiHtics 'of the Owner dnd Cohtimcfdr 

whh respect topayipentsyretaiimge, if ^ypsccurity, W damage to ' 

Work, insurance; eone^tiqn-of,tHe.Vfprk,-and warranties slidl be S^bhshedbya^eernen^^ • •• 

Owner and Contractororj abscntsUch.agr.ceracnt*-stall bd deteninn6d.by the Afchitcct subject to'- ^ 

thcrightofeitherpartytocontestsnchdetEmiinatib^'pn)videdmP;iragTnph4.5. ■ . ' 

9,9.2 Immediately prior to such partial occupancy or use, the Owner. Contractor and 

Architect shall jointly inspeetthe area to be occupied or portion of the Work to be used in order 

to determine and record the condition of the Work. 

9 93 UnlcssotherwisG-agrccdupon,partialoccupaiicyoruscofapDrtioriorportionsof 

the Work shall not constitute acceptance of Work-not complying with the requirements of the 
Contract Documents. 
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9.10 FINAL COMPLETION AND FINAL PAYMENT 

9.10.1 Upon receipt ofwnttciinoucc thatihc Work is ready for Snal inspecdonrand 
acceptance and upon receipt of a final application for payment, the Architect will promptly make 
such inspection a^, when the/urchiiect finds thg.york acceptable un^qr the,Contract 
Documents and the Contrat^ fiijiy pci^jmedi U^eArejhitect wiU prpnjptlyJsspe a final iPertificate 

for Payment stating thatto the.bcst of &e Architect’s kno.wledgev infopajation and ,bcli;efi'an4- oii • . • . 

•the basis of the Architect Vob^e^tioia ^jVoi^.hfishiienconipIetpd ; •5.*' 

accordance with tcr^ ahd..caijdtiQa§-Qfthp Gonlractpocpip^pts. : • w; rr 

Certificate for;Payment ^|;;3ll.cpjr^titutc.a^ii^e;rrepresenta^p^th^fi<5P5drtioii§flis^^^ . . 

Subparagraph 9.1 D-2 as precedent to the.Contr'actor’S'bemg entitlcd;ip .^al payl^leJlt.have‘beBn •• •.^‘:- • 

fulfilled. .■ —- . ‘ ; ■..r’ ...r. 

- ■ , • '.."t A ■ u .■■•■A -?■: 

9.10.2 Ncither';^aj.paynicnti^rany.rcinaiii^g.%et^cdpcrcjcptage.shall.-.bcjy5mti^3pq. -r-y 

mtil the Conti^ptor.sp^mija^.to.^ ftat p_ayBjjlS|\bi|js:fijir-:^tcidals-ana.. 

equipment, ^'d^’o|hcr.;indefetct^^s.t:5i^c^.with^th>.Wnrk-fpr.Ty|ifcl!i^^^ 

Owner’s property 33;qgi^ be responsible of encumbered. (Jess .arnpunts.Svithhcld by .Owner), have • •? 

.bccnpaidor. 9 .icr)y]sc 5 atisficd,( 2 )aBejdfic,atccyid^cing'thatinsmancprcquircdbythe.' 
ContractDocin^icx^torc^inmforccaftcrfraalpayincntisfcuiTcntlymcffectand.willjiotbc-.f••.. '• 
canceled or aiIdwed,to expire uijtfii.a.t least 30 days’prior wrificln notice has been given to the .■ '■ 

Owner, (3) a written statement that the Contractor knows of no substantial reason that tKc • ‘ 
insurance will not be renewable to cover the period required by the ConUnct Documents, 

(4) consent ofgurety^ if any, to fipal .payment and (5); requiredby the- Owhoi* sthef data • •' 

ftcttf MiVhTTi g payrp'gpt oTsatis^cfiQn,oi‘obKgationa-, such aS receipte^rtleases-and .waivers of. . -W 

liens, claims, sccurityintcrests or..ci^mbrant?cs.arising OutoftheGontTBfct, to..thcextemt'ghd-in••• . 
such fbim as maybe-designated by the Owner. If a Subcontractor refuses to fiimish a relekse’&r ’ 
waiver required-by the-Owner, the Contractor may fiiraish a bomisatisfectory to the Owner to 
indemnify the Owner against such lien. If such lien remains tms^isfiSd after pa^bnt^ are • 
made, the- Contractor shall refund to the Owner all money that the Owner may be corhpclled to 
pay in discharging such lien, including all costa aiid reasonable attomeys’-'-feeB. - ■ • ■ . 

9.10.3 -after Substantial,Conviction ofthc -Worki--final completion thereof is “• '•rt- ’. i' 

materiallydcIayedthroughndfeulfofthcContractororbyissuanceofGhmigcOrderJaifecting' •’ 

final apd.th.c-j^Htect so..G|onfinnSi. die Owitor shall, iqjoniappiicdtibn by the ■* ' 

jContractorand.ccrtifipation,by the Architect; and-withdutterniinatirig’the'GOn&acty'imake-■ ’•'-'•f'- 

payment'bfthc balance due fbrthatpgitionpfthcWorfc-fulIy cortiplctcd'and atcep'tfcd, Ifthe ’•> 

remaining balance fcr Work not folly completed or corrected is less than retainage stipulated in 

the Contract-Documents, and if bonds have’been furnished, the written consent bf sUfctytd''’” ' ■ ’ ' 

payment of the balance duo-for that portion of the Work folly convicted and abCqited shifi-'b'e 

.submitted by the Contractor to the Architect prior bo certification bf such pdy^nenf. ShcH’- . 

payment shall be made mider terms and conditions governing final payment, except that it shall 

not constitute a waiver of claims. The making offinal payment shaH constitute a wah^r of -' 

claims by the Owner to the extent provided in Sub|Muagraph 4.3.5. * . . .. 

9.10.4 Acceptance of final payment by the Contractor, a Subcontractor or material 
supplier shall constitute a waiver of claims by that payee except those previously made in writing 
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and idcTitirietiby'that-/p^yee as tinsetlkd at the dmc of final appljc^ion for pa^^eut Such 
waivers aba'll be' in addition to the waivei- described iri Subp^a^pb 4-3,5. 

A-RTICLE 10 ' 

■ PROTECTION OF PERSONS AND PROPERTY 
lO'J ■ SWEETY PRECAUTIONS AND PROGRAMS ■ 

10- KI The CoiitiHCtor shall be responsible for initiatmg, maintaimng and sup ervtsing all 

safety precautfdns-andpro-erains in-cofihectiod with the performaroe-bf tlie CoiiiracL 


t 'v 

if/'^dslidirpfovide ’ 


10.2 SAFETY OF PERSONS AND PROPERTY 

. •' . 

10.2-5 Xhdii^ontrartorslaUtakd^redsoiiabJcprccautiobs'fiii-^^^^ 

reasonable prdt^tbhtoptnverrt'daEnagdTinjuiy or loss t6: 

.1 i-r-'cinpIoyeesp^inungthe Wbric and dthfirpersonswK‘6 i^y bc-’sfieefeia • 
thcr'eby; 


.p. 

. I*’ 





other property at the site or adjacent thereto, such as trees, shrubs, lawns, 
walks, pavements, roadways, stmetures and utilities not dcsigimted for 

■ • , .,remo.val^ relocation or replacement mthe'tcmr^ of cdiistfuSfi5n;^'&nd 

:4 ,■ :.';anyother:prppcrtynfthc Owner, wbcthi^'drttoYfdr:J&g.f^ 

... •locatcd.aC.the, sitaor adjacent thcretcrin ar^ ttf the ’Gonirdetbr hbs.-' 

:r..v^cces5^. . •* • ' ^ 

*t, . **1 ' • • • J ^1.**** * > • «' • 

10 2.2 The Contractor shall give notices and comply with ap‘plicaBle laVi'% Vflimfences, 

rules, regulations and lawful ordc^ of public -authorities bearing on safely of persons or property 
or their protection from damage, injury or loss. .—- _— ' 

10.Z3 Coptractor shall erect and maintain, as requifed by existing donditidris and 

pcrtfoimance of the Cortet, reasonable safeguards for safety and pttilection, ificludnig posting 
danger signs and.other. warnings .against hazards, promulgating safety regulations and-nbtifying 
owners and users of adjacent sites and utilities. 

10 2.4 When use or storage of explosives or other hazardous materials or'equipment o'f 

unusual methods am necessary for exccutaon of the Woric, the Contractor shall exercise utmost 
care and carry on such activities under supervision ofproperly qualified personnel. 
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10.2.5 The Contractor shall prorq^tJy remedy damage and loss lo property referred to in 
'Glauses 10.2J.2, 10/2:1 .i.and.l0;2.1,.4.. B;Uie da^gc or lossjs duc-mWhole'or inpa,rt to the.; -. 
Contractor’s failure fo. take the precautions:;r^un-cd by tbw P^gr^K- 10,-2,-thc.Cp7itfaclor, shal^y 
subject to- any reimbursement to which the 6‘oritractor is entitled und^ the property insnrance 
required by the Contract Documents, bear the cost. 

10.2.6 The Contractor shall designate a responsible mern^ of thiq.Cdntractbr’s 
organization at the site -whose duty shall be the prevention of accidents. This perso'n shall be the 
Contractor’s superintendent unless otherwise designated by the Cohtottot^ra writing' td the 
Owner and Architect. 

; i.-■.»! • • “» . .v. •?« ■ .. ’ 

10.2.7 Tlie Contractor sbali not Ipadpripcpnit-anypartofthc cqnstrurfionpr site-to.be.. 

loaded so as to endanger Us sajfety, 

10.2.8 The Contractor.shail provide and maintam in good operating conditbn suitable 
and adequatc-^fc.prote^pn.^ipiD^t,^^ sc^pes/apd-shaU.cpinpjy ^Jhsll rcasbnible*''* 
recommendations reg^ding £e protection, made by the rcprcscn|atr^s.nf the-&o jnsiiraiacc’-' '• 
company carrying insurance on the Work or by the local fire chief or fire maxs^. The area 
within the siteibi^ts. shajl !be kept orderly and slcai^ and ^ combustible rubbish shall be 
promptly removed from the site. 

10.2.9 . I'hc ContmctQj;.?^;at-.ay.tiinpp.rc)tectcxcavatioiiS’trcnches;-buildmgsand . 

materials, from tain wat^i grqijpid wqt«^ b^plcup or leakage ofscwfersv drains,and bther piping, 
and from water of ajQro to. origin. ?n4 shalj rpinovc promptly any accumulation of water. The 
.ConSraetbr ghall provide and operate.all pun^s.-pipingand-othcr equipment necessary-to-tHii \ • 
end. ■■ ■ 'n'-wiA.v . 

. 10.2.10 Tlie.0ont|aptonsb^lsi»mavcsnavft«airfto^wbjoh •nug-ht-iesult.irr-d 2 tm&ge ordelay. 

10.2.11 • -Diurii^ the progress.pf the Work -andat all times prior to the date of Substantial 

Completion onpccupzmtg^ of the Vpjk by the Owiwrj wbicheveris earlier/tlieCohtitctor shall 
provide ten^sorary heat, ventilation, and cnclosprc, as required by Mass. Gen. LaWS- Chapter 149, 
Scctbn.44F(l). The penuanent heating andwcntilation systems may.bc used for these piloses 
whcnavaUablcimless otherwiseprj}yided.;in.thc Gojfitractltocuijicntsr • • * ' 'i-' 

. ... . , *'.• • ' . -‘IWU 

10.a EMERGENClfeT' '■■'■■■■ 

10.3.1 In an ernergenoy effecting safety of persons orpiopcrty, the' Coiit£atf6^shkll“act, 

at the ContractqF’s.discrcriohj’do prevent threatened-damage,-injuiy-or fa^l-'^Additiorah 
compensation or eXterisibiipf.tmievcJajiTncd'-by the.Contractor on account of'^‘ efiler^chcy’ shall" 
be determined as provided in Paragraph 4.3 and Article 7. ‘ • 

10.4 VANDALISM - ■ , ' ’ 

10.4.1 The Contiartor-shallbe responsible for-protecting thfe work/lhe WodCsite, -’ 
materials, and equipment stored at the site (or incorporated m the work), other property at the 
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site orotherpropeityofthcOwner,BgainstvandaHsmbyknowi)oruiiiOTOWnper5ons. In . 

dlXrgmg this Qbligation the Contractor shall utilize security personnel, measures, procedures. 

aiui equipMenttormaterials necessary to prevent vandalism. 

10 42 In.theevcntQfanydamagecausedby vandfflismtothcpropci^/^tena^ 

cquipmentAtems referenced in the preceding Article 10.4.1, and ^g^dfess of whetber the 
ConLctor has exercised duc^care hi avohiing same, the Coiititetor sl^^e tancially 
responsible tiierefcr to whatever extent said daindge is not mdcin^fled by insurance coverage 
available to either the Contractor or Owner. The Contractor's obijgalron 

payment of damageS-ta whatever extent .insurance coverage is unavailable due to self-msu^ce, 

a deductible, of a’self-insurcdreteidion. ' . _ - 

10 4 3 -Any monies owed fay the Coiitihaor to the Owner oda^ou^ofdarnag^,;. ^ 

refcnesd intheprec=eding AriSete 10.4.2 mdyte by the Owft« BgSmSt my.pe™d« ^ _ 
payrnents made under the Contract. 




il.I 

n'.ia 


ARTICLE H 

IKSUKANCE ANB‘®ON£>S 
Cokn?ACTOrS LIABILriYlNSUIL«4a5 ■ 


The Contractor shall'purchase from and maintain, in a comply or cornpanife^i- 
. T j_ 1 _;__ tu- u«-?Bjt4r4^tr»n in 'o/bich the Protcct is located and to 'whic 


. S * • 

. . r 


,’ 4 » • ^ 


. 


‘ y 




• ^ i 

• rKi'f 






lawfriliy authorized to do 
the Owner has no. J^sonable ^ _ 

set forth beloWv)fiuch.pta.y out of or result 

xt Conti^tt-and ftrV?inchtbeeonti&rtormiy-lteTc^aMj.imw,s, ^ ^ 

ConSte arhya:.Subc 9 ntraetor 6r by anyone'dfrectly or indirectly employedby any o!|pr^or 
bv anvDnc for whose acts any of tfaeni may be lial^lec •.!.< 




1 claims under workers' or workmen’scotnpensatiori, _ .. , . 

otfacrsinnIaremploycebenctiEactoWhicdiaic-appIicablefo'fhcWbfi^?®bc 

peribnned;.- ■ ■ ’ ^; / 

.2 claims for damages bccause-ofbodily injury, occ^atiorial sickness or - ’ 

disease, or death of the ContxactoT’s employees; 


claims for damages because of bodily mjuiy. sickness or disease, or death 
of any person other than the Contractor's employees; 

claims for damages insured by usual personal injury liability coverage ‘ 
which are sustained (1) by d person as a result of an offense directly or ■ 
indirectly related to employment of such person by the ConlracTor.'Or (2) 
by another person; 
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.5 claims for damages, other than to the. Wbric itself^ because of injury to or 
destmetipn of tangible property, including loss of use resulting tberefrdm;-' 

• V... , • ’ ■ ' • ' if 

.6 claims fer darrages because of bodjly fejury, death of a person or.pYope^ 
damage arising out o f ownership,; mamtcnancc or use of a motor vehicle- 
and' 


.7 


ckims.invo.lviii^ contractual Hability fig^rance applicable to the • 
Conji^ptpr’s obligafionsUQdcyParag^phS.tlS.. ■. 

• •••' ■' «• 

. 11.1.2 ^.Jj^e.^surmce regi^pd by %ibpKa^ph.l-14.l mcjudc'antpj^jordjvi^jpnsfi } 

o‘f coverage, shall be on a comprehensive general basis including^’rcraisea a^.Opeiations v*. 
(includingX-C-U), Owner’s and Contractor’s Protective, Products and Completed Oipcratioiis, 
and Ownce^ Non.o\V^^^,^^d Motor ,yclqcJcs...fSi^h. insurance shad bej^wnttea \ox nqit^lcss 

thda-aT^y.IjD^its of %^i)tyrequired by Iay/..prthosesctforthinthe Contract'-jDopumcntsv .► • 
whichevdf is greater. . • 


All insurance shall be written on an, occiirrcncebasis, unless the Owner approves in writing 
coverage on a cldifns-made basis. Coverages, whether written on an occurrence or claims-made 
basis, shall be maintained without mtcmipdoa fropg dau; of commencement of the Work until 
date of final payment and termination of any.covcragc required to be maintaindd after final 
payriKjaL ‘The Ch^cr shall be added as an Additional Irismdd on all policies, which shall^i. 
-constitute primary insuranbe for the Owner in itiation to any similaror concurrent insurance 
indcpeddedtly mafti^yed by the Own^. 

n.1.3 . • ^ggficat;cs.c)f.^TOiic©fl9ceptabIeao.thpiQ>»mcrshaifbe.filcd.witH'th&-Ovim^^^ 

prior. to.coinipericc^ 5 n| ofl^ jVyqikn.Xhcseripertiffcates andrthcrinsurance.'poiicicsrequireti'by ■ “ 
thiaJJan-gf^h apipyisi^qnjtlttt cpve]rage.s,affi5rdeda3nder- thc.p61iries '‘••h 

be cancelcH ojc,ajji^cd4o expire unfIi,atvI.e^|st■30. days’'*priQfwrittai-noticc has-becri^rven'fo’tiie t ■ 
Owner, These certificates shall set’forth evidence of all coverage itquircd by lljhharid nd>2.^'.-‘ 
The forin df certifipatc shall be AIA Document G705. Tl» Contractor shall furnish to the Owner 
copies of any that arc subs^ueptly issueifameiiding limits of coverage/ If any'of 

the foregoing coycrages are requhed to remain in force after final payment' and are 

reasonably avail^le, an additional certificate evidencing continuatfon of sOch.coverage shall be 
submitted with the final application for p aymen t as ie:quircd by Subparagraph'94 O.Z 

11.1,4 , In addition to Statutory Wo^ke^s^G)oITlpc^sation Coverage'; lhe‘ Contractor shall 
provide Erhpldycrs Liability Co'sxragc at the following limits of liability: 

Each accident - $500,000; 


Disc^^c.:-. policy limit $500,000; 


Disease r each employee-$500,000. 
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n.1.5 -The liability.insujr^cc coverage purcl^sed^bylhe-Contr^^rin order to comply 

with Section ii* LI (.1-.7) afiqv'e shall contain the fbllowng limits of liability: 

.'^^.OpOjDOb- .general aggregate; 

■’ ’ $3,()dd,OQO - products/rompleted operations aggregate; 

SI ,000;000- p^sonal injury a.nd adyertising; 

^ijO 0 d, 006 - ea^qqcurrcncc; . v. . • . 

■■^li^fop^ood-’ ^autb'HabH?ty mciudinghffcdar^.npn-owned; .. 

■S2,Odb,OOQ “ ■ uiiib^eiia. ; ■ 




U.2 ...... 

11.2.x The d^cr shalf&'rc$bjiii)ic'forpurcfising '^intazhing &b Owner^'s nsiiai 

liability insurance. Optionally, the Owner may purchase and maintain other insurance for self- 

prot-dctiori.ag^tcla^wMchinay^ariscfopmopmt^^^ 

shaB nob,be.rcW#ibi!eTdi®pfefog:Ma «^tos.l^s.pi 3 liqnai 

. .-■ V-’ ■'•.■^■.-7-r-V-'r^Mv \V.‘.vv'',' 

1133 -.U-'-vv.’’ 


or companies jnyyX'ituj i-v U.W 



otiiehvlfec.Mbed in mitin|by-^pfetsoiis ^d-entitjes who are beneficiaries of ^ca msuraiice, 
until ffitpijTOent has been made as provided in Paragraph 9.10 orrmtil no person or entity 
ote:thd«thc;Owuerhss,aninsi^blcmtcr^m;thcprppcrtyre.au^ tc 

be coVcraji,::^^hiche^gf1s ^ ‘. 

Contractor,■ SubcdTntnbfots-aS5^^ul>-kubconbnctt^' m tfac WpVlc ' ,' ... 


U 3 l-l ■ Property insurance shall be on an aH-risk poficy form and shall insure against the 
perils of fire and extended coverap and physical loss or toage including^ ^ypJlpatj.on 

of coverage, thef^' Vandalising‘iflSlicioiis imschie^ collapse, feldci-wofk, tempo|:Si 7 .buitl.d^ and 

debris removal uicMrig dHmbliHbndtcasitmed by^^ ofSny a^licabie ^lal ;'j; 

requirements,- '^all cdv^ r^onable' S^ptisjSon forXf^itect’s s'endres and exp.<ms«^ , • 
required as a rcsiilt of such iitsuf^ loss.-'Coverage fer df&r prnils shall not 
otherwise provided in die Contract-i5ocmncfits. The fom pf'poli^'fbr this coV^gc shall' 
provide for cbvciage iiithc event of a loss up fo the contemplated value of fhc prbpc^ fbHowing 
completion of all Work required under the Contract 
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11.3.1.2 If the Owner docs not intend to purchase such prope^ insurance-required by the 
Contract and with all of the,coverages in the amount described above, the Owner shall so inform 
the Contractor in wfitihg prior to cbrnhicnccnienl of the WdrJC ‘T^te C^nii^'etor^ niiy then effect 
insurance which will protect the interests of Ihfe Contractor;’^ub&rtfracfois^’anH ^ub- 
suhcontractors in the Work, and by appropriate Change Order theco^ torofshai? be charged to 
the Owner. If the Conlractoir is damaged by the failure or nc;glbct of thc't5wncr to piifchasc or 
maintain insurance as described above* without so. notilying the Contractor, then the O^ner- shall 
bear all reasonable costs properly attrjbtitablc thereto. 


11.3-. 1-3 The property insurance maintained befeuddef by nds a deductible bf 

$ rOO^OOO applicable to each/any claim, thereunder. In the event 

from any occurrence prior to the Architect's issuance of a ftnai ttriincate mf^aynicS und&- 
Sectiori 9.10, J, including but not limited to prop^d^^carisingfrom 
of any kind, the Contractor shall be ifepbrisible^f tS’ cost of Said pnjp^^’'dainager (a) to the 
extent pot indemnified by the Owner’s insurance policy because of said deductible; or (bj to the 
extent not irtderomfied by the Owner’s insurance poUcy for any other ffeasbn.' 

11.3.1.4 Property insurance for portions of the Wdrfe'lfefed dfEsiic and in transit' shall be 

procured ?nd the cost borne by the Contractor, unless otherwise provided b. the Contrapt 

Dociunenls. .. ,vi 


n.3.2 BoilcirandMac^c^Insui^p. The|iiE^J.;,;!,... 
and machincrj' in^'licc rcquhbd le'Cornet Do^c^l'or'by^fca^,’' which,sh^si^pTfrc.fijy 

•cover such insured objects during installation and until fid^ ac^'piince by the 6‘wmer; this 


insurance shall include interests of the 0,-^cr,.,Contoctpr,^Su^nti?^r^fnd,Suh- •. •. . ^ 
•subcohtracton in the Work, and the Ownif and Cor^dbr ^il be himed' ihsureds. ’ ’ 


n.3.3 

mamtaia.sucb 



Other hazards however c'aiKM, td tic t^tenf covered and piid u^iMce.under t^js .. .. .••.l'*''’ 

Subparagraph 11.3.5. '* . .. . ... n‘M vU'-'iisf:*- 

. . • •. , •■-••••• 1 1 ' • ■ '‘.4’ 

11.3.4 IfthcCoplrabtbr.re^up^,jn:;^tmg.tfiat.^i^t^^^p;sls£^ 

described herein or fDr'dthcir'^ecidlfcafSsbe includ^'ip ^rprpp^^,.msur i.e . 

Owner shall,, if possible, inclucfe such insurance, and the cost fliereof shall be borne by the 


Contractor. . • .i • 

11.3.5 if during the Frojrct eijn'strudioft *peribd;tjjc .O^^ex ntsurcs ■„ 

personal or both; adjoining or adjacent to the site by propt^,.insOTamc radt^.po sep.^|c , >. 

from those insuring the Project^ dr if payment jprop^ inai^cc^ to be provided, on 

the coinplctcd Projdifr &rGUghapGljcyWpolicics othcrtWtJip^ insuring thc.f;cpjccLdurmg . 

the construction period, the Owner shall waive all rights in^cordance,with the tenns of. •..... . .^,s 

Subparagraph 1 L3.7 for damages caused by fire or other per^ covert by this separate proper^ . , 

* • ‘.. . ' c#; . 
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insumnce. All separate policies shall provide this waiver of subrogation by er^dorsement or 
otherwise. 

113 6 Before an exposure to toss may occur, *c Owner shall file with tte Cofitractor a 

copy of each policy that inctodfS teaiancc covOTgeS required by this,Para^ph 11,3 Ea A 

po&y shaU cun&^«llgetetHBxi#U6able cotdhlpa_to^^^ 

. 1rnntainaoroyKionthatthepohey willnQtbe_c^_yicelc£i 



:rA;‘. "f." I ••• '•'•• •• • . .... 

n J'fO ■ ■ The bwticr shall have powef'&tiijhst and 'Setea loss ^itfi'jii&iSrtfWss ohe of 
the ilitica'm mterbst ?W1 object in writing within fee da^ afiaocOTmee of loss to^^e , 

Owtocr-s exereise of;thiS#w^fi;'Effich d%%lton bh;^dc, 

provided mPafagiaph"dS-i®e (5^n^'®EU'*?t‘'^^54?^.%‘?*'^^^ ■ ■ ■ 

Lcordancc with dfecSBfii'l'oTidBbaMfoisl-Tf 

arbitration isrcquifeim='#«traWr5’wiirdffadshdidishhW , 

n.4 '■ FERJ^ORMAtNCEBOND■AlTOPAY^^^^ ' 

1141 . 'nic'Coijtractor shaU'fnitish.b6ridscovcrmg pcrforrr^ifty of the pontract' 

and payment ofobligatioasafistoglKtininder as kipulathd in bidding «.pOTn.dntspf 

specifically required in the Contract Documenwon the date of executon of *e Contract Said 
bonds shall satisfy the applicable statutory requirements of the place mwhich the Work is to be 

performed 

11 .4.2 Upon the request of any pci^bri or entity appearing to be a potential beneficia^ 6 f 

bonds covering payment o f obligations arising under the Contract, the Contractor shall promptly 
furnish a copy of the bonds or shall permit a copy lo be made. 
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ARTICLE 12 


12.1 


UNCOVERING AND CO'RKJECtiOW 6 f'W 0 ]RX 
UNCOVEJUNG OF WO^' . . - 


12 . 1.1 Ifaporfibn oflHe'lWprk iscovcr^^, , .• , 

rcquiremerifS spcciMtally c^pssbi! the Cq^raciDocu^t^ .Hi by. 

thbArchil^ct\fe fortlie^A^-«ies . . ., 

expense withd^f clilmgEi: irv^ the dand’^t Taiic. 



i:,xiofi^ensatjonjbrtBc.Architcct's scrvices.3nd cxpcrisesjmdonecessaiy thereby and.^y cost, 
:"loss^ or damansthc,-0wB(^^e5ultmg'fcDIn.s^qh■M^'?^>^^^ ■= •■ • •■ '• ■■'■' ''' 

, . .. . y .‘i ■ 'I* ■’ *■ ” ' ' ' • 

12 2 2 If* witi^ OB^ year, afte^ tli(^ date qf Su^s{^^ poniplctiq^ oj" thc..\yt>l^ .pr' ■ • ••*• • 

designated poitioji thdeoX oj a4b- ^’%te ijstabljshe^ra^pr; . 

■Sutearagraph 9.9.1, ora^pheafafc spec^. 3 nan 5 s!:.r^ij^^di^^^^^^^ GoStract;, <='< 

■ DocoHiCBts, anyofthc WdfRU:fedndtq fcnqt>,?ecprfmge wi!iithcr^u.B^^ .•-■ " ■ 

Contract Docmnciits, the Contractor shaU correct it pjorapUy after receipt of written Dotice from 
the awner to do so imless the Owner has previously giy^n qp.ii^t;tqr,a ^tten ^cd^tahcc of 
such conditiDil. This period of one year shall be extended with respect to portions of Work first"- 
performed after Substantial Cp^lerion .by Oicperiod o/% 5 .--bct.wccnSftbst^^^^ 
andthcfotuaIpSfcTW.B,of^p.:f;orjc. .This qhligatfen.imd^.%.Spbpaiagr^h,l^^^^ • 

'survive acceptance, qftfaell^qrk und^ thcCpiitract ai>t|. ten^atioji of the GpnJmtt. The Om^ ■ 

shall give suck notice prom^Uy/fter discovery ofthc condirion. .. ■ -* •■■■ .■ • 

j2 2 3 The Contractor shall remove from the site portions of the Work which arc not in 

accordance with fbe requirements of the ContractDocumcnts-and-are neither correeted by the 

Contractor nor accepted by the Owner. • •- • 
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12'-2.4 If the Contractor fails to .correct npnconfpimmg.Wotk: withm a-r^oijable time; • ‘ 

the Owner may coirect it in' 'accprd^ec 2,4, If the Cont^tor do'« not proceed 

withcorrection'of&jichnDXic&^'inung Woiif w^iii |i teasp?^bip time fixed by writtcnpotice r., 
from the Arc!iii'ect/ii3d’GWiier'i^;r6^^^ it store the'salyabb iraterhis .or equifjm^t.atthc 

Contractofs0gfc^ie?'Ifthcppit^^pr'd6es‘np(^yco5b_of^chrcmQVaI.and^ . 

tea days aSeE ^w'iacS_'hot 3 bc;Se Oxv'^^^^ days’ wriM notice sell such 

materials and equipi^ent'at'Wctlonor' ht'privatesSc accoui^ for ^proceeds ther^f,. 

after deductilfg%b's^ '^dSa^lfJliat'^puia^feye by t&c.q)ntrfictor. finding, 

coHfflensatbn'fcf peccs^ toby. If such , 

proceeds of salk^'dd'ilBrlxivef cl5B;^hi^'the- ^ bavp.hpme, the Contract Sun^ 

shall bcTed^'b^ fcy tKcdbfimenc^'’If pay^ehfii t^cn or thereafter doe the Contractor arc not 
sufficient to cover such amount, the Contiactor shall pay the difference to the Owner. 

12.2.5 ■‘ThfeCo'hfFiEbVsMib.c^i^cb^^dpff^ . 

consffdcUon;wKcSief&^^lcteWpitafiy^'i^fcteiCbflj^’'Own^ . 

caused by tb^ Gdhtractor's coirectioaorrcmovalof Work which is not in accordance witothc 
requireraehts djfthn Contract Docunients- 



cstabiiah,thtfCon}ractofs liability with respect to the Contractor's obigations other than 

r^’ bV speci^cally to comSet the Work . . 

^’='• ■- ’ ■■ '.... • .!. 

12.3 ACGB-BTANCE OF NGKetlNFORltffNG WCJR^ 

12-3.1 Ifthc Owner prefers to accept Work which is not ^accordance with the 

rcquffemcnt 5 --af dih’-Ctoh&dctDhfito^^ the 0<yu^'’i^y^B6 so iiist^ pfreqn^g its removal 
and correction,''!!!'Which' case tKe:Gdbfract Slim Ivill-'be fi^ced as appropdale and equitable. 
Such adjustment shail-be effected whefher or hot- fifi^ -fizymeji has .b'eeii made. 

ARTICLE 13 

miscellah'eous provisions 


13.1 • 

13.L1 

located. 


governing LAW 

The Contrscfshall be ghvemcdbythclawofthe place where the Project is 
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J3.2 


SUCCESSORS AND ASSIGNS 


13.2.1 The Owner and Contrattor respccti-J'cI^ thcff jja^cis,, ' 

successors, assigns and representatives to tHeotherj|^1^:^o’OT^^.tp.j3a^cr^JucccsSprjs', 
assigns and legal representatives 6t such'dth^'fjai^ in' revert to egyebW^''and) ■ • ., 

obligations cbntairied'in the Contract DbciinhcnS. 

to the ConCract 'shall assi|h the’ Contr&t or shblci it* S a-’^olp li^. dp^ept pj tlic. 

other, nor shall the Ci)nt^a■ctb^ assign any ihofffe'&c dr to 58db:& me to* hOTMef,’ ,. ” ” 
w thout the previous written consent of the O^fer. Tnc Owrormay assign floe Contract.to any. • .: 
mstithtional lender proyidingcorStnjction ortfcrtnan^fSianctngnJr the fiSyecl-ortp any .>• .. .. 
personaccniiTHlg the Owner s-mteiest raTfadP^ecL and tlifcCon&iitQEaBreM to. cxccute ajL.^ 
consents, certificates, tod omex documents toqh J^^p^oihcr.pcr^nto.^p^ecJir^ ... 

with such assignnv^ni '. ' t 


’A'V 


■f. 


13.2.2 Ifthe Owner conveys hs 

Ok OwDpr may have aga|St i® .... 

transfer to hiich thitd party. . , -v . .. . .. -.-s’l' '■ ‘ 

13.3 WRITTEN NOTICE 

13.3.1 Written notice shall be deemed .to have l>cenjd'^|ysg^!i_jf.dd[iver^^^^ 

the individual ora mtanbef ofthefirin or enfityprto eui . . 

was intended'or if delNcfed at dr sent byre^tcfed.ox.ccrtifi.cdmuI.tQ l^Jastbi^essadc^cs^^-, 5 . < 
known to the party ^ving'hoticB. ^ _. j .. ... ^ ••• ■''•'i.r.,. . 

13.4 -RIGHTS'idJOfeMEDlES ' . ' -I'f 

• ■ ' "i 

13-4.1 • Duties and.obhgatbns iniposed by-the-Gontrairt Documents and rights’and 

remedies availablc-thercundcr sindl be in additipn to an.di;iqta InjiitaUon of duties; obligations,- 
rights and remedies otherwise imposed or available by law. 

... r., ••..•••:« ' '.{vr-.-M- , -M ■ 

13.4.2 Noacfioaprg}uretdarf by^theQwner,^.^c|uteci.gr.Cpn.tr^ctprshan-.Gp^^^^^ , 

waiver of a right' or dii^ a&'jdcd Aein npr sh^ sucj^.actio^ oi; fei.Iu^ t.o act i. ••*• .-■•.■• 

constitute approval of dr acquiescence in a fercach^^crcmi^^;-.rapept j^.may bp specifically>, 
agreed in writing. 


a: • • 

•»’*.. ■, 


• ; ' 


13.5 


TESTS AND INSPECTIONS 


13.5.1 -Tests, inspections and approvals of portk>ns of the "VVorlc required by the Contract 

■ Documents or by laws, ordinances, rules, regulations or orders of public authojitics-haVplg ‘ 

jiirisdictidn shall be made at an appropriate time. Unless otherwise provided, the Contractor 
shall make arrangements for such tests, inspections tod japprpval^i^th ani?Ki.q>cnden.t testing 
laboratory or entity acceptable to the Owner, or with the appropriate publfe authority, and shall 
bear all related costs of tests, inspections and approvals. The Cortxactor shall give the Architect 
timely notice of when and where tests and inspections arc to be made so the Architect may 
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observe such procedures. The O^er shall .bear costs of tests, inspettiops. or. approve Is which do 
not become requirements until after bids aiu'received or negotiations concluded. 

]3 5 2 If the Architect, Owier or public ay&Dritips having jimsdictiqnjietprptmc th^t 

portions of the Work require additional testing, mi^cetbn or approval not included under 
Subpaiagraph 13.5.2, the Architect will, upon writtep autho^^jpn frpm the Owner, tpst^t the 

flrfrlJtlMnl iesiine- insijedion or apofby^ by^ entity. 



where tests M ins|^tibhb7^hto-be‘hid^ Aifchaect roay obscryfc such^iocedurcs. ^le 

Owner shall bear such costs except as provided in Subparagraph 13.S.3. 

13 5 -3 If suchfracaluf^s ifii:-fesi3hg;'h£^cction or ^proval un^rSul3|^a^^phs 13.5.1 

and 13 5 2 reveal failure of the portions of the Work to comply wjth^ire'ihbxits esfdbKshed 
the Contract r>beunients. the Conftpejor to ail posts i^de .|Uiue 

iucruding.thd®%frd^atfidV^c^urcf'^d cSin|>ehsa^oH for the Arptett S sc^;ces and 

expenses. 



wrucn..uuiy wolouLtu-w. wj..^*'1 r™ .-• * • j • 

Receipt of such permiEs or certificates by tKe Architect shall be a cbndition precedent to 

Substantial Completion of the Work. . , . . . ‘ 

■promptly to avoid Ve^s^blcW^)''in 


}• .• .''•••v. • v; 

! '.w.' j'' /'.'■.'•'• " 


13 6 1 The Owner shall be liable only to the extent of its interest m the W 

officer, director, partner, agent or en^byce of the Owner(or any parme^ofa ^ 

agent or employee of a partner) shall ever be personaDy ofindividually liable witlf mspddt to this 

Contraefor the Work. EachSubcontractshall Mude theforegoingMatron, whichshailbe , ; 
cficctivc if the Owner ev^'suCc'eedsto the ■Contractor’s rights and obligations tinder'a 

Subcontract. , 

13,7 ■ ■ The Contractor shah comply with any decisions ofthe Arlingtdh’Redcyeiopirtcnt 

Board applicable to tbs Project, and -with any Other-Laws, By-Laws, Rules, and Rcgulatioiis or 
Ordinances within the Town of Arlington, 
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ARTICLE H . 


■'TERMlkATIOl^ SUS?]^Sldl^ 

OFTHECONtRA^T ' 

14.1 T^RfeAijoSBVfHECp^JTiaC^^^ 

14. L1 lie'Cdnlractor i?jay tenranatc the ContiMi js stpjpRett.ibr aR,ra4 of 



V,: 


the Contractor-'for afi^rW&e' fdllowmg.'rcasons* ^ 

..^^1. . is^ance-p.f^nprderofacQurt.protEcrpublic^utihor^hai^^, , .; : 


.2 '.^gcVpfgqj/^^j^ciit/such as4cc^ 

liiatmal unavailable. 


14 - 1 .2 . • pCth^^l>PVi?,.rs^sQns exists, 1 hc Coati?.^i;,ro^y» ajiditioqal 

days' wntt6n^j^^'^''^cj[^;^§?r^4Jxf.hitcct,4ennm^.^'dQntract^,^^ 

Owner payit%t praycn Joss -^itiixeg3^9t.|p cquipniept/ 

tools, and wj^WuctioseguSpWi^-ardmachbery, rocludmgjeasoi^blc.oycriicad, pjpjt-^d. . 

damages. .. t .. ■. . • 

14-L3 If the Work is stopped for® period of 60 days tiirough no act orfeult ofthc 

, Coitoctor-or^SpJjcDnb^^ or thcir--?i^c^its,or coiplo.^^ or.^iny oli^Kppcjspjis pc^niimg- ' 
portions iofthc ^orfinyer contract witk’thc .Contractor bccansC;&P;C^^erias.pc^istently ■- • 
failed to.fiilfill-the Owner's oblivions under the Gontract-Docuroentswith respect to:matters 
important to the progress of the Work, the Contractor may, upon so^ci^ addjt-ronaJ.day^'-^rijtcfn 
notice to the Owner and the Architect, terminate the Contract and recover from the Owner as 
provided in Subptp^^py 44 ..?4 . •'• 


I4-2 , OWNER 



ih'\i f'' ‘ ■ ■-’ '••'■ » • • ’• • ‘ 

I4.Z 1 If the Contiacto 5 js adjj^ged a bajJcmp.t, or jXtjh? Coiijtniptpr jnakes'^.general . v 

assignment for the benefit of the Contractor’s creditors, or if a receiver is sppomted on accoWt 
of the Contractor’s insolvency, or if the Contractor persistently or repeatedly rcfuscs or feils,- 
except in.cascs..Xp| ^hichjxtc^;o^of.t^c is prbyidc.d, to ^pply ctiough pjpppcly'.skfllcd. .=• 
worlOTdn br-prop.pr.diai'^^l.s, or j|'t!4c Contractor fails to in^cpiT3mpt.pay3?pnt.tD. * 
Subcontractors & materials' or labor, or persistently disregards laws, •ordinances, rufes, 
regulations or orders of any public authority having jurisdiction, or otherwise is guilty ofa 
significant viol^on of any provision of the Contraci; including the feilurc to perform the Work 
in Accordance With the Contract, then the Contractor shall be in default, and the Owner may, 
without prejudice to any other pght or remedy, and upon seven days’ written notice to the 
Contracto.r, take possession of all materials, tool^ appliances, cqu^nicnt, construction 
equipment and machinery and vehicles, offices and other feciUtics on the Project site, and all 
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materials intended for the Woric. wherever stored, and may tennmatc the employment of the 
ConlractoT, accept assignment of any or all Subcontracts pursuant to Paragraph 5.4; and finish . 
the Woric-by whatever method the Owner may deem expedient. The Owner shall be entitled to 
collect from the Contractor all direct, indirect, liquidated, and consequential damages suffered by 
the-Owner bn account of the Contractor's default, mcluding without limitation a^itional 
services and expenses of the Architect made necessary thereby. Owner shall be entitled to 

hold all aKKtunts- due the Contractor at the date of termination until all of the Owner s damages 
have been established, and to apply such amounts to such damages. 

14 2 2 When the Owner terminates the Contract for one of the reasons stated in 

Subparagraph 14.2.1, the Contractor shall not be entitled to receive further payment Until the 
Work is fimshed. Any payment to the Contactor in quantummerait shall be capped at the 
ampunt due under tBs Contract, mcluding any adjustmems, regardless of whether said 

• termination by the Owner is deemed rightful or^wmogfol.. 

142 3 If th^ -unpRiH ha1ar.ee of the Contract Sum exceeds costs of finishing the Work, 

including compensation fbrthe Architect's services and expenses made necessary thereby,.such 
excess shall be paid to the Contractor. If such costs exceed the unpaid balance, the Contractor 
shall pay the difference to the Owner. The amount to be paid to the Contractor or Owner, as the, 
case may be. shsii be certified by the Architect, upon appKcation, and this obligation for payment 
abal) survive tcrtnination of the Contract. 


^ 21546®rt. 

t 
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AS-tECLE I 
Ll 

l.-hi 


L12 


SUPPLEMENTAL STATUTORY CONDITIONS 


-WAGES AND EMPLOYMENT PRACTICES , 

!pre:^encE To Veterans and Citiz^ M Public WoA;JRat 9 of Wages. (St^tutoiy 
feferfc^er'Mass. Gtn-. Laws ‘Ch^tcrl^?, Sectioii appEcVfo 

every contract or subcontract fiir the constniction of pliblic woiks by the 
Cojpmon'wcalth or bya count^j town or dis^.ct,'Dr by persons contracting or. 
suBcdh^ctiHgforsuchworfe. . , i . 


■■feltHe e^loymcht of m^hapics'^d apprcriticra, anS 

l^'giycn to,^tiMns o,^c'Cqn^nw^.^i\ 

'■ fcadTOls of tiie ^n^nweqjtfi.fer at Ic^ sa’i^bn^ =' . 

/M/bn nr« vrtmr^s'flttdefi'ned in Mflits. Grti. 



that iiiahy ofthe tbWns’wh^ilfe wbHa afeTb^-'cdh^ff^^ 
latcfer Wage rates havfe bfec^-tebKsbed;mde3t^;ti^fe'and'ofcc^a^]&*^^^ 
cdlfe&tivc a^ccnicjits 'dr urid^’^n3in^ in the private' OTrst^ctioii^ mdus^ 
between organized labot and cife^lo^is,' the latd or rates to ire paid onsaitl works 
shall not be less than the rates so established; pfovided, itoher^ that iij towns 
where Tio such rate or rates have been so-c^blishe'd, ihe' WagK^aidtd mech^nics 
and apprentices/teainstert, chtoificuis Bird'laborers on public wm;|' shall hot'be 
less thii the wages paid to thfe employee^' in the sahie trad.es arid occupations by 
private ejnploycxs'Engaged in the constriiotion iri'diist^. This section shait also 
apply to; regular en^loyces of the Coiinnonwcalth or of a courity, or district, 

when such employees arc engjJoycd m the construction, addition to or alteratiDH 
of public buildings' for which special appropriations of more than one thousand 
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dollars arc provided. Payments by employers to health and welfare plaas, pension 
plans and supplementary unemployment tencfil plaiu under collective bargaining 
agreements or understand bgs between organized laW and employers shall be 
included for the purpose of establishing mininnnn wage rates as herein provided. 

i.ist of Jobs; Classifications; DctciminatioD ofRatc of Wages; Schedule. 
(Statutoiy reference; M^s. Gen. Laws Chapter 149. Sccto 27) This f^fgrapfi 
applies to cv^ry'bontrHct'or kubcontiact fbr ihcbonstmctibn of public wdr|cs by 
the Coinmbnwralt^ or by a county, toswi or district- 

The Co^isrionef of Labor and Industries shall prcp^c, fortlje dXsu^_ 
public officials or public bodies whose duly it shall be to c^usc publje works m he 
cDns!ruct^.a list of the several jobs i^ually performed on t:^cs ,o|,^i^bUc 

WOife&upon-wHichmr^jianics ahd 

tiitJlCbn^sibncfsh^lclaM^saidj^Qw^a^lAciray:j^^^c.|uch 
cl^iff catJo&. Hdin'tinie tp&)h, as he may deem ad^ab^. ^ a 

do^‘ct''^&c^hsMy?dhdfptii>iiD'wbrTcs,"ka)^^p^^ 

I’Sall to ihe.'cS'nmiksionef a list of the jbbs t^on whipb mgclani^^ 

'ajjpxc^'icfcs, testers;, C^uffcuis laborcrsare to bd and ?_b^l^ 

r^esi t$d .Commiskroiicrio dctermincthcr^^cqfwa^tb p^dpn,each job. 

Said''rat^s,s^aii apply to ^.persons en^ged id tasport^ gipvcl pr ffll to 
site of-sad public'works pr removing gravel ox ful from 5pch site, rcg^^css. of 
Whether ^ph persons^ ei^Ipyed by a epnt^or or su^dn^ptor orare 
mdci'cffdciitboii'tractpts or owmer-o^eratpra. The CoramissipneTj .inject,.to ^c. 
pioViwo&afP^k^ph I'.i ofthew’&ppkmcntaryS^itoiy'.todib^ 
proceed fordiwich to detenmne the samcj and shall furnish said official or public 
l»dy ^.th a schedule of such rate pr rates of wages.-as. soon a^. s^d dc^enninatjon 
' .&£S bcifn ra^e. JnmdYjertisiiig.Gr cal^g-fox bids-for, g^jtj wprlcs,.tbfi. 

officialprpilbUc bprfy.shallinco^jpDi^ said sc^i^le in the „ .j. 

adv^V^cjt dr c^rfor bi|fc,by an appropriate reference, thmtp, and shall . 
ftinusb a cd^5'-.oCs.?y scliedule w&qut cost, to myp^on requesting the s.aine. 
Said schediit sidfl 6e made' a part of tjhc cpntiart fer 5 aH.wprks.and .,f 
cqritiniue'&' tSc-'&jnimumrate or ratw of wages^fopsaH employees during-.^cj^p 
of tiic contract'ioiy person engaged in the consfruptbn of s|id wqrla. shall.caps.c 
‘ fl lcgn>lcc^^ o(said schedule to kept posted in, a coBspieppus plpce.at the;.- 5 ite 

of said wqr^'dj^g^c iife.pf^'cq^;^, Tl^c aforesaid rates of wages 
5 cH,SSdle'bf wage rates jshHt jinciude payment by employers, to health ac.d-wclfere 
plans, RcSpn plans', .supplement^ uneippfoyiiient benefit .plans,,and sucfi.. 

p.ayroent 5 .kha|I I?c consider^'as payments.to.pereoru; piidcr tMs section . s.-.. . ,- 
p^oi^ng work as herein provided, .My cmpby.cr.engagcd.in the coiist];uciiQn 
of sucH wprb who does 'hot make payroente to a health ^4 wclf^ plarr, a ,. • 

pension piap and’a supplementary unpiT^loym^nt^ncftpJ^. where, such • ■ 

pai^ente arc included ip said ratp of ^ges, shall pay the amo.upt of said-..-. 
payments difcctly to cacli employee engaged, p said construction. Note:- The. >•• 
awarding aulhoriiy docs not guarantee the accuracy of any schedule of wage rates 
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T '.fr- • 

.^‘7^ < ■ 


.‘. \ 


' fo'inishdd to the Contrador Kcreun'dcr, aiid the Contractor shall be responsible for 
ascertaming the prevailing wages in the area where the work will be performed. 

■’ET^Ihymcht'Reeords To Be’^qpt By Cintraptor, Stibcpntractoi; Statement of 
Cdinpliahce.' (Sfetuto^y reference; Mask.' Gra. Laws Chapter 149, Section 27B) 
This Paragraph Spites to every contract or subOTutract for the canstructibrt of 
public works by the Comtnonwealth, or by a county, town or district. 

Every Cbrdractor, Subcbhtractdr-oirpublic bodyengag^ 'm said j^blic, works to 
whicK'faragiaph i.2 dfthe^ &ippic^i)tary"St4^tory Cdndjttpns'aJ)plies shall 
keep a'^buc a^ acclffater^l^'Ofafl^ie^^H'&dai^renficeSj^teanisfprs, 
chaiiSz^ laborem cmj^ldy^ address and 

' S^i^atibdal Massifidaimp df on.M works^ Md the hours - 

'and-fiie '^c)s iuch" entpidj^ei'and. shall forhish to'‘tbe 



Eacdi such Contractbr^^Suhcohifiat&rbr jyublic hddy-^li’preseivc its pajrbll 
records for a period of three years from fte date-of oompletipn of the contract. 

■^li^sifch'Cbhifactbr)' Subc'onfcacter oT ^BEc body shall furiiishio the 
Cdm^ssioncr of Labor and Indtistrics wifliin fifteen days after completion of its 
poison of the work a statement, executed by the Contractor, Subcontractor, or 
^ by^y'aUthoriz^'rifSc^r'OT'ii^dyce of the'Contradtor, ’ 

■ ' __ S^fejfectbf or public body. wiio'Sup^ises'tfe'payraent of wages ki the 

foiitiwing fonru 

y.''.' ■ • • . • ’ 

STATElvfENtQlpvCQMPLIANeB - ■ ' “ ‘ ' _ ' , 20D4 


I, 


(Naiii'^.;pfs1^t'ozy party) (Title) . . do hereby state: •• • 

_That I_pay or supervise the payment of the persons employed by (Cdntractor, Subcontractor or 

public l^dy)___on the_^and that all mrchanics (buEding or project) 

and appirehticeSj tepmstcrs, chauffeurs and laborers eiiqjbycd on said prdject have been paid in 
accordaridewith’W^agGS determined underthc provisions of sections twdnty-six and twenty-sdven 
of chapter one hundred, arid forty-nine of the General Laws. 


Signature 


Title 
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1.4 


1.5 


LS 


1.7 


The above mentioned copies of payroll records and statements of compliance 
shaU be available for inspection by,filing a writ[en.requcsl to 

the Cornmissiohdr for such, inspection. - . . -m:' 

Waves Paid to Operators of Trucks and Other Eqrnpim^t.. (S^ti^ryref^rc&cc: 

Geit La^s Chapter J49i Section 2710 This Parag^ph^apphes to .every 
contact for'^e-CDiisductipn.of.pubUc woricsby-tfe Coimnonwcalth, oi:bya- 
c% tavm or distiict. . . ■ 

Proscribed mips of as detei 5 nb^:J^.thc^Cop«i)^ 

CoJ^^Vibhcf m • 

Vafts^oSpydi’qr^ed'&jfe'S.aamc^P^^ 

■hd5thaa[^^%cpi^,!g;i^5^«.^ 

dircQtly.Jp saiipBP^pis. 

• ' ■ • ^ - ■; l .t •- 

RfikVcPdiicc 6^6ers’'(S;faiuf9iJrcj^rc9cc:>^ Laws.-£:hapt^'44a,y_ 
sitioit"2'7B) 1& Para'gi^pii I'5 applies to every contract for the cp;^^ctipn, 
alteration, mamtenance, repair or demolition or addition to, any public works 

&r the Commonwealth or any political subdivision dicreof. .. ■->■'. 

. .... • 

The Cohtnictor shall pay to any reserve police officer en^loyed by him in any ^ 
city or town the prevailing, rate pf wage-pa^d to regular.pQlice.office^. in-sUi5H3city 
ortown. • • " • 

, . • j 

ffieht-Iiourd^ay, etc. .Tkia.^ragi:aphJ .6 Sigj.lies only-tp-^ntrac-ts which 

• subject to'fbe provisions Qf'Ivi^s..G5v Laiys.Chapter I49..5ectionsr30.aridJ-4. 

Ko laborer, worker, mechanic-, foreman or inspector working within this . 

Cororapnwcaltb in the employ of the Contractor, Subcontmctorprofecr'pelrson--. - 

doing or cohfracting to do ibb whole or part of the work contemplated by the 
contract, shall be required or permitted to work.niore to eight hours|^a^.p^.^^.:^>.’ 

day or more■tofblT^eighthoura many one week, or-more to SIX days myy ^ 

one week, tpecept in cases.a'f emergency.. ■' -'•''•■•'r 



ThisParagrapnappues ip.pvciy wuu.a.i.v -- —j. ^ . 

' or tovin, or ViSS a department, board, conunlssJon, orofficcr acting therc&fi^^fbr'.--'-^' 
the doing of public work. 

Every cmplDycc under this contract shall lodge, board and trade where and with ■ ' ■ 
whom he elects, and neither the Contractor nor his agents or employees shall, 
cither directly or indirectly, require as a condilion of the employment of any 
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person that the employee .shall fodge, board or trade at a particular p lace or with a 
particular person. 


1.8 


1.9 






Access to Cohtractor’s R.ecdrds (Executive Order No. 195) This paragraph 
applies to every contract for the purchase of services or material by any agency, 
bureau,-board, commission, institution, or department of the' Commonwealth. 

•• The; Governor or his designee, the secretary-of administration finance, and the 

stale;milditor'orhis desifriee shah have the right'at reason^le tiuics and upon 
reasonable notice to cKaTTnincthe books, records, and other compilations of data of 
'the Coolractdrwdiich pertain to the peifonri^cc and r^tiirerrierits of this cbntract. 



fcoiS^ction; alteration, rnamtSnaitee;-rcpairbi:!dqhbntroii ol^'or addition £5’, any 
’^public bufiding or other public works for the Commonwealth or any political 
{•os^t^yisionthereof. • ’ ’ 

i^jdOTtractoi' shall, befbfe.cdmrrifencihg pcrforriiaiice of the cdhtrabt, jJrovidc by 
fite payment of compehSatlbif and the'-fi:^.sl^g of pthbr benefifs 
und^I^^g^'.Gcm'Lawti td'aDpefroiiSio tfe'e^Bj^’'^dCTthc 



i-l.^:D3ust;;be'.fiiniishcd dt-the-tinte 6f-dXecut56‘n ofthis"cbntfTact Failturt 
^;5^pd,contbue.ih-feire-5hchTfl§Uia&cea&’i^ shallbiJ’Heeified a 
Ibrogcli pf'the contract and'^iah.operatp'T^-'^’iraM't^iatB ttrminifion' 
canccJlation'of-such ihsurahee, whcdlef^y th^insi^ or by thc' '' 

_fe; sljali be valid uniessr.writrert notice tHdrdof is 'livbA by the p'dr^ 

^poSi^ cancellation to the other party and to the-awafdm| authority at least 
fiitccndays'prior ta the intcndcdc^ctivc date thereof which date shall be 
notice. : • ' ’ 

ARTICLE 2 - EQ^ALIEMPLOYMENT OPPORTUNITY AND APPIRMATTVE ACTION ' 

(Statutbiy.refcr^c:'h4a5Sj_Gcn. Laws Chapter 151B; Executive Orders-No. 74, No. 116 and No. 
24^, Tihc pfdvisiciBS of this Article 2-arc intended to comply with the Commonwealth’s' 
Supplemental Equal Employment Opportunity Anti-Discrimination and AfiirmatiYc Action 
Piogrmn, refted.fo-in;£xccutive Order No. J16 and adrmnistered by the Massachusetts 
Comitussion Agaj??^.piscriminatic)n. If no specific percentage has been inserted in 
Subpajagraph-2'4:.3 below, the applicable mmimum percentage provided for in such 
Supplemental Pi;b^^shaJl be deemed to have been so inserted. 

2.1 Definitions . For purposes of this Contract;'‘minortfy” refers to Asian-Americans, 

Blacks, Spanish-Sumamed Americans, North American Indians, and Cape 
Verdeans. ’‘Commission” refers to the Massachusetts Commission Against 
Dis'erimination. 
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9 2 and AciiQii.-Reflniremcnb. Dtring the ...■ 

■ pciionn^c of this Contract, the Contractor and aU of his Subconlractore- 

"Contractor"), for himself, his assignees and successors )ii interest, 

a^cctopomply with Subparagraphs 2.2.1 through 2-2.11. • 

2 2 1 ionucction with, the peifonnancq pf Y/orf&ppder.tlus.t^iitract^ the Con^ctor 

sirnii iiot djscriram'ate against any enqiloyee or applicant for cropJoyment because 
of mpB. color, religious creed, Bationa|.qrjgii)„agero.r§ex. The aforesaid prbvisiori 
sfei mhlude; but hot.be. liihScd to. t^P fpUpTOgr upgradingyt;- 

Sotfon Jrtrahs'for^licniibiieid.advRt^.^^^^ 

■■ Slc^nt;anHsclefenfo^ The ConUractor shall post hereafter, 

in cOiispiciiDUS nigee^, apphcant&ffoT cir^Ia^^, 

no^Sto.gpr5a'aiby■^c^Comnuspfonsotting fo'^ 
fiaw,p|ihe..C^ •• ■- '' 

Z 2 2 In iiimectjon with' the performance of Work under this Contract, thc-Contihctar 

shall undertake in good faith aShmativc action measures designed to eUminate 
any dis.crimin8tory.bairicrs> the ten^-and conditions ofimploymehton the 
of race, cglor, xcjigip,ps creed.-natjODal origin, age or sex; and td' 
climfoflfo and renjedy-any pffocts of soph discrimintifion m.thp'TaiL^'Subhr'.-* 

afSnmSffi'actioi; shah-cnlaihppsidYc artd aggressive 

o^minky;in.Ae.^c^pfhhih.g,‘t^gfali^hgf^ 

4_a CC ^•nAwmenMtiohfaiidiin^servicJedr'.-atjprchtlccshitf’- 


2.2.3 


2.2.4 


As part of his obligation of remedial action under the forcg5irig'Shhpa^aP^3lf' 

2.2.i, the Contractor shall maintain on this project a not less th^ tcn pcrc^^ ^ 

(10%) ratb of rmnority. employee-mart hoiira to' total mah-hbufs id each job ■ 
category including but not limited to bricklayers, caipenteis, cemcm ^ 

clpchjpians, iroitworkcrB. .operating engineer^ and those "glasses of work ^ 

ttirancratcd in M^S; Qcn. Laws Chapter 149y Settion44Fv ^ ^ ^ 

In the hiiing.pf.min.ority journeymen; apprentices, traindeS and ad^nced train^sV'-^ ■ 
die Contraclor shall'rely on refcirak finm a niuhi-eniployef affirmative ^ctibn;- - 
piogram approved by the Commission,- traditional 

construction industry, and refoirals-from agencies-, nottDdfe-thbn three m numbef 
at any one time, d«=signatcd by the Liaison Committee (described in Suly^ra^ph 
2JZ.5 below) or the Commission. • ' . ' L. 


* 


W;-/ r' 
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At tlie discretion of the ComiDiEsion thcxe may be cstabiisW for theilfc of this 
Contract a body to be kno'^riai tbe’Liaison Committee, The Tsaisoii Conuraittee 
shall be composed of one representative each from the agency or agencies 
^dijdiliiBtdriiig this project, herein'afrer caUed the adimnistcring agency, the 
and suefiother representatives as may be desigbated by the 
Co^ission in conjunction -with the administering agency. 

The Contractor (or his agent, if any, designated by him as the on-sitc equal 
e'^ioyment opporfuriity officer)' shall recognize the Liaison. Committee a? an 
■ afEir^tiye action ho'dy, and shall establish a. continwing woriemg relationship. 

Liaison Conmnttec, ponsnlting with the Uaisoii Qi^^ittec on all matters 
•rekied tb.ralrioriiyrccniitriient, rcfeiral, employment and traimag. — 

Tife'Coiittnctor shall pr^are projected-mamimg tables on a quarterly .basis., 'pjesc 
do^a mid pr^ectipns, hywedq of workers rcqrifrpd^.c^h ^de. 
be'fijriiishcd dbfrwcckdn'advanc of the commencement of the 
p^od €»veitd, and also when updated, to the Commission and Liaison 
Gonmiittec. 

' ■ ■ _ '■A 

R^^rc^^bf cmploymerirreferrarbrders; prepared by the Contector, shall be ma.de 

a'ikliibleTd the Ccirirhission and to tfie Liaison Committee on request. 

Th6 Contractor shall prepare wceklyTcports in a ffann approyed by the 
G^rninisSidn of hours ;Vbrkcd in (^hXradftbycach empfoyec, idch^ed as^^. 
iniiqrity or non.Tminority. Copich"bf these-shall be pipyidcdat the end of each 
week to the Commission and to the Liafeon Conunittee. . . 

If tberContractDr shaE hse any Siiibcontractor on any work permed under’this^'. 

he-, shall takd affifmatife action to negotiate -with qualified mifiority' , ' ^ 
•Subcontractors. This-affirDlative action shall cover both pre-bid and post-bid 
periods. It shall-include notification ID the Office of Minonty Business 
A^^tancc (within the Eitetmtivc Office of Coirimimities and Development) or.& 
d^gncci-while bids are iri preparafibn, of all products, -work or services for which 

.the-Contractor intends to negotiate bids. 

In the employment of joumeym^ apprentices, trainees and advanced trainees, 
the Contractor shall give preference, fii^, to citizens of the Commonwealth who' 
have served in the armed forces of the United States in time of war and have been 
honorably discharged tharefrom or released fium actiye duty therein, and who ^ 
qualified to the perform the -work to which the cmploymcntrelates, and, secondly, 
to citizens of the Commonwealth gcncralfy, and, if such cannot be obtained in 
sufficient numbers, then to citizens of the United States, 

A designee of the Commission and a designee of the Liaison Coraraittee shall 
each have right of access to th: construetjon site. 
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2 . 2.10 


The Contractor shall roamlain as a goal on. this project a not less than five percent 
ratio of women workforce to total projcct.hours in both .general con^ctand 
■■each individual filed sub-bid 'co'nfr^t. ." •' 

A Labor Schcdnliiig Table will be as a tool for achieving a range of 

work: force participation for thc entire project in both the gen^I co3itract.,ajid 
each individual filed sub-bid contract Said Labor Sclwduling Table shall-he in a 
form acceptable to the To-wii. 

.... .• ji.- ' 

2.2.11 -Before startmg Work, the Contra^n {jncliides the |^ 9 i#a,cjp(r,_fg^.i^elf 

aiiS its Subedht^tors, as v^ell as all^fl^. siitebi^ 

for a^cVc’raeht of the eqiid-a^^.^^^'go^?/Dj%B.^xlteact Cj^Jr^ptors 
will ht required to imkc a good &th effiit to.achieve.&sc goals, The.plan.will 
mdicate if the Ootitraclors 'CXpc'Ct IB acHicw ’the rcquircBJCiits during-BS first 
quarter. If there are reasons y^hy thc.Cpntractora. dojjqt c^qrept to.i^ldcyc fop ’ 
■fequirern^s during the first qu^cryeiur pfthc^^i^act cons.^ctiojr.p^5.e,-.'then 
■ •'''•the ^pnt^6n'ShftUpfoVide apl|nj^i^ipt&-.tp.a4^^ iJic extent ricasbiiably 
possmlc,' these obstacles to a good ifith effert to achieve such goals. • .. 

Not more than ten days fo Ilo-wing the end of each work quarter, foe Contractors 
^will report on the achievement of thp goals, detailing the good j^ith clfort?..that 
' have been made arid will continue be made and any other appropriate efforts 
not yet undertaken. 

. AJI reports will be sl^ed.by aao^ccKOXpr^ipal.ofthe.corapany who has ^foe 
•■■>.autiiri^tyto,coritractuallyobligate.foecompany. . 

2.3 • .The Contractorshallcomplywith theprovisions ofExccutive OrderNo. 74, as 
. . .'ainciid^byExeaitiYeOnicrNo...I66,-dat?dM?y I, i975/aDd.ofMass. Gen: ' 

La^'s Chapter 15,IB, both of which are herein incorporated by reference and.-rhade 
apart of this Contract 

2.4 The Contractor, in the perfonnance of all ‘Work, and pjiorto completion oPtHb 
Work, 'syill not discriininatc on,grounds, of race, .cqJor, rcligioiis.crccdinational'** • 
origin, age or sex in employment practices, in tlrc.^cctjpa or retention of- ' ji? 
Subcontractors, orirtfoe procurement of materials and rentals of equipment ’ 

2.5. , la all solicitatioiis.cithcr by CDrrq^titjyc bidding- or negotiation.made by the . »• 

Corirtaefor either, for work to be pqrfhnpcd undo- a subcontract or for foe’ '• • 
pioc^nient o.f a^erials or equipment, each potential Subcontractor or supplier 
s]^Il be notified in.-vyriting by thc,CD3^ctor of the Gbntiactor's obligatio‘ns"undfcr 
this Contract relative to non-disCTiimnation and affirtnativc action.- 

■ . • ><• 

2.5 The Contractor hereby certifies that he shall con^ily with the minority manpower 
ratio and specific action ^eps contained, herein. The Contractor shall be rcq'uhed 
to obtain from each of its Subcontractors and submit to the administering agency 
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prior rb ihe performance of any work under tbp Contract a cerf ificatjon by said 
Subcontractor, regardJess of tier, that U will comply with the minority manpower 
ration and ^ccific affirmative action steps contained Wein.. Such certification 
sliall be provided on forms furnished by the adnrnisteririg agency or, In the 
absence thereof on forms prescribfedby the Commission, 

2.7 The Contractor’s certificafion Form rnust be signed by all successful low bidder(5) 
prior’to award by the administering agency. 

2.8 • Ccfoipliancc Infbimicion, Reports and Sanctions.. 


2 , 8.1 


2 , 8.2 




The Contractor will-provide all infonnation and reporfe rc^uifed by the' 
adfriihi’^Tirig agency ot the Cofordissloh'on mstructiorfS KSued by cither of thern 
■and will permit access to its facilities and books, mebrds^ acedbrit^ ando^r 
..sources of information which may bedcteimincdb^the-OonOTifisb^tD^^S^ct the 
e^lDyWc'nt-'DfperjbimeL This provisioii shall app^only to ihfolr^foX^ . 

■■ s^'lefocnt^aj^na0iyc^t,idn^ 

TctpiircrocntsT'Where mform^tion'fec^^ is hr 
■ a^tlterwhd foils dr refused to' fuhdiiff l^s the' 

cS^tqlic.admimstering agency offcfe CbnirmyiSh^ set 


-v 


■ VAfi^i^xat'uri'v. 

Whenever the administering agency, the Commission or the Liaison' Cpninn^M 

* .1 .1 __._ A. ___X 1..._. • T* ___ 

lance 


■.•.v.iemrsi.'of this'ParagraJjh 2.8.' If the Goihrai^on offts ^gent fidds tne u;c;£ 
of any Subconbactor not in con^liancc, it shall make a prcliminbyr^^tir! 



Iit.ith?:'eycnt that'such Contractor feils.or refuses to folly perform' 
Commissionshali make a final report of hon^ompliande,'and'rfe'coni^^M^t^;i^^‘ 
administering agency the imposition of one or more of the sanctions 
If, however, the Commission believes the Go?rtractor.fir any SubcDhtractpr has 
taken or is taking'every possible measure to achieve cdrrqsliaijcc, it'SKliffio^ niakc 
. afinaLrepoitQfnon-congjHancc. Within fourteen days of the ibbcipf of thh' ‘ 
recommendations-of the Coirani^ion, the adraraistcring agency shall rtib'ye 'tb' 
impose one or more of the following'sanctions, as it may Hecrh apprbpriafcTp ’ 
attain foil and effective enfotcement: 


-,(j) Thcrecovcrybythe administering agency from the Contra^b?bf . 

l/IOO ofl% of the contract award price dr $1,000, Whiche^ suiri'ic' 
greater, in the nature of liquidated damages or, if a Subcohtracibf 'is in 
non-compliance, the ircov«y by Qic administering agency from tb'e 
Contractor, to be assessed by the Contractor as a back charge against 
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" the Subcontractor, of l/IO or }% of the subcontract price, or S400. 
whichever sum is greatpr, in the nature of liquidated damages,, for each 

’ week thal such party fails or refuses to comply; 

(lO ' ‘ THe suspension of ^ny payment or part tJjcreof due uniierthe (contract 

until siich time as the Contractor of any Subcontractor is able 

demonslrie his compliance with the tenns of the contract; 

CiiiJ' ■ The tenniriation; or canccUat;ton,_prttIjc Contract, ip whple or in . 

unless the Contractor or ahy sulicontractor is able to demonstrate 
within a specified tirne hw coE^liance with tfed; t-OTns o.f the Contract; 

p^mpij:c ra,?hy iuhin? eijn^'i^^-aw^^d bxtjje.administs^^jhg:.?. 

f«|'« ! .Vf . 


• . -v :,'• •••*; • .'JAX 

after ftie'rapq’sjtion ofDJ^c.qr.morc. of the above sanctions a:;, ■ 
fliat 1C in rnTnnliannfi-whh this Parapraoh 



CornimsKon,. s^u^end the sanctipps conditippajiy, pending a fmal detcmunation 
byi as to whether the Contractor is in. coirqiUapcc.. Upon final 

if the Cbn^ssion, thc.-adininj5tcrfng agency, based on.thc- ‘ 
recommendation of the Commission, shall either lift die sanctions or reimposc 


. »:•- 


t9 


ZAQ- 


.. • ^ b ^^^H ^: yi :psff4^m.Mass^G.en..X;g>KSiji^ _ 

'^’’i«SSiMoQhyfiie.€bininiEsiontowts,agent-slmlfbe.:feitiated,whhoutpriornort^ 
to'^fp^j^ctor. . . '■■ 

..* **' . . * * •’<* '*' 

. feVmbtlfy, ,The 4 Jroyisioris ofthfs.Aiticlc 2- are scvcrahle,- 0 nd if a'hy. ofthtfse- 
prq^S^'Sl^l-bp heid unconstitutioml byapy court of competent jurisdiction, 
gUSlipi'af such cou^ '^all not affect or impair any of thc icniamiiig- ■■;■ _ > 


.•fije^^^ctor sM comply wiA.^c‘provisions of Executive Order No. 246^ 
reffi^to discrimination agmnst ^ equal employment opportunity for thfe.- ’ 
h 3 J^C&&, w.hich''is herein I'pcoiporated by reference and made a part of this 
Cornet Jn coimcctiqn the performance of work under-this Contract, thb ‘ 

Conlractori' Subcontractors and suppliers of goods and services shall not ' ' ‘ • 

discrimmaie against the handicapped Furthennorc, Contractors, Subcontractors 
and stippli^.of goods and services must give, written notice of their commitments 
undq- this P^graphZlO to any labor, union, association or broth^hood with 
which they, have a collective bargaining- contract or other agreement, and must 
give such notice to handicapped contractors and to handicapped contractor 
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2;ii 

2 . 11.1 


■ assbckfions- A copy of such’notice riiust be fiirni^cd to the awarding authority 
at the time of the signing of the contract 

Suspension of Payments. 

If the awarding authority deteratihes afterinvcstigatbii ttet tiie Contractor or any 
Sulic'DrifraGtdr is pot iri'coii^HMcd With’tife terms of suspcp'd any 

'•pa^eA drp6rtibii'theieofdiieu5aef’i^GSDtracl:u&& tise C^ntrietdt 
dembh^ralcs'coiipliance With- the termS iS]f Afticle 2, ' 

'v'/" ' • ■ • ■ • • ■ * _ • 


2-11.2 


2.11.3 



cicists &rwaivifig'theljm''yr«i^ps‘'8f Article'S iriwMle of ih’fiait: ' 
PiviTiftfit TrtHv he .wsheBded onlv after the Guiiti actor and-apy other- interested. 





2.11.4 



Coinmission and recommended to the aWarduig authority. 



ARiaCLE 3 - MASSACHUSETTS PUBLIC CONSTRUCTION STATUTES , 

• ’’■■ .. -»'■ • .• . >«»-. '•'fci' ;•• ■•. .'i'.-'f'-' *•*'•- 

, •• • .. -'■■■ • . . . 


ARTICLE4 -TltLE-,IGBPffiRALGO\^imMhPr,:fl^^ 

pR.dBGTSr§ IrS OBTHBT.OTOOF.7^kLiNGfdkGENEI^^ 

4.1 Wo'ineiiWork-ForcePaiticipatibn,:’ ”■ '• • 

4,1.1. The .conti 3 d:or shall marntamas ti gtial'oniHis project aTtodfesgtliafi'frvc'^^crit 

, ratio of women work force to total project hours in both the general contfact and 
each individual filed suF-bid contract, if applicable. The preceding sentence shall 
be included in all construction contracts whether entered into by the Town 
pumuant to the provisions of M.G.L. c. 149 or M.G.L. c. 30, § 39M ct. seq. 
provided however, that if entered into under Chapter 30 same shall not be deemed 
to apply where thc’projcclcd bid price as dctcnnjiicd by the Director of Public 
Works is not likely to exceed $200,000. 
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4.1.2 

4;2' 

4.2.1 


4.2.2 


4.23 

43 

43.1 


A Labor Scheduling Table which will be used as a tool' for achieving -a range of 
women worlc force participatbn for project in-both tip general co.ntract 

and cacli individual filed sub-bid contract.. 


Equal Oppoiriimity Goal Compliance. 


.B^eforc starting work, the .cqntra^cto.ra (gclydra lic gcti^I-cpntractoj-y fpr-i^cjlf 
an^, ^u^onjiactors, as'wi^ as. if appjicabls^X'^ill 

siSmit p.laiB for. aciieverji^tof,^fceg[UEl ppportjm|ty,goals'pf 
jcontractors wiS fcquutd tp.m^e.agcjpdl^tl^e^rtstaacHeve/^S^-,goals. 

The plan will indicate if the conhactors 'oqpcct lo achieve the requirenients durmg 
quarter. If there arej2qsons^Wfey t^ .99“j®!§LS.-4p not ej^^et-.to gchicviu 

L * ■ _A-1..A. J. f ^ A frv r" ^ 1 





reasonably possrblc, thew obstacles to a good Mh effort, to achieve such goals. 



iyJij^jorf,on'^.c acWqvemcDt4f|h.4gp^?f rf^^2pg:.)hc\gpnd;feith.c.fibrts th^ 
iS’ra'ftcn mftdCj^d.will continue to be made, and any. other approprjate:effb‘ris 
not yet undertaken- 


All.j^rts will by aii- ofScer p^.-grTpcipal of th? con>paiiy-.w,hp has the 

%uAon^,Jo cqntraptu^y obligate thp con^^y. •• 

Recruitment and Training 

Any board, officer, committee, or other agency of the Town, which acts on behalf 
injpai^gipr..sppcjvhipg^y;;«35rtPcW4P-^5^2L^ cxceeSing. the. 
-su 5 ft';d|i'i 0 ^, 0 ,l|p'&x t||p.p^ij?^e of.gbi^.#r,s^ic<^ or.forihc cp^B<^uG^3qIv.I■^ 
reno^^tjoii, or repair of buildings or other improvement of real estate, ihaymalcB 
arfangemehts with cor^ctors and other interested aggies for special programs 
offeciuitihent and training- in cprJijcc^n witi^tifid.wjJfk tp: bC pc^imcd dii. ^'ch- ■* 
confr^ withthe.objectrVc pfpiphib.tmgcqiml4mp]Q;^eht-fopp6ituifity.fb1r 
members of minority groups protected by the fair employment laws of the . 
Commonwealth andii^United States. Any bt^r^^officef,’committee of other 
Towit agency may cijqjcnd Town funds in canying them out provided that 
apprppn^tions specifically designed for such purposes- have been voted by the • 
ToT^l^ee^g, . • ,• ./• ‘ . • - •“ ••■-••••-•• •.m,*.-- 
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. TOWN OF ARJLINGTON 
GENERAL CONTRACT 

THE TOWN OF ARLINGTON, a. municipal corporalioD of ihe O^mmonwealth of 
Massachusetts, acting through its Town Manager, and 


(The Contractor) hereby mutually agree as follows: 

ARTTcr,F.-7 - the'contract documents — 

Tho CDiiEraoti)ocuinBiits, as defined ia the CONSOLIDATED GENERAL CONMlTOKS and 
SUPPLEMENTAL STATUTORY CONDITIONS, inchdmg said CONSOLIDATED. 
GENERAL CONDmONS and SUPPLEMENTAL STATUTORY CONDITIONS are hereby 
incorporated by reference and made a part hereof, and shall ineJude Addenda and Alleraatcs, if 
any. 

ARTICLE II ^.rrENERAL DESCRIPTION OF THE WORK- 

The Contractor shall ftimiah all of the materials and p^formall ofthe Work required by the 
Contract bDCUments entitled ^ ... dated 

__prepared by [_ 

ariing as, and in these Contract Documents entitled, the Architect. 

article m ■ COMMENCEMENT AND COMPLETION OF WORK AND LIQUIDATED 
DAMAGES 

It is agreed that time is of the essence of this Contract. 

The Contractofshail commence .work only upon, the execution of this Contract by the Town of 
Arlington by. its Town Manager, the certification of the availability of the appropriation by the . 
-•-Town CoirphoEcr,'approval as to form by the Town Counsel,'and upon issuance of a Notice to 
Proceed^ and shall bring the Work to Substantial Con^letion by fDATEj, and to Final 

Conviction within 15 calendar ^ys thereafter. Liquidated damages in the amount of [$_ ] per 

r4=<]eT^Rr day will be applicable after the date of Substantial Completion for which the project is 
not substantially complete, and for each day after flic dale of Final Completion for which the 
projeef is not finally convl^te, and otherwise in accordance with the provisions ofthe 
CONSOLIDATED GENERAL CONDITIONS and SUPPLEMENTAL STATUTORY 
CONDITIONS. The liquidated damages amount per calendar day is a minimum damage figure 
to coinpensatc the Owiwr for administrative.costs and joss or delay of its use of the buDdirig and 
site, and does not limit in any way the liability ofthe Contractor for damages in excess ofthe 
specified liquidated damages amount for other damages, for example, damages for breach of 
Contract, and added architect and consultant fees. U is expressly understood that such liquidated 









damages do not constitute a penalty. AU work shall be phased (ifappHcablc)-in accordance with 
the Contract Documents. 


NOTE: .NOTWITHSTANDING ANYTHING TO THE CONTRARY, THE TIME OF 
COMMENCEMENT SHALL ONLY BE BY WRITTEN NOTICE TO PROCEED WITH THE 
WORK AS DATED AND-ISSUED TO THE CONTRACTOR BY THE TOWN OF 
ARLINGTON. NOTICE TO PROCEED MAY BE GIVEN ANYTIME AFTER THE AWARD 
OF THE CONTRACT, BUT NOT LATER THAN 14 DAYS AFTER THE EXECUTION OF 
THE CONTACT. 


ARTICLE IV - COMPENSATION TO BE PAID BY TOWN 


The Town shall pay and the Contractor shall accept, as iuU compcosatioji for everything 
fiimished, done by or reEuItbg to the Contractor in carrying out this Contract, -subject to 
additions and derfaictioas in. the Contact Documents in the mm of;' 


ARTICLE V AVAILABILITY OF APPROPRIATION 

This Contract is subject to an appropriation being.available therefor. 

This Contract is cScecutcd by the Town of Arlington and by the Contractor as o f this 
of_^, 2004. 

TOWN OF AjRXINGTON 

BY: ■ _ 

Town. Manager 

Approved as to Availability 

of Appropriation CONTRACTOR: 


Town ConiptroDer 


(Name) 


Approved as to Fomi: 


■ Town Counsel 


(Address) 

BY: _ 

(Name) 

(Title) 

(Affix Corporate Seal Here) 


215<52.1 
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PAYMENT BOND 


Bond No._ 

KNOW ALL MEN BY THESE PRESENT, that we_:_with a place of 

business at_as princ^al (the “Pnncipar*), and 

_a corporation qualified to do baismess in the Comraonweallb of 

Massachusetts, with a place of business at . _as Surety (tJie:“SuTety*'), 

are held and firmly bound unto Town of Arlington as Obligee (the "Obligee''), in the sum of 

lawful moGBy of the United States of America^ to be paid tatie Obligee, for which, payment, well 
and truly to be made, we bind ourselves, our respective heirs, executors, ^rainistrators, successors 
and assigns, jointly and severally, firmly by these present. 

WHEREAS, the Princ^al has assumed and made a contract with the Obligee, bearing the date of 
‘ _.forthe •. ' ' ■■ ■ 

NOW, THE CONDHIONS of this obUgsdon are such that if the Principal and all ^bcontractors 
uiider said contract shall pay for all labor pciformed or furnished and for all raateriala used or 
employed in said contract and m my ^nd all duly OTthorized modifications, alterations, 
extcmh>ns of time,, changes or additions to said contract that may hereafter be made, notice to the 
Surety of such modiftcatibi^ ^OTtions, extensioM of time, djanges or additions being hereby 
waiv^ the foregoing to include any other puiposes or items set out in, and to 1^ subject to, the • 
provisions of Massachnsetts General Laws, Chapter 30, Section 39A. and Chapter 149, Section 
29, as amradedihen this obligation shall become null and void; odierwise, it slall remain in full 
force and virtue. 

IN WITNESS WHEREFORE, the Principal and.Sutety have hereto setlheir bands and seals this 
_day of_^_, 2004. 

PRINCIPAL SURETY 


[Name and Seal} 

[Altomey-lTi-Fact][SeaI] , 


[Title] 

[Address] 



[Phone] 

- 

Attest: 

Attest: 



The rate for this Bond is_ % of the first _and __% for the next 

S_. 

The total premium'for this Bond is S__ 


215449.1 


END OF PAYMENT BOND 
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From: "MA Prevailing Wage" <prevailingwages@state.ma.us> 

To: dlanzillotti@town.arlington.ma.us 

Date: 05/08/2015 09:58 AM 

Subject: Prevailing wage schedule for Wage Request number :20150508-004 


To view and print Weekly Payroll & Statement of Compliance Forms, click 
on WWW.mass.gov/dols/pw . 

PLEASE NOTE: The attached Prevailing Wage Schedule is valid for 90 days. 

An Awarding Authority should re-request an up to date Prevailing Wage 
Schedule if it has NOT opened bids or selected a contractor within 90 
days of the issuance date of the attached prevailing wage schedule. 

*For MULTI-YEAR projects bid on or after 8/8/08, Awarding Authorities 
must request an Annual Update to this Prevailing Wage Schedule each year 
for the duration of the project, no later than two weeks before the 
anniversary date of the execution of the general contract. Annual 
updates are not required for projects that last LESS THAN ONE YEAR. 

*For CM AT RISK projects (bid pursuant to GL C.149A), Awarding 
Authorities must request a Prevailing Wage Schedule NOT sooner than 90- 
days before the earlier of: (a) the execution date of the GMP Amendment, 
or (b) the bid for the first construction scope of work. 

*For MULTI-YEAR CM AT RISK projects. Awarding Authorities must request 
an Annual Update to this Prevailing Wage Schedule each year for the 
duration of the project, no later than two weeks before the anniversary 
date, which is the earlier of: (a)the execution date of the GMP 
Amendment, or {b} the execution date of the first amendment to procure 
construction scopes of work. 

Apprentice wages (expressed as dollar figures) and the required benefits 
are listed on the Prevailing Wage Schedule. For further details, please 
see opinion letter PW-2010-03-03.16.10 (dated March 18, 2010) at 
WWW. mass.gov/dols/pw . 

Request Prevailing Wage Rates online at: www.mass.gov/dols/pw . 

THIS IS A SYSTEM-GENERATED EMAIL. PLEASE DO NOT REPLY TO THIS EMAIL. 

TO CONTACT DLS REGARDING PREVAILING WAGE MATTERS, CALL 617-626-6953. 


APPROVAL/DENIAL COMMENTS 


This e-mail message, including any attachments, is for the sole use of 
the intended recipient (s) and may contain confidential and privileged 
information. Any unauthorized review, use, disclosure, or distribution 
is strictly prohibited and may be the subject of legal action. If you 
are not the intended recipient, please contact the sender by reply 


http://10.100.0.50/WorldClient.dll?Session=CUD7YM02NUN7A&View=Message&Print... 5/13/2015 
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e-mail and destroy all copies of the original message. Thank you. 


Attachments: 

File: 201505Q8-QQ4.pdf Size: 166k Content Type: application/pdf 


http://10.100.0.50/WorldClient.dll?Session=CUD7yM02NUN7A&View=Message&Prmt... 5/13/2015 










CHAja,ES D. BAKER 
Go^'emot 


KARYN E. POLITO 
Ll Governor 


THE COMMONWEALTH OF MASSACHUSETTS 
EXECUTIVE OFFICE OF LABOR AND WORKFORCE DEVELOPMENT 
DEPARTMENT OF LABOR STANDARDS 

Prevailing Wage Rates 

As determined by the Director under the provisions of the ronald l. walker, n 

" Seciaai>' 

Massachusetts General Laws, Chapter 149, Sections 26 to 27H jeanzeiler 

Acting Director 


Awarding Authority: 
Contract Number: 
Description ofWork: 


Town of Arlington 

15-18 City/Town: ARLINGTON 

Provide all labor, materials, equipment and supervision necessary for masonry repairs at the Central Fire Station as 
required. 


Job Location: 


411 Mass Ave 


Information about Prevailing Wage Schedules for Awarding Authorities and Contractors 

• This wage schedule applies only to the specific project referenced at the top of this page and uniquely identified by the 
“Wage Request Number” on all pages of this schedule. 

• An Awarding Authority must request an updated wage schedule from the Department of Labor Standards (“DLS”) if it has 
not opened bids or selected a contractor within 90 days of the date of issuance of the wage schedule. For CM AT RISK 
projects (bid pursuant to G.L. C.149A), the earlier of: (a) the execution date of the GMP Amendment, or (b) the bid for the first 
construction scope of work must be within 90-days of the wage schedule issuance dale. 

• The wage schedule shall be incorporated in any advertisement or call for bids for tiic project as required by M.G.L. c. 149, 

§ 27. The wage schedule shall be made a part of the contract awarded for the project. The wage schedule must be posted in a 
conspicuous place at the work site for the life of the project in accordance with M.G.L. c. 149 § 27. The w'ages listed on the 
wage schedule must be paid to employees performing construction work on the project whether they are employed by the prime 
contractor, a filed sub-bidder, or any sub-contractor. 

• All apprentices working ontheproject are required to be registered with the Massachusetts Division of Apprentice 
Standards (DAS). Apprentice must keep his/her apprentice identification card on his/her person during all work hours on the 
project. An apprentice registered with DAS may be paid the lower apprentice wage rate at the applicable step as provided on 
the prevailing wage schedule. If an apprentice rate is not listed on the prevailing wage schedule for the trade in which an 
apprentice is registered with the DAS, the apprentice must be paid the journeyworker's rate for the trade. 

• The wage rates will remain in effect for the duration of the project, except in the case ofmulti-year public construction 
projects. For construction projects lasting longer than one year, awarding authorities must request an updated wage schedule. 
Awarding authorities are required to request these updates no later than two weeks before the anniversary of the date the 
contract was executed by the awarding authority and the general contractor. For multi-year CM AT RISK projects, awarding 
authority must request an annual update no later than two weeks before die anniversary date, determined as the earlier of: (a) 
the execution date of the GMP Amendment, or (b) the execution date of the first amendment to permit procurement of 
construction services. Contractors are required to obtain the wage schedules from awarding authorities, and to pay no less than 
these rates to covered workers. The annual update requirement is not applicable to 27F “rental of equipment” contracts. 

• Every contractor or subcontractor which performs construction work on the project is required to submit weekly payroll 
reports and a Statement of Compliance directly to the awarding authority by mail or email and keep them on file for three years. 
Each weekly payroll report must contain: the employee’s name, address, occupational classification, hours worked, and wages 
paid. Do not submit weekly payroll reports to DLS. A sample of a payroll reporting form may be obtained at 
http://www'.mass.gov/dols/pw. 

• Contractors with questions about the wage rates or classifications included on the wage schedule have an affirmative 
obligation to inquire with DLS at (617) 626-6953. 

• Employees not receiving the prevailing wage rate set forth on the wage schedule may report the violation to the Fair Labor 
Division of the office of the Attorney Genera! at (617) 727-3465. 

• Failure of a contractor or subcontractor to pay the prevailing wage rates listed on the wage schedule to all employees who 
perform construction work on the project is a violation of the law and subjects the contractor or subcontractor to civil and 
criminal penalties. 


Issue Date: 05/08/2015 


Wage Request Number: 20150508-004 









ClassiRcatioD 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

Construction 







(2 AXLE) DRIVER - EQUIPMENT 

12/01/2014 

$32.40 

$9.91 

$9.33 

$0.00 

$51.64 

TEAMSTERS JOINT COUNCIL m. 10 ZONE A 

06/01/2015 

$32.75 

$9.91 

$9.33 

$0.00 

$51.99 


08/01/2015 

$32.75 

$10.41 

$9.33 

$0.00 

$52.49 


12/01/2015 

$32.75 

$10,41 

$10.08 

$0.00 

$53.24 


06/01/2016 

$33.25 

$10.41 

$10.08 

$0.00 

$53.74 


08/01/2016 

$33.25 

$10.91 

$10.08 

$0.00 

$54.24 


12/01/2016 

$33.25 

$10.91 

$10.89 

$0.00 

$55.05 

(3 AXLE) DRIVER - EQUIPMENT 

12/01/2014 

$32.47 

$9.91 

$9.33 

$0.00 

$51.71 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

06/01/2015 

$32.82 

$9.91 

$9.33 

$0.00 

$52,06 


08/01/2015 

$32.82 

$10.41 

$9.33 

$0.00 

$52.56 


12/01/2015 

$32.82 

$10.41 

$10.08 

$0.00 

$53.31 


06/01/2016 

$33.32 

$10.41 

$10,08 

$0.00 

$53.81 


08/01/2016 

$33.32 

$10.91 

$10,08 

$0.00 

$54.31 


12/01/2016 

$33.32 

$10.91 

$10.89 

$0.00 

$55.12 

(4 & 5 AXLE) DRIVER - EQUIPMENT 

12/01/20)4 

$32.59 

$9.91 

$9.33 

$0.00 

$51.83 

TEAMSTERS JOINT COUNaL NO. 10 ZONE A 

06/01/2015 

$32.94 

$9.91 

$9.33 

$0.00 

$52.18 


08/01/2015 

$32.94 

$10.41 

$9.33 

$0.00 

$52.68 


12/01/2015 

$32.94 

$10.41 

$10.08 

$0.00 

$53.43 


06/01/2016 

$33.44 

$10.41 

$10.08 

$0.00 

$53.93 


08/01/2016 

$33.44 

$10.91 

$10.08 

$0.00 

$54.43 


12/01/2016 

$33.44 

$10.91 

$10.89 

$0.00 

$55.24 

ADS/SUBMERSroLE PILOT 

PILE DRIVER LOCAL 56 (ZONE I) 

08/01/2014 

$87.36 

$9.80 

$18.17 

$18.17 

$0,00 

$115.33 

08/01/2015 

$90.51 

$9,80 

$0.00 

$118.48 

AIR TRACK OPERATOR 

12/01/2014 

$35.35 

$7.30 

$12.95 

$0.00 

$55.60 

LABORERS ■ ZONE 1 

06/01/2015 

$36.10 

$7.30 

$12.95 

$0.00 

$56.35 


12/01/2015 

$36.85 

$7.30 

$12.95 

$0.00 

$57.10 


06/01/2016 

$37.60 

$7.30 

$12.95 

$0.00 

$57.85 


12/01/2016 

$38.60 

$7.30 

$12.95 

$0.00 

$58.85 

For apprentice rates see "Apprentice- LABORER" 







ASBESTOS REMOVER - PIPE / MECH. EQUIPT. 

HEAT&FROST INSULATORS LOCAL 6 (BOSTON) 

12/01/2014 

$32.48 

$10.40 

$5.95 

$5.95 

$0.00 

$48.83 

06/01/2015 

$33.43 

$10.40 

$0.00 

$49.78 


12/01/2015 

$34.38 

$10.40 

$5.95 

$0.00 

$50.73 

ASPHALT RAKER 

12/01/2014 

$34.85 

$7.30 

$12.95 

$0.00 

$55.10 

LABORERS - ZONE 1 

06/01/2015 

$35.60 

$7.30 

$12.95 

$0.00 

$55.85 


12/01/2015 

$36.35 

$7.30 

$12.95 

$0.00 

$56.60 


06/01/2016 

$37.10 

$7.30 

$12.95 

$0.00 

$57.35 


12/01/2016 

$38.10 

$7.30 

$12.95 

$0.00 

$58.35 

For apprentice rates see "Apprentice- I.ABORER” 







ASPHALT/CONCRETE/CRUSHER PLANT-ON SITE 

12/01/2014 

$42.39 

$10.00 

$14.30 

$0.00 

$66.69 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$43.14 

$10.00 

$14.30 

$0.00 

$67,44 


12/01/2015 

$44.39 

$10.00 

$14.30 

$0.00 

$68.69 


06/01/2016 

$45.14 

$10.00 

$14,30 

$0.00 

$69.44 


12/01/2016 

$46.39 

$10.00 

$14.30 

$0.00 

$70.69 


06/01/2017 

$47.39 

$10.00 

$14.30 

$0.00 

$71.69 


12/01/2017 

$48.39 

$10.00 

$14.30 

$0.00 

$72.69 
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Ciassillcation 

Eflective Date 

Base Wage 

Health 

Peosion 

Supplemental 

Unemployment 

Total Rale 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







BACKHOE/FRONT-END LOADER 

12/01/2014 

$42.39 

$10.00 

$14.30 

$0.00 

$66.69 

OPERATING ENGINEERS LOCAL 4 

06/01/2015 

$43.14 

$10.00 

$14.30 

$0.00 

$67.44 


12/01/2015 

$44.39 

$10.00 

$14.30 

$0.00 

$68.69 


06/01/2016 

$45.14 

$10.00 

$14.30 

$0.00 

$69.44 


12/01/2016 

$46.39 

$10.00 

$14.30 

$0.00 

$70.69 


06/01/2017 

$47.39 

$10.00 

$14.30 

$0.00 

$71.69 


12/01/2017 

$48.39 

$10.00 

$14.30 

$0,00 

$72.69 

For apprentice rates see "Apprentice- OPERATING ENGINEERS” 







BARCO-TYPE JUMPING TAMPER 

12/01/2014 

$34.85 

$7.30 

$12.95 

$0.00 

$55.10 

LABORERS - ZONE) 

06/01/2015 

$35.60 

$7.30 

$12.95 

$0.00 

$55.85 


12/01/2015 

$36.35 

$7.30 

$12.95 

$0.00 

$56.60 


06/01/2016 

$37.10 

$7.30 

$12.95 

$0.00 

$57.35 


12/01/2016 

$38.10 

$7,30 

$12.95 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 







BLOCK PAVER, RAMMER / CURB SETTER 

12/01/2014 

$35.35 

$7.30 

$12.95 

$0.00 

$55.60 

UBORERS - ZONE I 

06/01/2015 

$36.10 

$7.30 

$12.95 

$0.00 

$56.35 


12/01/2015 

$36.85 

$7.30 

$12.95 

$0.00 

$57.10 


06/01/2016 

$37.60 

$7.30 

$12,95 

$0.00 

$57,85 


12/01/2016 

$38.60 

$7.30 

$12.95 

$0.00 

$58.85 

For apprentice rates see "Apprentice- LABORER" 







BOILERMAKER 

BOILERMAKERS LOCAL 29 

01/01/2010 

$37.70 

$6.97 

$11,18 

$0.00 

$55.85 


Apprentice • BOILERMAKER - Loco! 29 
Effective Date - 01/01/2010 

Step percent 

Apprentice Ba.se Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 

65 


$24.51 

$6.97 

$11.18 

$0.00 


$42.66 


2 

65 


$24.51 

$6.97 

$11.18 

$0.00 


$42.66 


3 

70 


$26.39 

$6.97 

$11.18 

$0.00 


$44.54 


4 

75 


$28.28 

$6.97 

$11.18 

$0.00 


$46.43 


5 

80 


$30.16 

$6.97 

$11.18 

$0.00 


$48.31 


6 

85 


$32.05 

$6.97 

$11.18 

$0.00 


$50.20 


7 

90 


$33.93 

$6.97 

$11.18 

$0.00 


$52.08 


8 

95 


$35.82 

$6.97 

$11.18 

$0.00 


$53.97 


Notes: 








1 


Apprentice to Journeyworker Rafio:l:5 

— 

.... 



— “ 


\ 


BRICK/STONE/ARTIFTCIAL MASONRY (INCL. MASONRY 

02/01/2015 

$48.96 

$10.18 

$18.50 

$0.00 


$77.64 

WATERPROOFING) 



08/01/2015 

$49.86 

$10.18 

$18.57 

$0.00 


$78.61 

BRICKLAYERS LOCALS (BOSTON) 












02/01/2016 

$50.43 

$10.18 

$18.57 

$0.00 


$79.18 




08/01/2016 

$51.33 

$10.18 

$18.65 

$0.00 


$80.16 




02/01/2017 

$51.90 

$10.18 

$18.65 

$0.00 


$80.73 


Issue Date: 05/08/2015 


Wage Request Number: 20150508-004 
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Classification 

EflectiveDate Base Wage 

Health 

„ . Supplemental 

Pension 

Unemployment 

Total Rate 

Apprentice - BRICK/PLASTER/CEMENT MASON - Local 3 Boston 






Effective Date - 02/01/2015 




Supplemental 



Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 50 

$24.48 

$10.18 

$18.50 

$0.00 

$53.16 


2 60 

$29.38 

$10.18 

$18.50 

$0.00 

$58.06 


3 70 

$34.27 

$10.18 

$18.50 

$0.00 

$62.95 


4 80 

$39.17 

$10.18 

$18.50 

$0.00 

$67.85 


5 90 

$44.06 

$10.18 

$18.50 

$0.00 

$72.74 


Effective Date - 08/01/2015 




Supplemental 



Step percent 

Apprentice Base Wage 

Healfli 

Pension 

Unemployment 

Total Rate 


1 50 

$24.93 

$10.18 

$18.57 

$0.00 

$53.68 


2 60 

$29.92 

$10.18 

$18.57 

$0.00 

$58.67 


3 70 

$34.90 

$10.18 

$18.57 

$0.00 

$63.65 


4 80 

$39.89 

$10.18 

$18.57 

$0,00 

$68.64 


5 90 

$44.87 

$10.18 

$18.57 

$0,00 

$73.62 


INotes: 





.... i 

} 


1 

Apprentice to Journeyworlicr Ratio: I 

—---- - 




i 


BULLDOZER/GRADER/SCRAPER 

12/01/2014 

$41.99 

$10.00 

$14.30 

$0.00 

$66.29 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$42.73 

$10.00 

$14.30 

$0.00 

$67.03 


12/01/2015 

$43.97 

$10.00 

$14.30 

$0.00 

$68.27 


06/01/2016 

$44.72 

$10.00 

$14.30 

$0.00 

$69.02 


12/01/2016 

$45.95 

$10.00 

$14.30 

$0.00 

$70.25 


06/01/2017 

$46.94 

$10.00 

$14.30 

$0.00 

$71.24 


12/01/2017 

$47.93 

$10.00 

$14.30 

$0.00 

$72.23 

For apprentice rales see "Apprentice- OPERATING ENGINEERS" 







CAISSON & UNDERPINNING BOTTOM MAN 

12/01/2014 

$35.70 

$7.30 

$13.15 

$0.00 

$56.15 

LABORERS - FOUNDA TIONAND MARINE 

06/01/2015 

$36.45 

$7.30 

$13.15 

$0.00 

$56.90 


12/01/2015 

$37.20 

$7.30 

$13.15 

$0.00 

$57.65 


06/01/2016 

$37.95 

$7.30 

$13.15 

$0.00 

$58.40 


12/01/2016 

$38.95 

$7.30 

$13.15 

$0.00 

$59.40 

For apprentice rates see "Apprentice- LABORER" 







CAISSON & UNDERPINNING LABORER 

12/01/2014 

$34.55 

$7.30 

$13.15 

$0.00 

$55.00 

UBORERS ■ FOUNDATION AND MARINE 

06/01/2015 

$35.30 

$7.30 

$13.15 

$0.00 

$55.75 


12/01/2015 

$36.05 

$7.30 

$13.15 

$0.00 

$56.50 


06/01/2016 

$36.80 

$7.30 

$13.15 

$0.00 

$57.25 


12/01/2016 

$37.80 

$7.30 

$13.15 

$0.00 

$58.25 

For apprentice rates see "Apprentice- LABORER" 








Issue Date: 05/08/2015 


Wage Request Number: 20150508-004 


Page 4 of38 









Classification 


EfTective Date Base Wage Health 


Pension 


Supplemental 

Unemploymen t 


Total Rale 


CAISSON & UNDEiU’INNING TOP MAN 

UBORERS ■ FOUNDA TIONAND MARINE 

For apprentice rates see "Apprentice- LABORER" 

12/01/2014 

06/01/2015 

12/01/2015 

06/01/2016 

12/01/2016 

$34.55 

$35.30 

$36.05 

$36.80 

$37.80 

$7.30 

$7.30 

$7.30 

$7.30 

$7.30 

$13.15 

$13.15 

$13.15 

$13.15 

$13.15 

$0.00 

$0.00 

$0.00 

$0.00 

$0.00 

$55.00 

$55.75 

$56.50 

$57.25 

$58.25 

CARBIDE CORE DRILL OPERATOR 

12/01/2014 

$34.85 

$7.30 

$12.95 

$0.00 

$55.10 

LABORERS ■ ZONE ] 


06/01/2015 

$35.60 

$7.30 

$12.95 

$0.00 

$55.85 


12/01/2015 

$36.35 

$7.30 

$12.95 

$0.00 

$56.60 


06/01/2016 

$37.10 

$7.30 

$12.95 

$0.00 

$57.35 


12/01/2016 

$38.10 

$7.30 

$12.95 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 

CAIU’ENTER 

03/01/2015 

$35.75 

$9.80 

$16.48 

$0.00 

$62.03 

CARPENTERS -ZONE 2 (Eastern Massachusens) 


Apprentice - CARPENTER - Zone 2 Eastern MA 

Effective Date - 03/01/2015 

Step percent Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 

50 

$17.88 

$9.80 

SI.63 

$0.00 


$29.31 


2 

60 

$21.45 

$9.80 

$1.63 

$0,00 


$32.88 


3 

70 

$25.03 

$9.80 

$11.59 

$0,00 


$46.42 


4 

75 

$26.81 

$9.80 

$11.59 

$0,00 


$48.20 


5 

80 

$28.60 

$9.80 

$13.22 

$0.00 


$51.62 


6 

80 

$28.60 

$9.80 

$13.22 

$0.00 


$51.62 


7 

90 

$32.18 

$9.80 

$14,85 

$0.00 


$56.83 


8 

90 

$32.18 

$9.80 

$14.85 

$0.00 


$56.83 


Notes: 







.. i 


Apprentice to Journeyworker Ratio:l:5 

------ ™ 

-- 

-- 

- - 


.. ' 


CEMENT MASONRY/PLASTERTNG 

01/01/2015 

$44.90 

$10.90 

$18.71 

$1.30 


$75.81 

BRICKLAYERS LOCAL 3 IBOSTON) 










07/01/2015 

$45.82 

$10.90 

$18.71 

$1.30 


$76.73 



01/01/2016 

$46.44 

$10.90 

$18.71 

$1.30 


$77.35 
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Classification 


Elective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - CEMENT MASONRY/PIASTERING - Eastern Mass (Boston) 




Effective Date - 

Step percent 

01/01/2015 

Apprentice Base W^e 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$22.45 

$10.90 

$12.21 

$1.30 

$46.86 

2 

60 


$26.94 

$10.90 

$13.71 

$1.30 

$52.85 

3 

65 


$29.19 

$10.90 

$14.71 

$1.30 

$56.10 

4 

70 


$31.43 

$10.90 

$15.71 

$1.30 

$59.34 

5 

75 


$33.68 

$10.90 

$16.71 

$1.30 

$62.59 

6 

80 


$35.92 

$10.90 

$17.71 

$1.30 

$65.83 

7 

90 


$40.41 

$10.90 

$18.71 

$1.30 

$71.32 

Effective Date - 

Step percent 

07/01/2015 

Apprentice Base Wage 

Healtli 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$22.91 

$10.90 

$12.21 

$1.30 

$47.32 

2 

60 


$27.49 

$10.90 

$13.71 

$1.30 

$53.40 

3 

65 


$29.78 

$10.90 

$14.71 

$1,30 

$56.69 

4 

70 


$32.07 

$10.90 

$15.71 

$1.30 

$59.98 

5 

75 


$34.37 

$10.90 

$16.71 

$1.30 

$63.28 

6 

80 


$36.66 

$10.90 

$17.71 

$1.30 

$66.57 

7 

90 


$41.24 

$10.90 

$18.71 

$1.30 

$72.15 



««• 


- - - 

... — 

................. - 

— .. 1 


iNotes: 

I Steps 3,4 are 500 brs. All other steps are 1,000 hrs. 


Apprentice to JonnieyworitcrRatio:l:3 


CliAIN SAW OPERATOR 

U130RERS ■ ZONE 1 

For apprentice rates see "Apprentice- LABORER" 

12/01/2014 

06/01/2015 

12/01/2015 

06/0r/2016 

12/01/2016 

$34.85 

$35.60 

$36.35 

$37.10 

$38.10 

S7.30 

$7.30 

$7.30 

$7.30 

$7.30 

$12.95 

$12.95 

$12.95 

$12.95 

$12.95 

$0.00 

$0.00 

$0.00 

$0.00 

$0.00 

$55.10 

$55.85 

$56.60 

$57.35 

$58.35 

CLAM SHELLS/SLURRY BUCKETS/HEADING MACHINES 

OPERATING ENGINEERS LOCAL 4 

12/01/2014 

$43.39 

$10.00 

$14.30 

$0.00 

$67.69 


06/01/2015 

$44.14 

$10.00 

$14.30 

$0.00 

$68.44 


12/01/2015 

$45.39 

$10.00 

$14.30 

$0.00 

$69.69 


06/01/2016 

$46.14 

$10.00 

$14.30 

$0.00 

$70.44 


12/01/2016 

$47.39 

$10.00 

$14.30 

$0.00 

$71.69 


06/01/2017 

$48.39 

$10.00 

$14.30 

$0.00 

$72.69 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

12/01/2017 

$49.39 

$10.00 

$14.30 

$0.00 

$73.69 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemnlovment 

Total Rate 

COMPRESSOR OPERATOR 

12/01/2014 

$29.40 

$10.00 

$14.30 

$0.00 

$53.70 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$29.92 

$10.00 

$14.30 

$0.00 

$54.22 


12/01/2015 

$30.79 

$10.00 

$14.30 

$0.00 

$55.09 


06/01/2016 

$31.31 

$10.00 

$14.30 

$0.00 

$55.61 


12/01/2016 

$32.18 

$10.00 

$14.30 

$0.00 

$56.48 


06/01/2017 

$32.87 

$10.00 

$14.30 

$0.00 

$57.17 


12/01/2017 

$33.56 

$10.00 

$14.30 

$0.00 

$57.86 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







DELEADER (BRIDGE) 

01/01/2015 

$47.66 

$7.85 

$16.10 

$0.00 

$71.61 

PAINTERS LOCAL 35 - ZONE 2 

07/01/2015 

$48.56 

$7.85 

$16.10 

$0.00 

$72.51 


01/01/2016 

$49.51 

$7.85 

$16.10 

$0.00 

$73.46 


07/01/2016 

$50.46 

$7.85 

$16.10 

$0.00 

$74.41 


01/01/2017 

$51.41 

$7.85 

$16.10 

$0.00 

$75.36 


Apprentice- PAINTER Local 35 - BRJDGES/TANKS 

Effective Bate - 01/01/2015 Supplemental 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

UnempJoymeDt 

Total Rate 


1 

50 

$23.83 

$7.85 

$0.00 

$0.00 

$31.68 


2 

55 

$26.21 

$7.85 

$3.66 

$0.00 

$37.72 


3 

60 

$28.60 

$7.85 

$3.99 

$0.00 

$40.44 


4 

65 

$30.98 

$7.85 

$4.32 

$0.00 

$43.15 


5 

70 

$33.36 

$7.85 

$14.11 

$0.00 

$55.32 


6 

75 

$35.75 

$7.85 

$14,44 

$0.00 

$58.04 


7 

80 

$38.13 

$7.85 

$14.77 

$0.00 

$60.75 


8 

90 

$42.89 

$7.85 

$15.44 

$0.00 

$66.18 


Effective Date - 07/01/2015 




Supplemental 



Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 

50 

$24.28 

$7.85 

$0.00 

$0.00 

$32.13 


2 

55 

$26.71 

$7.85 

$3.66 

$0.00 

$38.22 


3 

60 

$29.14 

$7.85 

$3.99 

$0.00 

$40.98 


4 

65 

$31.56 

$7.85 

$4.32 

$0.00 

$43.73 


5 

70 

$33.99 

$7.85 

$14.11 

$0.00 

$55.95 


6 

75 

$36.42 

$7.85 

$14.44 

$0.00 

$58.71 


7 

80 

$38.85 

$7.85 

$14.77 

$0.00 

$61.47 


8 

90 

$43.70 

$7.85 

$15.44 

$0.00 

$66.99 


Notes: 

Steps are 750 hrs. 





j 


Apprentice to Joumeyworker Ratio: 1:1 


...... 



-.. 


DEMO: ADZEMAN 


12/01/2014 

$34.75 

$7.30 

$12.95 

$0.00 

$55.00 

LABORERS ■ ZONE I 


06/01/2015 

$35.50 

$7.30 

$12.95 

$0.00 

$55.75 



12/01/2015 

$36.25 

$7.30 

$12.95 

$0.00 

$56.50 


For apprculice rates see "Apprentice- LABORER” 
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Classification 

Eflectivc Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

DEMO; BACKHOE/LOADER/HAMMER OPERATOR 

12/01/2014 

$35.75 

$7.30 

$12.95 

$0.00 

$56.00 

LABORERS - ZONE 1 

06/01/2015 

$36.50 

$7.30 

$12.95 

$0,00 

$56.75 


12/01/2015 

$37.25 

$7.30 

$12.95 

$0.00 

$57.50 

For apprentice rates see "Apprentice- LABORER" 







DEMO: BURNERS 

12/01/2014 

$35.50 

$7.30 

$12.95 

$0.00 

$55.75 

LABORERS - ZONE J 

06/01/2015 

$36.25 

$7.30 

$12.95 

$0.00 

$56.50 


12/01/2015 

$37.00 

$7.30 

$12.95 

$0.00 

$57.25 

For apprentice rates see "Apprentice- LABORER" 







DEMO; CONCRETE CUTTER/SAWYER 

12/01/2014 

$35.75 

$7.30 

$12.95 

$0.00 

$56.00 

LABORERS -'ZONE 1 

06/01/2015 

$36.50 

$7.30 

$12.95 

$0.00 

$56.75 


12/01/2015 

$37.25 

$7.30 

$12.95 

$0.00 

$57.50 

For apprentice rates see "Apprentice- LABORER" 







DEMO; JACKHAMMER OPERATOR 

12/01/2014 

$35.50 

$7.30 

$12.95 

$0.00 

$55.75 

LABORERS-ZONE I 

06/01/2015 

$36.25 

$7.30 

$12.95 

$0.00 

$56.50 


12/01/2015 

$37.00 

$7.30 

$12.95 

$0.00 

$57.25 

For apprentice rates see "Apprentice- LABORER" 







DEMO; WRECKING LABORER 

12/01/2014 

$34.75 

$7.30 

$12.95 

$0.00 

$55.00 

LABORERS - ZONE 1 

06/01/2015 

$35.50 

$7,30 

$12.95 

$0.00 

$55.75 


12/01/2015 

$36.25 

$7.30 

$12.95 

$0.00 

$56.50 

For apprentice rates see "Apprentice- LABORER" 







DU^CTIONAL DRILL MACHINE OPERATOR 

12/01/2014 

$41.99 

$10,00 

$14.30 

$0.00 

$66.29 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$42.73 

$10.00 

$14.30 

$0.00 

$67.03 


12/01/2015 

$43.97 

$10.00 

$14.30 

$0.00 

$68.27 


06/01/2016 

$44.72 

$10.00 

$14.30 

$0.00 

$69.02 


12/01/2016 

$45.95 

$10.00 

$14.30 

$0.00 

$70.25 


06/01/2017 

$46.94 

$10,00 

$14.30 

$0.00 

$71.24 


12/01/2017 

$47.93 

$10.00 

$14.30 

$0.00 

$72.23 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







]:>IVER 

PILE DRIVER LOCAL 56 (ZONE 1) 

08/01/2014 

$58.24 

$9.80 

$18.17 

$0.00 

$86.21 

08/01/2015 

$60.34 

$9.80 

$18.17 

$0.00 

$88.31 

DIVER TENDER 

PILE DRH'ER LOCAL 56 (ZONE I) 

08/01/2014 

$41.60 

$9.80 

$18.17 

$0.00 

$69.57 

08/01/2015 

$43.10 

$9.80 

$18.17 

$0.00 

$71.07 

DIVER TENDER (EFFLUENT) 

PILE DRIVER LOCAL 56 (ZONE I) 

08/01/2014 

$62.40 

$9.80 

$18.17 

$0.00 

$90.37 

08/01/2015 

$64.65 

$9.80 

$18.17 

$0.00 

$92.62 

DIVER/SLURRY (EFFLUENT) 

PILE DRBER LOCAL 56 (ZONE I) 

08/01/2014 

$87.36 

$9.80 

$18.17 

$0.00 

$115.33 

08/01/2015 

$90.51 

$9.80 

$18.17 

$0.00 

$118.48 

DRAWBRIDGE OPERATOR (Construction) 

ELECTRICIANS LOCAL 103 

03/01/2015 

$45.17 

$13.00 

$15.40 

$0.00 

$73.57 


09/01/2015 

$46.13 

$13.00 

$15.43 

$0.00 

$74.56 


03/01/2016 

$47.08 

$13,00 

$15.46 

$0.00 

$75.54 

For apprentice rates see "Apprentice- ELECTRICIAN" 







ELECTRICIAN 

03/01/2015 

$45.17 

$13.00 

$15.40 

$0.00 

$73.57 

ELECTRICIANS LOCAL 103 

09/01/2015 

$46.13 

$13.00 

$15.43 

$0.00 

$74.56 


03/01/2016 

$47.08 

$13.00 

$15.46 

$0.00 

$75.54 


Issue Date: 05/08/2015 
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Classification 


EITectn'e Date Base Wage Health 


Pension 


Supplemental 

UneraploymcDt 


Total Rate 


Apprentice- ELECTRICIAN - Local 103 


Effective Date - 

Step percent 

03/01/2015 

Apprentice Base Wage 

Health 

Pen.sion 

Supplemental 

Unemployment 

Total Rate 

1 

40 


$18.07 

$13.00 

$0.54 

$0.00 

$31.61 

2 

40 


$18.07 

$13.00 

$0.54 

$0.00 

$31.61 

3 

45 


$20.33 

$13.00 

$11.64 

$0.00 

$44.97 

4 

45 


$20.33 

$13.00 

$11.64 

$0.00 

$44.97 

5 

50 


$22.59 

$13.00 

$11.98 

$0.00 

$47.57 

6 

55 


$24.84 

$13.00 

$12.33 

$0.00 

$50.17 

7 

60 


$27.10 

$13.00 

$12.66 

$0.00 

$52.76 

8 

65 


$29.36 

$13.00 

$13.01 

$0.00 

$55.37 

9 

70 


$31.62 

$13.00 

$13.35 

$0.00 

$57.97 

10 

75 


$33.88 

$13.00 

$13.70 

$0,00 

$60.58 

Effective Date - 

Step percent 

09/01/2015 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 


$18.45 

$13.00 

$0.55 

$0.00 

$32.00 

2 

40 


$18.45 

$13.00 

$0.55 

$0.00 

$32,00 

3 

45 


$20.76 

$13.00 

$11.65 

$0.00 

$45.41 

4 

45 


$20.76 

$13.00 

$11.65 

$0.00 

$45.41 

5 

50 


$23.07 

$13.00 

$11.99 

$0.00 

$48.06 

6 

55 


$25.37 

$13.00 

$12.34 

$0.00 

$50.71 

7 

60 


$27.68 

$13.00 

$12.68 

$0.00 

$53.36 

8 

65 


$29.98 

$13.00 

$13.03 

$0.00 

$56.01 

9 

70 


$32.29 

$13.00 

$13.37 

$0.00 

$58.66 

10 

75 


$34.60 

$13.00 

$13.72 

$0.00- 

$61.32 


... MS.-... -s.-vs... .. 

______ 

_ _ . 

....... ... 

..... 

, 

...... 


iNotes:: 

J App Prior 1/1/03; 30/35/40/45/50/55/65/70/75/80 i 

{ • i 

Apprentice to Journeyworker Ratio:2:3*** 

FXEVATOR CONSTRUCTOR 01/01/2012 J52.45 $8.78 $6.96 $0.00 $68.19 

ELEVATOR CONSTRUCTORS LOCAL 4 


Issue Date: 05/08/2015 
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ClasstncatioD 

Effective Date 

Base Wage 

Health 

Pension Supplemental 
Unemployment 

Total Rate 

Apprentice - ELEVATOR CONSTRUCTOR 
Effective Date - 01/01/2012 

- Local 4 



Supplemental 




Step percent 

Apprentice Base Wage Health 

Pension 

Unemployment 

Total Rate 


1 50 

$26.23 

$8.78 

$0.00 

$0.00 


$35.01 


2 55 

$28.85 

$8.78 

$6.96 

$0.00 


$44.59 


3 65 

$34.09 

$8.78 

$6.96 

$0.00 


$49.83 


4 70 

$36.72 

$8.78 

$6.96 

$0.00 


$52.46 


5 80 

$41.96 

$8.78 

$6.96 

$0.00 


$57.70 


Notes: 

^ --- 

~ 






Steps 1-2 are 6 mos.; Steps 3-5 are 1 year 





\ 

i 

1 


Apprentice to Journeyworker Ratio:l:l 




.- 




ELEVATOR CONSTRUCTOR HELPER 

FA.KVATOR CONSTRUCTORS LOCAL 4 

01/01/2012 

$38.59 

$8.78 

$6.96 

$0.00 


$54.33 

For apprentice rates see "Apprentice • EI..EVATOR CONSTRUCTOR" 








FENCE & GUARD RAIL ERECTOR 

12/01/2014 

$34.85 

$7.30 

$12.95 

$0.00 


$55.10 

LABORERS-ZONE I 

06/01/2015 

$35.60 

$7.30 

$12.95 

$0.00 


$55.85 


12/01/2015 

$36.35 

$7.30 

$12.95 

$0.00 


$56.60 


06/01/2016 

$37.10 

$7.30 

$12.95 

$0.00 


$57.35 


12/01/2016 

$38.10 

$7.30 

$12.95 

$0.00 


$58.35 

For apprentice rates see "Apprentice- LABORER" 








FIELD ENG.INST.PERSON-BLDaSITE,I-IVY/HWY 

05/01/2015 

$40.22 

$10.00 

$14.30 

$0.00 


$64.52 

OPERA TING ENGINEERS LOCAL 4 

11/01/2015 

$40.80 

$10.00 

$14.30 

$0.00 


$65.10 


05/01/2016 

$41.69 

$10,00 

$14.30 

$0.00 


$65.99 


11/01/2016 

$42.28 

$10.00 

$14.30 

$0.00 


$66.58 


05/01/2017 

$43.16 

$10.00 

$14.30 

$0.00 


$67.46 


11/01/2017 

$43.89 

$10.00 

$14.30 

$0.00 


$68.19 


05/01/2018 

$44.60 

$10.00 

$14.30 

$0.00 


$68.90 

For apprentice rales see "Apprentice- OPERATING ENGINEERS" 








FIELD ENG.PARTY CHIEF-BLDG,SITE,HVY/HWY 

05/01/2015 

$41.65 

$10.00 

$14.30 

$0.00 


$65.95 

OPERA TING ENGINEERS LOCAL 4 

11/01/2015 

$42.24 

$10.00 

$14.30 

$0.00 


$66.54 


05/01/2016 

$43.13 

$10.00 

$14.30 

$0.00 


,$67.43 


11/01/2016 

$43.73 

$10.00 

$14.30 

$0.00 


$68.03 


05/01/2017 

$44.62 

$10.00 

$14.30 

$0.00 


$68.92 


11/01/2017 

$45.35 

$10.00 

$14.30 

$0.00 


$69.65 


05/01/2018 

$46.07 

$10.00 

$14.30 

$0.00 


$70.37 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 








FIELD ENG.ROD PERSON-BLDG,SITE,HVY/HWY 

05/01/2015 

$21.68 

$10.00 

$14.30 

$0.00 


$45.98 

OPERATING ENGINEERS LOCAL 4 

11/01/2015 

$22.02 

$10.00 

$14.30 

$0,00 


$46.32 


05/01/2016 

$22.54 

$10.00 

$14.30 

$0.00 


$46.84 


11/01/2016 

$22.89 

$10.00 

$14.30 

$0.00 


$47.19 


05/01/2017 

$23.42 

$10.00 

$14.30 

$0.00 


$47.72 


11/01/2017 

$23.84 

$10.00 

$14.30 

$0.00 


$48.14 


05/01/2018 

$24.27 

$10.00 

$14.30 

$0.00 


$48.57 


For apprentice rates see "Apprentice- OPERATING ENGINEERS" 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


FIRE ALARM INSTALLER 

03/01/2015 

$45.17 

$13.00 

$15.40 

$0.00 

$73.57 

ELECTRICIANS WCAL lOI 

09/01/2015 

$46.13 

$13.00 

$15.43 

$0.00 

$74.56 


03/01/2016 

$47.08 

$13.00 

$15.46 

$0.00 

$75.54 

For appreotice rates sec "Apprentice- ELECTRICIAN” 







FIRE ALARM REPAIR / MAINTENANCE 

03/01/2015 

$33.88 

$13.00 

$13.70 

$0.00 

$60.58 

/ COMMISSIONINGE'LfCTWCitASS 

LOCAL 203 

09/01/2015 

$34.60 

$13.00 

$13.72 

$0.00 

$61.32 


03/01/2016 

$35.31 

$13.00 

$13.74 

$0.00 

$62.05 

For apprentice rates see "Apprentice- TELECOMMUNICATIONS TEaJNJClAN’' 







FIREMAN (ASST. ENGINEER) 

12/01/2014 

$35.33 

$10.00 

$1430 

$0.00 

$59,63 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$35.95 

$10.00 

$14.30 

$0.00 

$60.25 


12/01/2015 

$37.00 

$10.00 

$14.30 

$0.00 

$61.30 


06/01/2016 

$37.62 

$10.00 

$14.30 

$0.00 

$61.92 


12/01/2016 

$38.66 

$10.00 

$1430 

$0.00 

$62.96 


06/01/2017 

$39.50 

$10.00 

$14.30 

$0.00 

$63.80 


12/01/2017 

$4033 

$10.00 

$14.30 

$0.00 

$64.63 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







FLAGGER & SIGNALER 

12/01/2014 

$20.50 

$7.30 

$12.95 

$0.00 

$40.75 

lABORERS - ZONE 1 

06/01/2015 

$20.50 

$7.30 

$12.95 

$0.00 

$40.75 


12/01/2015 

$20.50 

$730 

$12.95 

$0.00 

$40.75 


06/01/2016 

$20.50 

$7.30 

$12.95 

$0.00 

$40.75 


12/01/2016 

$20.50 

$7.30 

$12.95 

$0.00 

$40.75 

For apprentice rates see "Apprentice- LABORER" 







FLOORCOVERER 

FLOORCOVERERS LOCAL 2168 ZONE 1 

09/01/2014 

$40.40 

$9.80 

$17.21 

$0.00 

$67.41 


Apprentice - FLOORCOVERER - Locol 2168 Zone J 





Effective Date - 09/01/2014 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$20.20 

$9.80 

$1.79 

$0.00 

$31.79 

2 

55 

$22.22 

$9.80 

$1.79 

$0.00 

$33.81 

3 

60 

$24.24 

$9.80 

$11.84 

$0.00 

$45.88 

4 

65 

$26.26 

$9.80 

$11.84 

$0.00 

$47.90 

5 

70 

$28.28 

$9.80 

$13.63 

$0.00 

$51.71 

6 

75 

$30.30 

$9.80 

$13.63 

$0.00 

$53.73 

7 

80 

$3232 

$9.80 

$15.42 

$0,00 

$57.54 

8 

85 

$34.34 

$9.80 

$15.42 

$0.00 

$59.56 

[Notes: 

Steps are 750 hrs. 






Apprentice to Journeyworkcr Ratio:l:l 
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Classification 

Efliective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemnlovment 

Total Rate 

FORK LIFT/CHERRY PICKER 

12/01/2014 

$42.39 

$10.00 

$14.30 

$0.00 

$66.69 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$43.14 

$10.00 

$14.30 

$0.00 

$67.44 


12/01/2015 

$44.39 

$10.00 

$14.30 

$0.00 

$68.69 


06/01/2016 

$45.14 

$10.00 

$14.30 

$0.00 

$69.44 


12/01/2016 

$46.39 

$10.00 

$14.30 

$0.00 

$70.69 


06/01/2017 

$47.39 

$10.00 

$14.30 

$0.00 

$71.69 


12/01/2017 

$48.39 

$10.00 

$14.30 

$0.00 

$72.69 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







GENERATOICLIGHTINCj PLANI'/HEATERS 

12/01/2014 

$29.40 

$10.00 

$14.30 

$0.00 

$53.70 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$29.92 

$10.00 

.$14.30 

$0.00 

$54.22 


12/01/2015 

$30.79 

$10.00 

$14.30 

$0.00 

$55.09 


06/01/2016 

$31.31 

$10.00 

$14.30 

$0.00 

$55.61 


12/01/2016 

$32.18 

$10,00 

$14.30 

$0.00 

$56.48 


06/01/2017 

$32.87 

$10.00 

$14.30 

$0.00 

$57.17 


12/01/2017 

$33.56 

$10.00 

$14.30 

$0.00 

$57.86 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







GLAZIER (GLASS PLANK/AIR BARRIER/INTEIUOR 

01/01/2015 

$37.16 

$7.85 

$16.10 

$0.00 

$61.11 

SYSTEMS) 

GUZIERS LOCAL 35 (ZONE 2) 

07/01/2015 

$38.06 

$7.85 

$16.10 

$0.00 

$62.01 


01/01/2016 

$39.01 

$7.85 

$16.10 

$0,00 

$62.96 


07/01/2016 

$39.96 

$7.85 

$16.10 

$0.00 

$63.91 


01/01/2017 

$40.91 

$7.85 

$16,10 

$0.00 

$64.86 


Issue Date: 05/08/2015 


Wage Request Number; 20150508-004 
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Classification 


Effectire Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - GLAZIER - Local 35 Zone 2 


Effective Date - 

Step percent 

01/01/2015 

Apprentice Base Wage ] 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 

50 


$18.58 

$7.85 

$0.00 

$0.00 


$26.43 


2 

55 


$20.44 

$7.85 

$3.66 

$0.00 


$31.95 


3 

60 


$22.30 

$7.85 

$3.99 

$0.00 


$34.14 


4 

65 


$24.15 

$7.85 

$4.32 

$0.00 


$36.32 


5 

70 


$26.01 

$7.85 

$14.11 

$0.00 


$47.97 


6 

75 


$27.87 

$7.85 

$14.44 

$0.00 


$50.16 


7 

80 


$29.73 

$7.85 

$14.77 

$0.00 


$52,35 


8 

90 


$33.44 

$7.85 

$15.44 

$0.00 


$56.73 


Effective Date - 

07/01/2015 




Supplemental 




Step 

percent 


Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 

50 


$19.03 

$7.85 

$0.00 

$0.00 


$26.88 


2 

55 


$20.93 

$7.85 

$3.66 

$0.00 


$32.44 


3 

60 


$22.84 

$7.85 

$3.99 

$0.00 


$34,68 


4 

65 


$24.74 

$7.85 

$4.32 

$0.00 


$36.91 


5 

70 


$26.64 

$7.85 

$14.11 

$0.00 


$48.60 


6 

75 


$28.55 

$7.85 

$14,44 

$0.00 


$50.84 


7 

80 


$30.45 

$7.85 

$14.77 

$0.00 


$53.07 


8 

90 


$34.25 

$7.85 

$15.44 

$0.00 


$57.54 


jNotes: 

.. — • 

— —— - ——... 

««TW. T-r/w« -r—p ^ 

... 




i 


1 

Steps are 750 hrs. 








Apprentice to Journeyworker Ratio:t;l 

f.ffW — — 



*.. 

" 



HOISTING ENGINEER/CRANES/GRADALLS 

12/01/2014 

$42.39 

$10.00 

$14.30 

$0.00 


$66.69 

OPERA TING ENGINEERS LOCAL 4 












06/01/2015 

$43.14 

$10.00 

$14.30 

$0.00 


$67.44 




12/01/2015 

$44.39 

$10.00 

$14.30 

$0.00 


$68.69 




06/01/2016 

$45.14 

$10.00 

$14.30 

$0.00 


$69.44 




12/01/2016 

$46.39 

$10.00 

$14.30 

$0.00 


$70.69 




06/01/2017 

$47.39 

$10.00 

$14.30 

$0.00 


$71.69 




12/01/2017 

$48.39 

$10.00 

$14.30 

$0.00 


$72.69 


Issue Date: 05/08/2015 


Wage Reqnest Number: 20150508-004 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice- OPERATING ENGINEERS - Local 4 


Effective Date - 12/01/2014 

Step percent 

Apjnentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 

55 

$23.31 

$10.00 

$0.00 

$0.00 


$33.31 


2 

60 

$25.43 

$10.00 

$14.30 

$0.00 


$49.73 


3 

65 

$27.55 

$10.00 

$14.30 

$0.00 


$51.85 


4 

70 

$29.67 

$10.00 

$14.30 

$0.00 


$53.97 


5 

75 

$31.79 

$10.00 

$14.30 

$0.00 


$56.09 


6 

80 

$33.91 

$10.00 

$14.30 

$0.00 


$58.21 


7 

85 

$36.03 

$10.00 

$14.30 

$0.00 


$60.33 


8 

90 

$38.15 

$10.00 

$14.30 

$0.00 


$62.45 


Effective Date - 06/01/2015 




Supplemental 




Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 

55 

$23.73 

$10.00 

$0.00 

$0.00 


$33.73 


2 

60 

$25.88 

$10.00 

$14.30 

$0.00 


$50.18 


3 

65 

$28.04 

$10.00 

$14.30 

$0.00 


$52.34 


4 

70 

$30.20 

$10.00 

$14.30 

$0.00 


$54.50 


5 

75 

$32.36 

$10.00 

$14.30 

$0.00 


$56.66 


6 

80 

$34.51 

$10.00 

$14.30 

$0.00 


$58.81 


7 

85 

$36.67 

$10.00 

$14.30 

$0.00 


$60.97 


8 

90 

$38.83 

$10.00 

$14.30 

$0.00 


$63.13 


|Notes: 









Apprentice to Journeyworker Ratio: 1:6 

-- _ 

-- 

' --- 



-- ‘ 


HVAC (DUCTWORK) 


02/01/2015 

$43.28 

$10,20 

$20.54 

$2.22 


$76.24 

SHEETMETAL WORKERSLOCAL 17-A 










08/01/2015 

$44.28 

$10.20 

$20.54 

$2.22 


$77.24 



02/01/2016 

$45.28 

$10.20 

$20.54 

$2.22 


$78.24 



08/01/2016 

$46.43 

$10.20 

$20.54 

$2.22 


$79.39 



02/01/2017 

$47.53 

$10.20 

$20.54 

$2.22 


$80.49 



08/01/2017 

$48.63 

$10.20 

$20.54 

$2.22 


$81.59 



02/01/2018 

$49.78 

$10.20 

$20.54 

$2.22 


$82.74 

For apprentice rates see ” 

Apprentice- SHEET METAL WORKER" 








IIVAC (ELECTRICAL CONl'ROLS) 

03/01/2015 

$45.17 

$13.00 

$15.40 

$0.00 


$73.57 

ELECTRICIANS LOCAL 103 











09/01/2015 

$46.13 

$13.00 

$15.43 

$0.00 


$74.56 



03/01/2016 

$47.08 

$13.00 

$15.46 

$0.00 


$75.54 


For apprentice rates see "Apprentice- ELECTRICIAN" 


Issue Date: 05/08/2015 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


HVAC (TESTING AND BAI.ANCING - AIR) 

02/01/2015 

$43.28 

$10.20 

$20.54 

$2.22 

$76.24 

SHEEJMETAL WORKERS LOCAL 17-A 

08/01/2015 

$44.28 

$10.20 

$20.54 

$2.22 

$77.24 


02/01/2016 

$45.28 

$10.20 

$20.54 

$2.22 

$78.24 


08/01/2016 

$46.43 

$10.20 

$20.54 

$2.22 

$79.39 


02/01/2017 

$47.53 

$10.20 

$20.54 

$2.22 

$80.49 


08/01/2017 

$48.63 

$10.20 

$20.54 

$2.22 

$81.59 


02/01/2018 

$49.78 

$10.20 

$20.54 

$2.22 

$82.74 

For apprentice rates see "Apprentice- SHEET METAL WORKER" 







HVAC (TESTING AND BALANCING -WATER) 

03/01/2015 

$48.69 

$9.70 

$16.89 

$0.00 

$75.28 

PIPEFFITERS LOCAL 537 

09/01/2015 

$49.69 

$9.70 

$16.89 

$0.00 

$76.28 


03/01/2016 

$50.69 

$9.70 

$16.89 

$0.00 

$77.28 


09/01/2016 

$51.69 

$9.70 

$16.89 

$0.00 

$78.28 


03/01/2017 

$52.69 

$9.70 

$16.89 

$0.00 

$79.28 

For apprentice rates see "Apprentice- PIPEFITTER" or "PLUMBERyPIPEFITrER" 







HVAC MECHANIC 

03/01/2015 

$48.69 

$9.70 

$16.89 

$0.00 

$75.28 

PIPEFITTERS LOCAL 537 

09/01/2015 

$49.69 

$9.70 

$16,89 

$0.00 

$76.28 


03/01/2016 

$50.69 

$9.70 

$16.89 

$0.00 

$77.28 


09/01/2016 

$51.69 

$9.70 

$16,89 

$0.00 

$78.28 


03/01/2017 

$52.69 

$9.70 

$16.89 

$0.00 

$79.28 

For apprentice rates see "Apprentice- PIPEFITTER" or "PLUMBER/PIPEFll itR" 







HYDRAUJHC DIHLLS 

12/01/2014 

$35.35 

$7.30 

$12.95 

$0.00 

$55.60 

UBORERS - ZONE I 

06/01/2015 

$36.10 

$7.30 

$12.95 

$0.00 

$56.35 


12/01/2015 

$36.85 

$7.30 

$12.95 

$0.00 

$57.10 


06/01/2016 

$37.60 

$7.30 

$12.95 

$0.00 

$57.85 


12/01/2016 

$38.60 

$7.30 

$12.95 

$0.00 

$58.85 

For apprentice rates see "Apprentice- LABORER" 







INSULATOR (PIPES & TANKS) 

HEAT&FROST INSULATORS LOCAL 6 (BOSTON) 

09/01/2014 

$43.31 

$11.25 

$12.60 

$0.00 

$67.16 


Apprentice - ASBESTOS INSULATOR (Pipes & Tanks) - Local 6 Boston 




Effective Date - 09/01/2014 

Step percent 

Apprentice Base Wage Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 50 

$21.66 $11.25 

$9.35 

$0.00 

$42.26 

2 60 

$25.99 $11.25 

$10.00 

$0.00 

$47.24 

3 70 

$30.32 $11.25 

$10.65 

$0.00 

$52.22 

4 80 

$34.65 $11.25 

$11.30 

$0.00 

$57.20 


-r-r-r-. -V 



i 

( Steps are 1 year 




1 

i 

i 

Apprentice to Journeyworkcr Ratio:I;4 

H ....... — 

-- ... -- 

---w. 


TRONWORKER/WELDER 

IRONWORKERS LOCAL 7 (BOSTONAREA) 

03/16/2015 $42.11 

$7.70 

$20.25 

$0.00 $70.06 


Issue Date: 05/08/2015 
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Classification 


Effective Dale Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - IRONWORKER - Local 7 Boston 


Effective Date - 03/16/2015 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

1 

60 

$25.27 

$7.70 

$20.25 

$0.00 

2 

70 

$29.48 

$7.70 

$20.25 

$0.00 

3 

75 

$31.58 

$7.70 

$20.25 

$0.00 

4 

80 

$33.69 

$7.70 

$20.25 

$0.00 

5 

85 

$35.79 

$7.70 

$20.25 

$0.00 

6 

90 

$37.90 

$7.70 

$20.25 

$0.00 


Total Rate 
$53.22 
$57.43 
$59.53 
$61.64 
$63.74 
$65.85 


jNotes: 

** Structural 1;6; Ornamental 1:4 


Apprentice to Journeyworker Ratio:** 







JACKHAMMER & PAVING BREAKER OPERATOR 

12/01/2014 

$34.85 

$7.30 

$12.95 

$0.00 

$55.10 

LABORERS-ZONE 1 

06/01/2015 

$35.60 

$7.30 

$12.95 

$0.00 

$55.85 


12/01/2015 

$36.35 

$7.30 

$12.95 

$0.00 

$56.60 


06/01/2016 

$37.10 

$7.30 

$12,95 

$0.00 

$57.35 


12/01/2016 

$38.10 

$7.30 

$12.95 

$0.00 

$58.35 

For apprentice rates sec "Apprentice- LABORER" 







LABORER 

12/01/2014 

$34.60 

$7.30 

$12.95 

$0.00 

$54.85 

LABORERS - ZONE 1 

06/01/2015 

$35.35 

$7.30 

$12.95 

$0.00 

$55.60 


12/01/2015 

$36.10 

$7.30 

$12.95 

$0.00 

$56.35 


06/01/2016 

$36.85 

$7.30 

$12.95 

$0.00 

$57.10 


12/01/2016 

$37.85 

$7.30 

$12.95 

$0.00 

$58.10 


Apprentice - LABORER - Zone 1 

Effective Date - 12/01/2014 

Step percent Apf^entice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

60 

$20.76 

$7.30 

$12.95 

$0.00 

$41.01 

2 

70 

$24.22 

$7.30 

$12.95 

$0.00 

$44.47 

3 

80 

$27.68 

$7.30 

$12.95 

$0.00 

$47.93 

4 

90 

$31.14 

$7.30 

$12.95 

$0.00 

$51.39 

Effective Date - 

Step percent 

06/01/2015 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

60 

$21.21 

$7.30 

$12.95 

$0.00 

$41.46 

2 

70 

$24.75 

$7.30 

$12.95 

$0.00 

$45.00 

3 

80 

$28.28 

$7.30 

$12.95 

$0.00 

$48.53 

4 

90 

$31.82 

$7.30 

$12.95 

$0.00 

$52.07 


Notes: 


Apprentice to Journeyworker Ratio:l;5 
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ClassificatioD 

Effective Dale 

Base Wage 

Health 

Pension 

Supplemental 

Unerapiovmcnt 

Total Rate 

LABORER: CARPENTER TENDER 

12/01/2014 

$34.60 

$7.30 

$12.95 

$0.00 

$54.85 

UBORERS - ZONE I 

06/01/2015 

$35.35 

$7.30 

$12,95 

$0.00 

$55.60 


12/01/2015 

$36.10 

$7.30 

$12.95 

$0.00 

$56.35 


06/01/2016 

$36.85 

$7.30 

$12.95 

$0.00 

$57.10 


12/01/2016 

$37.85 

$7.30 

$12.95 

$0.00 

$58.10 

For apprentice rates see "Apprentice- LABORER" 







LABORER: CEMENT FINISTIER TENDER 

12/01/2014 

$34.60 

$7.30 

$12,95 

$0.00 

$54.85 

LABORERS - ZONE] 

06/01/2015 

$35.35 

$7.30 

$12.95 

$0.00 

$55.60 


12/01/2015 

$36.10 

$7.30 

$12.95 

$0.00 

$56.35 


06/01/2016 

$36.85 

$7.30 

$12.95 

$0.00 

$57.10 


12/01/2016 

$37.85 

$7.30 

$12.95 

$0.00 

$58.10 

For apprentice rates see "Apprentice- LABORER" 







LABORER: HAZARDOUS WASTE/ASBESTOS REMOVER 

12/01/2014 

$34.75 

$7.30 

$12.95 

$0.00 

$55.00 

LABORERS - ZONE I 

06/01/2015 

$35.50 

$7.30 

$12.95 

$0.00 

$55.75 


12/01/2015 

$36.25 

$7.30 

$12.95 

$0.00 

$56.50 

For apprentice rates see "Apprentice- LABORER" 







LABORER: MASON TENDER 

12/01/2014 

$34.85 

$7.30 

$12.95 

$0.00 

$55.10 

UBORERS - ZONE 1 

06/01/2015 

$35.60 

$7.30 

$12.95 

$0.00 

$55.85 


12/01/2015 

$36.35 

$7.30 

$12,95 

$0.00 

$56,60 


06/01/2016 

$37.10 

$7.30 

$12.95 

$0.00 

$57.35 


12/01/2016 

$38.10 

$7.30 

$12.95 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 







LABORER; MUI.TI-TRADE TENDER 

12/01/2014 

$34.60 

$7.30 

$12.95 

$0.00 

$54.85 

LABORERS-ZONE I 

06/01/2015 

$35.35 

$7.30 

$12.95 

$0.00 

$55.60 


12/01/2015 

$36.10 

$7.30 

$12.95 

$0.00 

$56.35 


06/01/2016 

$36.85 

$7.30 

$12.95 

$0.00 

$57.10 


12/01/2016 

$37.85 

$7.30 

$12.95 

$0.00 

$58.10 

For apprentice rates see "Apprentice- LABORER" 







LABORER: TREE REMOVER 

12/01/2014 

$34.60 

$7.30 

$12.95 

$0.00 

$54.85 

LABORERS - ZONE 1 

06/01/2015 

$35.35 

$7.30 

$12,95 

$0.00 

$55.60 


12/01/2015 

$36.10 

$7.30 

$12.95 

$0.00 

$56.35 


06/01/2016 

$36.85 

$7.30 

$12.95 

$0.00 

$57.10 


12/01/2016 

$37.85 

$7.30 

$12.95 

$0.00 

$58.10 

This classification applies to all tree work associated with the removal of slauding trees, and trimming and removal of branches and limbs when the work is not done for 


a utiUty company for the purpose of operation, maintenance or repair of utility company equ^imeaL For apprentice rates see " 

Apprentice- LABORER" 



LASER BEAM OPERATOR 

12/01/2014 

$34.85 

$7.30 

$12.95 

$0.00 

$55.10 

LABORERS - ZONE 1 

06/01/2015 

$35.60 

$7.30 

$12.95 

$0.00 

$55.85 


12/01/2015 

$36.35 

$7.30 

$12.95 

$0.00 

$56.60 


06/01/2016 

$37.10 

$7.30 

$12.95 

$0.00 

$57.35 


12/01/2016 

$38.10 

$7.30 

$12.95 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 







MARBLE & TILE FINISHERS 

02/01/2015 

$37.37 

$10.18 

$17.18 

$0.00 

$64.73 

BRICKLA YERS LOCAL 3 - MARBLE & TILE 

08/01/2015 

$38.08 

$10.18 

$17.25 

$0.00 

$65.51 


02/01/2016 

$38.53 

$10.18 

$17.25 

$0.00 

$65.96 


08/01/2016 

$39.23 

$10.18 

$17.33 

$0.00 

$66.74 


02/01/2017 

$39.69 

$10.18 

$17.33 

$0.00 

$67.20 


Issue Date: 05/08/2015 


Wage Request Number: 20150508-004 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - MARBLE & TILE FINISHER - Local 3 Marble & Tile 
Effective Date - 02/01/2015 

Step percent Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

I 

50 

$18.69 

$10.18 

$17.18 

$0.00 

$46.05 

2 

60 

$22.42 

$10.18 

$17.18 

$0.00 

$49.78 

3 

70 

$26.16 

$10.18 

$17.18 

$0.00 

$53.52 

4 

80 

$29.90 

$10.18 

$17.18 

$0.00 

$57.26 

5 

90 

$33.63 

$10.18 

$17.18 

$0.00 

$60.99 

Effective Date - 

08/01/2015 



Supplemental 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$19.04 

$10.18 . 

$17.25 

$0.00 

$46.47 

2 

60 

$22.85 

$10.18 

$17.25 

$0.00 

$50.28 

3 

70 

$26.66 

$10.18 

$17.25 

$0.00 

$54.09 

4 

80 

$30.46 

$10.18 

$17.25 

$0.00 

$57.89 

5 

90 

$34.27 

$10.18 

$17.25 

$0.00 

$61.70 

..ss.k 


.. ... . ...-.—_ 


... 

. -..-w ........ 



INotes: 


I i 

Apprentice to Journeyworker Ratio:l:3 


MARBLE MASONS,TILELAYERS & TERRAZZO MECH 
BRICKLAYERS LOCAL S - MARBLE & TILE 

02/01/2015 

$49.00 

$10,18 

$18.50 

$0.00 

$77.68 

08/01/2015 

$49.90 

$10.18 

$18.57 

$0,00 

$78.65 


02/01/2016 

$50.47 

$10.18 

$18.57 

$0.00 

$79.22 


08/01/2016 

$51.37 

$10.18 

$18.65 

$0.00 

$80.20 


02/01/2017 

$51.94 

$10.18 

$18.65 

$0.00 

$80,77 


Issue Date: 05/08/2015 
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Classiilcation 


Effective Date Base Wage Hcaitb 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - MARBLE-TILE-TERRAZZO MECHANIC - Local 3 Marble & Tile 
Effective Date - 02/01/2015 

Step percent Apprentice Base Wage Heatth 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 50 

$24.50 

$10.18 

$18.50 

$0.00 

$53.18 


2 60 

$29.40 

$10.18 

$18.50 

$0.00 

$58.08 


3 70 

$34.30 

$10.18 

$18.50 

$0.00 

$62.98 


4 80 

$39.20 

$10.18 

$18.50 

$0.00 

$67.88 


5 90 

Effective Date - 08/01/2015 

$44.10 

$10.18 

$18.50 

$0.00 

Supplemental 

$72.78 


Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 50 

$24.95 

$10.18 

$18.57 

$0.00 

$53.70 


2 60 

$29.94 

$10.18 

$18.57 

$0.00 

$58.69 


3 70 

$34.93 

$10.18 

$18.57 

$0.00 

$63.68 


o 

CO 

$39.92 

$10.18 

$18.57 

$0.00 

$68.67 


5 90 

$44.91 

$10.18 

$18.57 

$0,00 

$73.66 


Notes: 

--- - - 

* 



1 







. 1 


Apprentice to Journeyworker Ratio: 1:5 

MECH. SWEEPER OPERATOR (ON CONST. SITES) 

12/01/2014 

$41.99 

$10.00 

$14.30 

$0,00 

$66.29 

OPERATING ENGINEERS LOCAL 4 . ... _ 


06/01/2015 

$42.73 

$10.00 

$14.30 

$0,00 

$67.03 


12/01/2015 

$43.97 

$10,00 

$14.30 

$0.00 

$68.27 


06/01/2016 

$44.72 

$10.00 

$14.30 

$0.00 

$69.02 


12/01/2016 

$45.95 

$10.00 

$14.30 

$0.00 

$70.25 


06/01/2017 

$46.94 

$10.00 

$14.30 

$0.00 

$71.24 


12/01/2017 

$47.93 

$10.00 

$14.30 

$0.00 

$72.23 

For apprentice rales see "Apprentice- OPERATING ENGINEERS" 

MECHANICS MAINTENANCE 

12/01/2014 

$41.99 

$10.00 

$14.30 

$0.00 

$66.29 

OPERA TING ENGINEERS LOCAL 4 . 


06/01/2015 

$42.73 

$10.00 

$14.30 

$0.00 

$67.03 


12/01/2015 

$43.97 

$10,00 

$14.30 

$0.00 

$68.27 


06/01/2016 

$44.72 

$10.00 

$14.30 

$0.00 

$69.02 


12/01/2016 

$45.95 

$10.00 

$14.30 

$0.00 

$70.25 


06/01/2017 

$46.94 

$10.00 

$14.30 

$0.00 

$71.24 


12/01/2017 

$47.93 

$10.00 

$14.30 

$0.00 

$72.23 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

MILLWRIGHT (Zone 1) 

04/01/2015 

$37.64 

$9.80 

$16.21 

$0.00 

$63.65 


MLLWRJGim LOCAL 1121 ■ Zone 1 


Issue Date: 05/08/2015 


Wage Request Number: 20150508-004 


Page 19 of 38 







Classification 


Effedive Date Base Wage Health 


Pension 


Supplemental 

Unemplo^Tnent 


Total Rate 


Apprentice - MLLWRIGHT- Local 1121 Zone 1 
Effective Date - 04/01/2015 


Supplemental 


Step percent 

Apprentice Base Wage Health 

Petision, 

Unemployment 

Total Rate 


1 55 

$20.70 

$9.80 

$4.48 

$0.00 


$34.98 


2 65 

$24.47 

$9.80 

$13.36 

$0.00 


$47.63 


3 75 

$28.23 

$9.80 

$14.18 

$0.00 


$52.21 


4 85 

$31.99 

$9.80 

$14.99 

$0.00 


$56.78 


Notes: 






\ 

1 


Steps are 2,000 hours 






1 


Apprentice to Journeyworker Ratio:l:5 








MORTAR MIXER 

12/01/2014 

$34.85 

$7.30 

$12.95 

$0.00 


$55.10 

lj\)iOIi£RS ■ ZONE 1 

06/01/2015 

$35.60 

$7.30 

$12.95 

$0.00 


$55.85 


12/01/2015 

$36.35 

$7.30 

$12.95 

$0.00 


$56.60 


06/01/2016 

$37.10 

$7.30 

$12.95 

$0.00 


$57.35 


12/01/2016 

$38.10 

$7.30 

$12.95 

$0.00 


$58.35 

For apprentice rales see "Apprentice- I„ABORER" 








OILER (OTHER THAN TRUCK CRANES,GRADALLS) 

12/01/2014 

$21.90 

$10.00 

$14.30 

$0.00 


$46.20 

OPERATING ENGINEERS LOCAL 4 

06/01/2015 

$22.28 

$10.00 

$14.30 

$0.00 


$46.58 


12/01/2015 

$22.93 

$10.00 

$14.30 

$0,00 


$47.23 


06/01/2016 

$23.32 

$10.00 

$14.30 

$0.00 


$47.62 


12/01/2016 

$23.97 

$10.00 

$14.30 

$0.00 


$48.27 


06/01/2017 

$24.48 

$10.00 

$14.30 

$0.00 


$48.78 


12/01/2017 

$25.00 

$10.00 

$14.30 

$0.00 


$49.30 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 








OILER ('IRUCK CRANES, GRADALLS) 

12/01/2014 

$25.54 

$10.00 

$14.30 

$0.00 


$49.84 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$25.99 

$10.00 

$14.30 

$0.00 


$50.29 


12/01/2015 

$26.74 

$10.00 

$14.30 

$0.00 


$51.04 


06/01/2016 

$27.20 

$10.00 

$14.30 

$0.00 


$51.50 


12/01/2016 

$27.95 

$10.00 

$14.30 

$0.00 


$52.25 


06/01/2017 

$28.55 

$10.00 

$14.30 

$0.00 


$52.85 


12/01/2017 

$29.16 

$10.00 

$14.30 

$0.00 


$53.46 

For apprentice rates see "Apprentice- OPEitATING ENGINEERS" 








OTHER POWER DRIVEN EQUIPMENT - CLASS H 

12/01/2014 

$41.99 

$10.00 

$14.30 

$0.00 


$66.29 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$42.73 

$10.00 

$14.30 

$0.00 


$67.03 


12/01/2015 

$43.97 

$10.00 

$14.30 

$0.00 


$68.27 


06/01/2016 

$44.72 

$10.00 

$14.30 

$0.00 


$69.02 


12/01/2016 

$45.95 

$10.00 

$14.30 

$0.00 


$70.25 


06/01/2017 

$46.94 

$10.00 

$14.30 

$0.00 


$71.24 


12/01/2017 

$47.93 

$10.00 

$14.30 

$0.00 


$72.23 


For apprentice rates see "Apprentice- OPERATING ENGINEERS" 
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Ciassitlcation Eflective Date Base Wage Health Pension Supplemental Total Rate 

_ UncmploymeDt _ 


PAINTER (BRIDGES/TANKS) 

01/01/2015 

$47.66 

$7.85 

$16.10 

$0.00 

$71.61 

PAINTERS LOCAL 55 - ZONE 2 

07/01/2015 

$48.56 

$7.85 

$16.10 

$0.00 

$72.51 


01/01/2016 

$49.51 

$7.85 

$16.10 

$0.00 

$73.46 


07/01/2016 

$50.46 

$7.85 

$16.10 

$0.00 

$74.41 


01/01/2017 

$51.41 

$7.85 

$16.10 

$0.00 

$75.36 


Apprentice- PAINTER Local 35 - BRLDGESTTANKS 







Effective Date - 01/01/2015 




Supplemental 




Step 

percent 

Apprentice Base Wage 

Health 

Pension 

UDcmplpyment 

Total Rate 


1 

50 

$23.83 

$7.85 

$0.00 

$0,00 


$31.68 


2 

55 

$26.21 

$7.85 

$3.66 

$0.00 


$37.72 


3 

60 

$28.60 

$7.85 

$3.99 

$0.00 


$40.44 


4 

65 

$30.98 

$7.85 

$4.32 

$0.00 


$43.15 


5 

70 

$33.36 

$7.85 

$14.11 

$0,00 


$55.32 


6 

75 

$35.75 

$7.85 

$14.44 

$0,00 


$58.04 


7 

80 

$38.13 

$7.85 

$14.77 

$0.00 


$60.75 


8 

90 

$42.89 

$7.85 

$15,44 

$0.00 


$66.18 


Effective Date - 07/01/2015 




Supplemeotai 




Step , 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemplo>TOent 

Total Rale 


1 

50 

$24.28 

$7.85 

$0.00 

$0.00 


$32.13 


2 

55 

$26.71 

$7.85 

$3.66 

$0,00 


$38.22 


3 

60 

$29.14 

$7.85 

$3.99 

$0.00 


$40.98 


4 

65 

$31.56 

$7.85 

$4.32 

$0.00 


$43,73 


5 

70 

$33.99 

$7.85 

$14.11 

$0.00 


$55.95 


6 

75 

$36.42 

$7.85 

$14.44 

$0.00 


$58.71 


7 

80 

$38.85 

$7.85 

$14.77 

$0.00 


$61.47 


8 

90 

$43.70 

$7.85 

$15.44 

$0.00 


$66.99 


iNotes: 

. —X- 

^ w - 


— --- 

^ -. 


\ 



Steps are 750 hrs, 








Apprentice to Journeyworker Ratio:l:l 

--- -- 




.. 



PAINTER (SPRAY OR SANDBLAST, NEW) * 

01/01/2015 

$38.56 

$7.85 

$16.10 

$0.00 


$62.51 

* If 30% or more of surfaces to be painted are new construction, 

. x.,1. .. 07/01/2015 

NEW pamt rate shall be M%td.PAiNTERS local 35 - zone 2 

$39.46 

$7.85 

$16.10 

$0.00 


$63.41 



01/01/2016 

$40.41 

$7.85 

$16.10 

$0,00 


$64.36 



07/01/2016 

$41.36 

$7.85 

$16.10 

$0.00 


$65.31 



01/01/2017 

$42.31 

$7.85 

$16.10 

$0.00 


$66.26 
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Ciassificatioja 


Efiective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - PAINTER Local 35 Zone 2 - Spray/Saru&lasi - New 


Effective Date - 

Step percent 

01/01/2015 

Apprentice Base Wage 

Healtii 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$19.28 

$7.85 

$0.00 

$0.00 

$27.13 

2 

55 


$21.21 

$7.85 

$3.66 

$0.00 

$32.72 

3 

60 


$23.14 

$7.85 

$3.99 

$0.00 

$34.98 

4 

65 


$25.06 

$7.85 

$4.32 

$0.00 

$37.23 

5 

70 


$26.99 

$7.85 

$14.11 

$0.00 

$48.95 

6 

75 


$28.92 

$7.85 

$14.44 

$0.00 

$51.21 

7 

80 


$30.85 

$7.85 

$14.77 

$0.00 

$53.47 

8 

90 


$34.70 

$7.85 

$15.44 

$0.00 

$57.99 

Effective Date - 

Step percent 

07/01/2015 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

I 

50 


$19.73 

$7.85 

$0.00 

$0.00 

$27.58 

2 

55 


$21.70 

$7.85 

$3.66 

$0.00 

$33.21 

3 

60 


$23.68 

$7.85 

$3.99 

$0.00 

$35.52 

4 

65 


$25.65 

$7.85 

$4.32 

$0.00 

$37.82 

5 

70 


$27.62 

$7.85 

$14.11 

$0.00 

$49.58 

6 

75 


$29.60 

$7.85 

$14.44 

$0.00 

$51.89 

7 

80 


$31.57 

$7.85 

$14.77 

$0.00 

$54.19 

8 

90 


$35.51 

$7.85 

$15.44 

$0.00 

$58.80 


iNotes: 

Steps are 750 hrs. 

Apprentice to Journeyworker Ratio: l:I 
PAINTER (SPRAY OR SANDBLAST, REPAIK'r) 

PAINTERS LOCAL 35 ■ ZONE 2 


01/01/2015 

$36.62 

$7.85 

$16.10 

$0.00 

$60.57 

07/01/2015 

$37.52 

$7.85 

$16.10 

$0.00 

$61.47 

01/01/2016 

$38.47 

$7.85 

$16.10 

$0.00 

$62.42 

07/01/2016 

$39.42 

$7.85 

$16.10 

$0.00 

$63.37 

01/01/2017 

$40.37 

$7.85 

$16.10 

$0.00 

$64.32 
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Classification 


Eflective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - PAINTER Local 35 Zone 2 - Spray/Sandblast - Repaint 


Effective Date - 01/01/2015 

Step percent 

Apprentice Base W^e 

Healtii 

Pension 

Supplemental 

Unemployment 

Total Rate 


I 

50 

$18.31 

$7.85 

$0.00 

$0,00 


$26.16 


2 

55 

$20.14 

$7.85 

$3.66 

$0.00 


$31.65 


3 

60 

$21.97 

$7.85 

$3.99 

$0.00 


$33.81 


4 

65 

$23.80 

$7.85 

$4.32 

$0.00 


$35.97 


5 

70 

$25.63 

$7.85 

$14.11 

$0.00 


$47.59 


6 

75 

$27.47 

$7.85 

$14.44 

$0.00 


$49.76 


7 

80 

$29.30 

$7.85 

$14.77 

$0.00 


$51.92 


8 

90 

$32.96 

$7.85 

$15.44 

$0.00 


$56.25 


Effective Date - 07/01/2015 




Supplemental 




Step 

percent 

Apprentice Base Wage 

Healtii 

Pension 

Unemployment 

Total Rate 


1 

50 

$18.76 

$7.85 

$0.00 

$0.00 


$26.61 


2 

55 

$20.64 

$7.85 

$3.66 

$0.00 


$32.15 


3 

60 

$22.51 

$7.85 

$3.99 

$0.00 


$34.35 


4 

65 

$24.39 

$7.85 

$4.32 

$0.00 


$36.56 


5 

70 

$26.26 

$7.85 

$14.11 

$0.00 


$48.22 


6 

75 

$28.14 

$7.85 

$14.44 

$0.00 


$50.43 


7 

80 

$30.02 

$7.85 

$14.77 

$0.00 


$52.64 


8 

90 

$33.77 

$7.85 

$15.44 

$0.00 


$57.06 


'Notes: 

■' ... ... 



__ — —... 

.- - . 

-.. • 



f 

Steps are 750 hrs, 






i 


Apprentice to Journcyworker Ratio:I:l 

• 

' ■ ■ • --- 



.. ■" 



PAINTER (TRAfFIC MARKINGS) 

12/01/2014 

$34.60 

$7.30 

$12.95 

$0.00 


$54.85 

lABORERS-ZONEl 











06/01/2015 

$35.35 

$7.30 

$12.95 

$0.00 


$55.60 



12/01/2015 

$36.10 

$7.30 

$12.95 

$0.00 


$56.35 



06/01/2016 

$36.85 

$7.30 

$12.95 

$0.00 


$57.10 



12/01/2016 

$37.85 

$7.30 

$12.95 

$0.00 


$58.10 

For Apprentice rates see 

"Apprentice- LABORER" 








PAINTER / TAPER (BRUSH, NEW) * 

OyOl/2015 

$37.16 

$7.85 

$16.10 

$0.00 


$61.11 

* If 30% or more of surfaces to be nainted are new construction 










’ 07/01/2015 

$38.06 

$7.85 

$16.10 

$0.00 


$62 01 

NEW pamtrate shall be \ise.±PAiNTERSLOCAL35-ZONE2 










01/01/2016 

$39.01 

$7.85 

$16.10 

$0.00 


$62.96 



07/01/2016 

$39.96 

$7.85 

$16.10 

$0.00 


$63.91 



01/01/2017 

$40.91 

$7.85 

$16.10 

$0.00 


$64.86 
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Classification 


Efleclivc Date Bast Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - PAINTER - Local 35 Zone 2 - BRUSH NEW 


Effective Date - 

Step percent 

01/01/2015 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Uaemploymenl 

Total Rate 

1 

50 


$18.58 

$7.85 

$0.00 

$0.00 

$26.43 

2 

55 


$20.44 

$7.85 

$3.66 

$0.00 

$31.95 

3 

60 


$22.30 

$7.85 

$3.99 

$0.00 

$34.14 

4 

65 


$24.15 

$7.85 

$4.32 

$0,00 

$36.32 

5 

70 


$26.01 

$7.85 

$14.11 

$0.00 

$47.97 

6 

75 


$27.87 

$7.85 

$14.44 

$0.00 

$50.16 

7 

80 


$29.73 

$7.85 

$14.77 

$0.00 

$52.35 

8 

90 


$33.44 

$7.85 

$15.44 

$0.00 

$56.73 

Effective Date - 

Step percent 

07/01/2015 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$19.03 

$7.85 

$0.00 

$0.00 

$26.88 

2 

55 


$20.93 

$7.85 

$3.66 

$0,00 

$32.44 

3 

60 


$22.84 

$7.85 

$3,99 

$0,00 

$34.68 

4 

65 


$24.74 

$7.85 

$4.32 

$0.00 

$36.91 

5 

70 


$26.64 

$7.85 

$14.11 

$0.00 

$48.60 

6 

75 


$28.55 

$7.85 

$14,44 

so.oo 

$50.84 

7 

80 


$30.45 

$7.85 

$14.77 

$0.00 

$53.07 

8 

90 


$34.25 

$7.85 

$15.44 

$0.00 

$57.54 


|:Notes: 

j Steps are 750 hrs. 

Apprentice to Journeyworker Ratio:!:! 

PAINTER / TAPER (BRUSH, REPAINT) 

PAlNTEIiS LOCAL 35 ■ ZONE 2 


01/01/2015 

$35.22 

$7.85 

$16.10 

$0.00 

$59.17 

07/01/2015 

$36.12 

$7.85 

$16.10 

$0.00 

$60.07 

01/01/2016 

$37.07 

$7.85 

$16.10 

$0.00 

$61.02 

07/01/2016 

$38.02 

$7.85 

$16.10 

$0.00 

$61.97 

01/01/2017 

$38.97 

S7.85 

$16.10 

$0.00 

$62.92 
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Classification 


Effective Date Base Wage Health 


Pension 


Suppicmental 

Unemployment 


Total Rate 


Apprentice - PAINTER Local 55 Zone 2 - BRUSH REPAINT 


Effective Date - 

Step percent 

01/01/2015 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$17.61 

$7.85 

$0.00 

$0.00 

$25.46 

2 

55 


$19.37 

$7.85 

$3.66 

$0.00 

$30.88 

3 

60 


$21.13 

$7.85 

$3.99 

$0.00 

$32,97 

4 

65 


$22.89 

$7.85 

$4.32 

$0.00 

$35.06 

5 

70 


$24.65 

$7.85 

$14.11 

$0.00 

$46.61 

6 

75 


$26.42 

$7.85 

$14.44 

$0.00 

$48.71 

7 

80 


$28.18 

$7.85 

$14,77 

$0.00 

$50.80 

8 

90 


$31.70 

$7.85 

$15.44 

$0.00 

$54.99 

Effective Date - 

Step percent 

07/01/2015 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$18.06 

$7.85 

$0.00 

$0.00 

$25,91 

2 

55 


$19.87 

$7.85 

$3.66 

$0,00 

$31.38 

3 

60 


$21.67 

$7.85 

$3.99 

$0,00 

$33.51 

4 

65 


$23.48 

$7.85 

$4.32 

$0,00 

$35.65 

5 

70 


$25.28 

$7.85 

$14.11 

$0.00 

$47.24 

6 

75 


$27.09 

$7.85 

$14.44 

$0.00 

$49.38 

7 

80 


$28.90 

$7.85 

$14.77 

$0.00 

$51.52 

S 

90 


$32.51 

$7.85 

$15.44 

$0.00 

$55.80 


Notes; 

^ Steps are 750 hrs. 


Apprentice to Journeyworker Ratio:l:l 


PANEL & PICKUP TRUCKS DRIVER 

12/01/2014 

$32.23 

$9.91 

$9.33 

$0.00 

$51.47 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

06/01/2015 

$32.58 

$9.91 

$9.33 

$0.00 

$51.82 


08/01/2015 

$32.58 

$10.41 

$9.33 

$0,00 

$52.32 


12/01/2015 

$32.58 

$10.41 

$10.08 

$0.00 

$53.07 


06/01/2016 

$33.08 

$10.41 

$10.08 

$0.00 

$53.57 


08/01/2016 

$33.08 

$10.91 

$10.08 

$0.00 

$54.07 


12/01/2016 

$33.08 

$10.91 

$10.89 

$0.00 

$54.88 

PIER AND DOCK CONSTRUCTOR (UNDERPINNING AND 

08/01/2014 

$41.60 

$9.80 

$18.17 

$0.00 

$69.57 

DECK) 

FILE DRIVER LOCAL 56 (ZONE 1) 

08/01/2015 

$43.10 

$9.80 

$18.17 

$0.00 

$71.07 

Pn.E DRIVER 

08/01/2014 

$41.60 

$9.80 

$18.17 

$0.00 

$69.57 

PILE DRIVER LOCAL 56 (ZONE I) 

08/01/2015 

$43.10 

$9.80 

$18.17 

$0.00 

$71.07 
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Classification 


Eflective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - PILE DRTl^R - Local 56 Zone 1 


Effective Date - 

08/01/2014 




SupplementaJ 




Step 

percent 


Apprentice Base Wage 

Health 

Pension 

Unemployment 

Totol Rate 


1 

50 


$20.80 

$9.80 

$18.17 

$0.00 


$48.77 


2 

60 


$24.96 

$9.80 

$18.17 

$0.00 


$52.93 


3 

70 


$29.12 

$9.80 

$18.17 

$0.00 


$57.09 


4 

75 


$31.20 

$9.80 

$18.17 

$0.00 


$59.17 


5 

80 


$33.28 

$9.80 

$18.17 

$0.00 


$61.25 


6 

80 


$33.28 

$9.80 

$18.17 

$0.00 


$61.25 


7 

90 


$37.44 

$9.80 

$18.17 

$0.00 


$65.41 


8 

90 


$37.44 

$9.80 

$18.17 

$0.00 


$65.41 


Effective Date - 

08/01/2015 




Supplemental 




Step 

percent 


Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 

50 


$21.55 

$9.80 

$18.17 

$0.00 


$49.52 


2 

60 


$25.86 

$9.80 

$18.17 

$0.00 


$53.83 


3 

70 


$30.17 

$9.80 

$18.17 

$0.00 


$58.14 


4 

15 


$32.33 

$9.80 

$18.17 

$0.00 


$60.30 


5 

80 


$34.48 

$9.80 

$18,17 

$0.00 


$62.45 


6 

80 


$34.48 

$9.80 

$18,17 

$0.00 


$62.45 


7 

90 


$38.79 

$9.80 

$18.17 

$0.00 


$66.76 


8 

90 


$38.79 

$9.80 

$18.17 

$0.00 


$66.76 


‘Notes: 








1 


Apprentice to Journeyworkcr Ratio:l:3 

—. -^ ^ ^ ^ 


-- 

—. - -• 


i 


PIPEFITTER & STEAMFITTER 


03/01/2015 

$48.69 

$9.70 

$16.89 

$0.00 


$75.28 

PIPEFITTERS LOCAL 5i7 



09/01/2015 

$49.69 

$9.70 

$16.89 

$0.00 


$76.28 




03/01/2016 

$50.69 

$9.70 

$16.89 

$0.00 


$77.28 




09/01/2016 

$51.69 

$9.70 

$16.89 

$0.00 


$78.28 




03/01/2017 

$52.69 

$9.70 

$16.89 

$0.00 


$79.28 
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Ciassiflcation 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice- PIPEFITTER - Local 537 
Effective Date - 03/01/2015 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

40 

$19.48 

$9.70 

$7.50 

$0.00 

$36.68 

2 

45 

$21.91 

$9.70 

$16.89 

$0.00 

$48.50 

3 

60 

$29.21 

$9.70 

$16.89 

$0.00 

$55.80 

4 

70 

$34.08 

$9.70 

$16.89 

$0.00 

$60.67 

5 

80 

$38.95 

$9.70 

$16.89 

$0.00 

$65.54 

Effective Date - 09/01/2015 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

I 

40 

$19.88 

$9.70 

$7.50 

$0.00 

$37.08 

2 

45 

$22.36 

$9.70 

$16.89 

$0,00 

$48.95 

3 

60 

$29.81 

$9.70 

$16.89 

$0.00 

$56.40 

4 

70 

$34.78 

$9.70 

$16,89 

$0.00 

$61.37 

5 

80 

$39.75 

$9.70 

$16.89 

$0,00 

$66.34 


;Notes: 

** 1:3; 3:15; 1:10 thereafter / Steps are I yr. 

Refrig/AC Mechanic **l:l;l:2;2;4;3:6;4:8;5:10;6:12;7;14;8:17;9;20;10:23(Max) 
Apprentice to Journeyworker Ratio:** 


PlPELAYHl 

LABOB£ES - ZONE I 

For apprentice rates see "Apprentice- LABORER" 

12/01/2014 

06/01/2015 

12/01/2015 

06/01/2016 

12/01/2016 

$34.85 

$35.60 

$36.35 

$37.10 

$38.10 

$7.30 

$7.30 

$7.30 

$7.30 

$7.30 

$12.95 

$12.95 

$12.95 

$12.95 

$12.95 

$0.00 

$0.00 

$0.00 

$0.00 

$0.00 

$55,10 

$55.85 

$56.60 

$57.35 

$58.35 

PLUMBERS & GASHTTERS 

03/01/2015 

$50.21 

$10.32 

$14.89 

$0.00 

$75.42 

PLUMBERS6: GASFITTERSLOCAL 12 

09/01/2015 

$51.21 

$10.32 

$14.89 

$0.00 

$76.42 


03/01/2016 

. $52.36 

$10.32 

$14.89 

$0.00 

$77.57 


09/01/2016 

$53.41 

$10.32 

$14.89 

$0.00 

$78.62 


03/01/2017 

$54.41 

$10.32 

$14.89 

$0.00 

$79.62 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice- PLUMBER/GASFJ7TER-Local 12 

Effective Date - 03/01/2015 

Step percent Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

35 

$17.57 

$10.32 

$5.54 

$0.00 

$33.43 

2 

40 

$20.08 

$10.32 

$6.27 

$0.00 

$36.67 

3 

55 

$27.62 

$10.32 

$8.42 

$0.00 

$46.36 

4 

65 

$32.64 

$10.32 

$9.87 

$0.00 

$52.83 

5 

75 

$37.66 

$10.32 

$11.30 

$0.00 

$59.28 

Effective Date - 

Step percent 

09/01/2015 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

35 

$17.92 

$10.32 

$5.54 

$0.00 

$33.78 

2 

40 

$20.48 

$10.32 

$6.27 

$0.00 

$37.07 

3 

55 

$28.17 

$10.32 

$8.42 

$0.00 

$46.91 

4 

65 

$33.29 

$10.32 

$9.87 

$0.00 

$53.48 

5 

75 

$38.41 

$10.32 

$11.30 

$0.00 

$60.03 


Notes: 

1 ** 1:2; 2:6; 3:10; 4:14; 5:19/Stepsarc 1 yr 

•' Step4 with lic$56.05 Step5 with lic$62.48 

Apprentice to Joumeyworker Ratio:** 

—_ 

— — — 


— ....... . 

. . - . . .. 

1 

1 

PNEUMAnC CONTROLS (TEMP.) 

03/01/2015 

$48.69 

$9.70 

$16.89 

$0.00 

$75,28 

PIPEFITTERS LOCAL 537 ^ _ 


09/01/2015 

$49.69 

$9.70 

$16.89 

$0.00 

$76,28 


03/01/2016 

$50.69 

$9.70 

$16.89 

$0,00 

$77.28 


09/01/2016 

$51.69 

$9.70 

$16.89 

$0.00 

$78.28 


03/01/2017 

$52.69 

$9.70 

$16.89 

$0.00 

$79.28 

For apprentice rates see "Apprentice- PIPEFITTER" or "PLUMBEmPlPEFITTER" 

PNEUMAITC DRE.L/TOOL OPERATOR 

12/01/2014 

$34.85 

$7.30 

$12,95 

$0.00 

$55.10 

LABORERS ■ ZONE I 


06/01/2015 

$35.60 

$7.30 

$12.95 

$0.00 

$55.85 


12/01/2015 

$36.35 

$7.30 

$12.95 

$0.00 

$56.60 


06/01/2016 

$37.10 

$7.30 

$12.95 

$0.00 

$57.35 


12/01/2016 

$38.10 

$7.30 

$12.95 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 

POWDERMAN & BLASTER 

12/01/2014 

$35.60 

$7.30 

$12.95 

$0.00 

$55.85 

LABORERS ■ ZONE 1 


06/01/2015 

$36.35 

$7.30 

$12.95 

$0.00 

$56.60 


12/01/2015 

$37.10 

$7.30 

$12.95 

$0.00 

$57.35 


06/01/2016 

$37.85 

$7.30 

$12.95 

$0.00 

$58.10 


12/01/2016 

$38.85 

$7.30 

$12.95 

$0.00 

$59.10 


For apprentice rates see "Apprentice- LABORER" 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

SnppIcmcDtal 

Unemnlovmcnt 

Total Rate 

POWER SHOVEL/DERRICK/TRENCHING MACHINE 

12/01/2014 

$42.39 

$10.00 

$14.30 

$0.00 

$66.69 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$43.14 

$10.00 

$14.30 

$0.00 

$67.44 


12/01/2015 

$44.39 

$10.00 

$14.30 

$0.00 

$68.69 


06/01/2016 

$45.14 

$10.00 

$14.30 

$0.00 

$69.44 


12/01/2016 

$46.39 

$10.00 

$14.30 

$0.00 

$70.69 


06/01/2017 

$47.39 

$10.00 

$14.30 

$0.00 

$71.69 


12/01/2017 

$48.39 

$10.00 

$14.30 

$0.00 

$72.69 

For apprentice rates see "Apprentice- OPERATING ENGJNEEJtS" 







PUMP OPERATOR (CONCRETE) 

12/01/2014 

$42.39 

$10.00 

$14.30 

$0.00 

$66.69 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$43.14 

$10.00 

$14.30 

$0.00 

$67.44 


12/01/2015 

$44.39 

$10.00 

$14.30 

$0.00 

$68.69 


06/01/2016 

$45.14 

$10.00 

$14.30 

$0,00 

$69.44 


12/01/2016 

$46.39 

$10.00 

$14.30 

$0.00 

$70.69 


06/01/2017 

$47.39 

$10.00 

$14.30 

$0.00 

$71.69 


12/01/2017 

$48.39 

$10.00 

$14.30 

$0.00 

$72.69 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







PUMP OPERATOR (DEWATERING, OTHER) 

12/01/2014 

$29.40 

$10.00 

$14.30 

$0.00 

$53.70 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$29.92 

$10.00 

$14.30 

$0.00 

$54.22 


12/01/2015 

$30.79 

$10.00 

$14.30 

$0.00 

$55.09 


06/01/2016 

$31.31 

$10.00 

$14.30 

$0.00 

$55.61 


12/01/2016 

$32.18 

$10.00 

$14.30 

$0.00 

$56.48 


06/01/2017 

$32.87 

$10.00 

$14.30 

$0.00 

$57.17 


12/01/2017 

$33.56 

$10.00 

$14.30 

$0.00 

$57.86 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







READY MIX CONCRETE DRIVERS after 4/30/10 

05/01/2015 

$27.88 

$7.73 

$8.92 

$0.00 

$44.53 

(Drivers Hired After 4/30/2010) teamsters local 2 Sc 

07/01/2015 

$27.88 

$7.98 

$8.92 

$0.00 

$44.78 


05/01/2016 

$28.03 

$7.98 

$9.31 

$0.00 

$45.32 


07/01/2016 

$28.03 

$8.23 

$9.31 

$0.00 

$45.57 


05/01/2017 

$28.18 

$8.23 

$9.72 

$0.00 

$46.13 


07/01/2017 

$28.18 

$8.48 

$9.72 

$0.00 

$46.38 

READY-MTX CONCRETE DRIVER 

05/01/2015 

$29.18 

$7.73 

$8.92 

$0.00 

$45.83 

TEAMSTERS LOCAL 25c 

07/01/2015 

$29.18 

$7.98 

$8.92 

$0.00 

$46.08 


05/01/2016 

$29.33 

$7.98 

$9.31 

$0.00 

$46.62 


07/01/2016 

$29.33 

$8.23 

$9.31 

$0.00 

$46.87 


05/01/2017 

$29.48 

$8.23 

$9.72 

$0.00 

$47.43 


07/01/2017 

$29.48 

$8.48 

$9.72 

$0,00 

$47.68 

RECLAIMERS 

12/01/2014 

$41.99 

$10.00 

$14.30 

$0,00 

$66.29 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$42.73 

$10.00 

$14.30 

$0.00 

$67.03 


12/01/2015 

$43.97 

$10.00 

$14.30 

$0.00 

$68.27 


06/01/2016 

$44.72 

$10.00 

$14.30 

$0.00 

$69.02 


12/01/2016 

$45.95 

$10.00 

$14.30 

$0,00 

$70.25 


06/01/2017 

$46.94 

$10.00 

$14.30 

$0.00 

$71.24 


12/01/2017 

$47.93 

$10.00 

$14.30 

$0.00 

$72.23 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







RESIDENTIAL WOOD FRAME (All Other Work) 

04/01/2011 

$24.24 

$8.67 

$15.51 

$0.00 

$48.42 


CARJ^ENTERS -ZONE 2 (Resideniial Wood) 


Issue Date: 05/08/2015 
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Classification 


EBectivc Date Base Wage Health 


Peusion 


Supplemental 

Unemployment 


Total Rate 


RESIDENTIAL WOOD FRAME CARPENTER*'* 05/01/2011 $24.24 S6.34 $6.23 $0.00 $36.81 

** The Residential Wood Frame Carpenter classification aj^lies 
only to the construction of new, wood frame residences that do 
not exceed four stories including the hasementCARPENTERS-zONE 
2 (Residential Wood) 

As of 9/1/09 Carpentry work on wood-frame residential WEATHERIZAHON projects shaU be paid the RESIDENTIAL WOOD FRAME CARPENTER rate. 


Apprentice - CARPENTER (Residential Wood Frame) - Zone 2 

Effective Date - 05/01/2011 Supplemental 


Step 

percent 

Apprentice Base Wage Health 

Pension 

Unemployment 

Total Rate 


1 

60 

$14.54 

$6.34 

$0.00 

$0.00 


$20.88 


2 

60 

$14.54 

$6.34 

$6.23 

$0.00 


$27.11 


3 

65 

$15.76 

$6.34 

$6.23 

$0.00 


$28.33 


4 

70 

$16.97 

$6.34 

$6.23 

$0.00 


$29.54 


5 

75 

$18.18 

$6.34 

$6.23 

$0.00 


$30.75 


6 

80 

$19.39 

$6.34 

$6.23 

$0.00 


$31.96 


7 

85 

$20.60 

$6.34 

$6.23 

$0.00 


$33.17 


8 

90 

$21.82 

$6.34 

$6.23 

$0.00 


$34.39 


Notes: 







1 


Apprentice to Journcyworker*Rario:I:5 

-...- - 

“ —. 

-.— - 

—-.-.- 




RIDE-ON MOTORIZED BUGGY OPERATOR 

12/01/2014 

$34.85 

$7.30 

$12.95 

$0.00 


$55.10 

lABORERS ■ ZONE 1 


06/01/2015 

$35.60 

$7.30 

$12.95 

$0.00 


$55.85 



12/01/2015 

$36.35 

$7.30 

$12.95 

$0.00 


$56.60 



06/01/2016 

$37.10 

$7.30 

$12.95 

$0.00 


$57.35 



12/01/2016 

$38.10 

$7.30 

$12.95 

$0.00 


$58.35 

For apprentice rates see 

''Apprentice* LABORER" 








ROLLER/SPREADER/MULCHING MACHINE 

12/01/2014 

$41.99 

$10.00 

$14.30 

$0.00 


$66.29 

OPERATINCr ENGINEERS LOCAL 4 

06/01/2015 

$42.73 

$10.00 

$14.30 

$0.00 


$67.03 



12/01/2015 

$43.97 

$10.00 

$14.30 

$0.00 


$68.27 



06/01/2016 

$44.72 

$10.00 

$14.30 

$0.00 


$69.02 



12/01/2016 

$45.95 

$10.00 

$14.30 

$0.00 


$70.25 



06/01/2017 

$46.94 

$10.00 

$14.30 

$0.00 


$71.24 



12/01/2017 

$47.93 

$10.00 

$14.30 

$0.00 


$72.23 

For apprentice rates see 

"Apprentice- OPERAITNG ENGINEERS" 








ROOFER (Inc.Roofer Waterproofng &Roofer Damproofg) 

02/01/2015 

$40.11 

$10.50 

$11.60 

$0.00 


$62.21 

ROOFERS LOCAL 33 


08/01/2015 

$41.01 

$10.50 

$11.60 

$0.00 


$63.11 



02/01/2016 

$41.91 

$10.50 

$11.60 

$0.00 


$64.01 


Issue Date: 05/08/2015 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - ROOFER - Local 33 


Effective Date - 

Step percent 

02/01/2015 

Apprentice Base Wage 

Health 

Pension 

SuppiemcDtal 

Unemployment 

Total Rate 

1 

50 


$20.06 

$10.50 

$3.38 

$0.00 

$33.94 

2 

60 


$24.07 

$10.50 

$11.60 

$0.00 

$46.17 

3 

65 


$26.07 

$10.50 

$11.60 

$0.00 

$48.17 

4 

75 


$30.08 

$10.50 

$11.60 

$0.00 

$52.18 

5 

85 


$34.09 

$10.50 

$11.60 

$0.00 

$56.19 

Effective Date - 

08/01/2015 




Supplemental 


Step 

percent 


Apprentice Ba.se Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 


$20.51 

$10.50 

$3.38 

$0.00 

$34.39 

2 

60 


$24.61 

$10.50 

$11,60 

$0.00 

$46.71 

3 

65 


$26.66 

$10.50 

$11.60 

$0.00 

$48.76 

4 

75 


$30.76 

$10.50 

$11.60 

$0.00 

$52.86 

5 

85 


$34.86 

$10.50 

$11.60 

$0.00 

$56.96 


Notes: ** I;5, 2:6-10, the 1:10; Reroofmg; l:4,thenl:l 
Step 1 is 2000 hrs.; Steps 2-5 are 1000 hrs. 

Apprentice to JourneyworUcr Ratio: ** 

ROOFER SLATe7t1Le77r^ CONCRETE 

ROOFERS LOCAL 33 

For apprentice rates see "Apprentice- ROOFER" 


02/01/2015 S43.28 $10.20 $20.54 $2.22 $76.24 

08/01/2015 $44.28 $10.20 $20.54 $2.22 $77.24 

02/01/2016 $45.28 $10.20 $20.54 $2.22 $78.24 

08/01/2016 $46.43 $10.20 $20.54 $2.22 $79.39 

02/01/2017 $47.53 $10.20 $20.54 $2.22 $80.49 

08/01/2017 $48.63 $10.20 $20.54 $2.22 $81.59 

02/01/2018 $49.78 $10.20 $20.54 $2.22 $82.74 


SHEE7METAJ. WORKER 

SHEEUiETAL WORKERS LOCAL 17. A 


02/01/2015 

$40.36 

$10.50 

$11.60 

$0.00 

$62.46 

08/01/2015 

$41.26 

$10.50 

$11,60 

$0.00 

$63.36 

02/01/2016 

$42.16 

$10.50 

$11.60 

$0.00 

$64.26 
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Classification 


Effcdive Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice- SHEET METAL WORKER-Local 17-A 
Effective Date - 02/01/2015 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

40 

$17.31 

$10/20 

$4.58 

$0.00 

$32.09 

2 

40 

$17.31 

$10.20 

$4.58 

$0.00 

$32,09 

3 

45 

$19.48 

$10.20 

$9.09 

$1.16 

$39.93 

4 

45 

$19.48 

$10.20 

$9.09 

$1.16 

$39.93 

5 

50 

$21.64 

$10.20 

$9.91 

$1.25 

$43.00 

6 

50 

$21.64 

$10.20 

$10.16 

$1.26 

$43.26 

7 

60 

$25.97 

$10.20 

$11.55 

$1.43 

$49.15 

8 

65 

$28.13 

$10.20 

$12.38 

$1.52 

$52.23 

9 

75 

$32.46 

$10.20 

$14.02 

$1.70 

$58.38 

10 

85 

$36.79 

$10.20 

$15.16 

$1.86 

$64.01 

Effective Date - 08/01/2015 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 

$17.71 

$10.20 

$4.58 

$0.00 

$32.49 

2 

40 

$17.71 

$10.20 

$4.58 

$0.00 

$32.49 

3 

45 

$19.93 

$10.20 

$9.09 

$1.18 

$40.40 

4 

45 

$19.93 

$10.20 

$9.09 

$1.18 

$40.40 

5 

50 

$22.14 

$10.20 

$9.91 

$1.27 

$43.52 

6 

50 

$22.14 

$10.20 

$10.16 

$1.28 

$43,78 

7 

60 

$26.57 

$10.20 

$11.55 

$1.45 

$49.77 

8 

65 

$28.78 

$10.20 

$12.38 

$1.54 

$52.90 

9 

75 

$33.21 

$10.20 

$14.02 

$1.72 

$59.15 

10 

85 

$37.64 

$10.20 

$15.16 

$1.89 

$64.89 


‘Notes: 

= Steps are 6 mos. 

Apprentice to Journeyworker Rafio:l:4 


SIGN ERECTOR 
PAINTERS LOCAL 35 - ZONE 2 


06/01/2013 


$25.81 $7.07 $7.05 $0.00 


$39.93 
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Classification Effective Date Base Wage Health Pension Supplemental Total Rate 

Unemployment 


ApprenHce - SIGN ERECTOR - Local 35 Zone 2 


Effective Date - 06/01/2013 

Step percent 

Apprentice Base W^e 

Health 

Pension 

Suppiemenlal 

Unemployment 

Total Rate 

1 

50 

$12.91 

$7.07 

$0.00 

$0.00 

$19.98 

2 

55 

■ $14.20 

$7.07 

$2.45 

$0.00 

$23.72 

3 

60 

$15.49 

$7.07 

$2.45 

$0.00 

$25,01 

4 

65 

$16.78 

$7.07 

$2.45 

$0.00 

$26.30 

5 

70 

$18.07 

$7.07 

$7.05 

$0.00 

$32.19 

6 

75 

$19.36 

$7.07 

$7.05 

$0.00 

$33.48 

7 

80 

$20.65 

$7.07 

$7.05 

$0.00 

$34.77 

8 

85 

$21.94 

$7.07 

$7.05 

$0.00 

$36.06 

9 

90 

$23.23 

$7.07 

$7.05 

$0.00 

$37.35 


Notes: j 

Steps are 4 mos. ; 

j 

Apprentice to Journeyworkcr Ratio: 1:1 

12/01/2014 $32.69 $9.91 $9.33 $0.00 $51.93 

06/01/2015 $33.04 $9.91 $9.33 $0.00 $52.28 

08/01/2015 $33.04 $10.41 $9.33 $0.00 $52.78 

12/01/2015 $33.04 $10.41 $10,08 $0.00 $53.53 

06/01/2016 $33.54 $10.41 $10,08 $0.00 $54.03 

08/01/2016 $33.54 $10.91 $10.08 $0.00 $54.53 

12/01/2016 $33.54 _ $10.91 $10.89 $0.00 _ $55.34 

12/01/2014 $32.98 $9.91 $9.33 $0.00 $52,22 

06/01/2015 $33.33 $9.91 $9.33 $0.00 $52.57 

08/01/2015 $33.33 $10.41 $9.33 $0.00 $53.07 

12/01/2015 $33.33 $10.41 $10.08 $0.00 $53.82 

06/01/2016 $33.83 $10.41 $10.08 $0.00 $54.32 

08/01/2016 $33.83 $10.91 $10.08 $0.00 $54.82 

12/01/2016 $33.83 $10.91 $10.89 $0.00 $55.63 


SPRINKLER FITTER 

SPRINKLER FITTERS LOCAL 530 - (Section A) Zone 1 

03/01/2015 

$54.43 

$8.42 

$14.90 

$0.00 

$77.75 

10/01/2015 

$55.58 

$8.42 

$14.90 

$0.00 

$78.90 


01/01/2016 

$55.58 

$8.67 

$15.05 

$0.00 

$79.30 


03/01/2016 

$56.58 

$8.67 

$15.05 

$0.00 

$80.30 


10/01/2016 

$57.73 

$8.67 

$15.05 

$0.00 

$81.45 


03/01/2017 

$58.73 

$8.67 

$15.05 

$0.00 

$82.45 


SPECIALIZED EARTH MOVING EQUIP < 3 5 TONS 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 


SPECIALIZED EARTH MOVING EQUIP > 35 TONS 

TEAMSTERS JOINT COUNCIL'NO. lOZONEA 


Issue Date: 05/08/2015 
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Classification 


Effective Date Base Wage 

Health 

Pension Supplemental 
Unemployment 

Total Rate 

Apprentice - SPRINKLER FITTER - Local 550 (Section A) Zone 1 







Effective Date - 03/01/2015 




Supplemental 




Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployroenf 

Total Rate 


1 

35 

$19.05 

$8.42 

$8.40 

$0.00 


$35.87 


2 

40 

$21.77 

$8.42 

$8.40 

$0.00 


$38.59 


3 

45 

$24.49 

$8.42 

$8.40 

$0.00 


$41.31 


4 

50 

$27.22 

$8.42 

$8.40 

$0.00 


$44.04 


5 

55 

$29.94 

$8.42 

$8.40 

$0.00 


$46.76 


6 

60 

$32.66 

$8.42 

$8.40 

$0.00 


$49.48 


7 

65 

$35.38 

$8.42 

$8.40 

$0.00 


$52.20 


8 

70 

$38.10 

$8.42 

$8.40 

$0.00 


$54.92 


9 

75 

$40.82 

$8.42 

$8.40 

$0.00 


$57.64 


10 

80 

$43.54 

$8.42 

$8.40 

$0.00 


$60.36 


Effective Date - 10/01/2015 




Supplemental 




Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 

35 

$19.45 

$8.42 

$8,40 

$0.00 


$36.27 


2 

40 

$22.23 

$8.42 

$8.40 

$0.00 


$39.05 


3 

45 

$25.01 

$8.42 

$8,40 

$0.00 


$41.83 


4 

50 

$27.79 

$8.42 

$8.40 

$0.00 


$44.61 


5 

55 

$30.57 

$8.42 

$8.40 

$0.00 


$47.39 


6 

60 

$33.35 

$8.42 

$8.40 

$0.00 


$50.17 


7 

65 

$36.13 

$8.42 

$8,40 

$0.00 


$52.95 


S 

70 

$38.91 

$8.42 

$8.40 

$0.00 


$55.73 


9 

75 

$41.69 

$8.42 

$8.40 

$0.00 


$58.51 


10 

80 

$44.46 

$8.42 

$8.40 

$0.00 


$61.28 


;Notes: Apprentice entered prior 9/30/10: 

.... ■' 

™r 


'■■■ 





40/45/50/55/60/65/70/75/80/85 









Steps are 850 hours 








Apprentice to Jourrieyworker Katio:l:3 








STEAM BOTT.ER OPERATOR 

OFEIU TING ENGINEERS LOCAL 4 

12/01/2014 

$41.99 

$10.00 

$14.30 

$0.00 


$66.29 



06/01/2015 

$42.73 

$10.00 

$14.30 

$0.00 


$67.03 



12/01/2015 

$43.97 

$10.00 

$14.30 

$0.00 


$68.27 



06/01/2016 

$44.72 

$10.00 

$14.30 

$0.00 


$69.02 



12/01/2016 

$45.95 

$10.00 

$14.30 

$0.00 


$70.25 



06/01/2017 

$46.94 

$10.00 

$14.30 

$0.00 


$71.24 



12/01/2017 

$47.93 

$10.00 

$14.30 

$0.00 


$72.23 

For apprentice rales see 

"Apprentice- OPERATING ENGINEERS" 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

TAMPERS, SELF-PROPELLED OR TRACTOR DRAWN 

12/01/2014 

$41.99 

$10.00 

$14.30 

$0.00 

$66.29 

OPERATING ENGINEERS LOCAL 4 








06/01/2015 

$42.73 

$10.00 

$14.30 

$0.00 

$67.03 


12/01/2015 

$43.97 

$10.00 

$14.30 

$0.00 

$68.27 


06/01/2016 

$44.72 

$10.00 

$14.30 

so.oo 

$69.02 


12/01/2016 

$45.95 

$10.00 

$14.30 

$0.00 

$70.25 


06/01/2017 

$46.94 

$10.00 

$14.30 

$0.00 

$71.24 


12/01/2017 

$47.93 

$10.00 

$14.30 

$0.00 

$72.23 

For apprentice rates see "Apprentice- OPERATING ENGINEERS” 







TELECOMMUNICATION TECHNICIAN 

03/01/2015 

$33.88 

$13.00 

$13.70 

$0.00 

$60.58 

ELECTRICIANS LOCAL 103 








09/01/2015 

$34.60 

$13.00 

$13.72 

$0.00 

$61.32 


03/01/2016 

$35.31 

$13.00 

$13.74 

$0.00 

$62.05 


Apprentice - TELECOMMUNICATION TECHNICIAN - Local 103 


Eff ective Date - 

Step percent 

03/01/2015 


Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 



$13.55 

$13.00 

$0.41 

$0.00 

$26.96 

2 

40 



$13.55 

$13.00 

$0.41 

so.oo 

$26.96 

3 

45 



$15.25 

$13.00 

$10.87 

$0,00 

$39,12 

4 

45 



$15.25 

$13.00 

$10.87 

$0,00 

$39.12 

5 

50 



$16.94 

$13.00 

$11.11 

$0,00 

$41.05 

6 

55 



$18.63 

$13.00 

$11.38 

$0.00 

$43.01 

7 

60 



$20.33 

$13.00 

$11.64 

$0.00 

$44.97 

8 

65 



$22.02 

$13.00 

$11.89 

$0.00 

$46.91 

9 

70 



$23.72 

$13.00 

$12.15 

$0.00 

$48.87 

10 

75 



$25.41 

$13.00 

$12.41 

$0.00 

$50.82 

Effective Date- 

Step percent 

09/01/2015 


Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 



$13.84 

$13.00 

$0.42 

$0.00 

$27.26 

2 

40 



$13.84 

$13.00 

$0.42 

$0.00 

$27.26 

3 

45 



$15.57 

$13.00 

$10.88 

$0.00 

$39.45 

4 

45 



$15.57 

$13.00 

$10.88 

$0.00 

$39,45 

5 

50 



$17.30 

$13.00 

$11.14 

$0.00 

$41.44 

6 

55 



$19.03 

$13.00 

$11.39 

$0.00 

$43.42 

7 

60 



$20.76 

$13.00 

$11.65 

$0.00 

$45.41 

8 

65 



$22.49 

$13.00 

$11.90 

$0.00 

$47.39 

9 

70 



$24.22 

$13.00 

$12.17 

$0.00 

$49.39 

10 

75 



$25.95 

$13.00 

$12.43 

$0.00 

$51.38 

... 


-- .... 


....... _ _ _ _ 


_ _ _ . 

_ 

. . . 


■ Notes: 
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Classification 

Effective Date 

Base Wage 

Health 

PcDsion 

Supplemental 

Unemnlo^Tnent 

Total Rate 

TERRA2Z0 FINISHERS 

02/01/2015 

$47.90 

$10.18 

$18.50 

$0.00 

$76.58 

BRICKU YERS LOCAL 3 - MARBLE <£- TILE 

08/01/2015 

$48.80 

$10.18 

$18.57 

$0.00 

$77.55 


02/01/2016 

$49.37 

$10.18 

$18.57 

$0.00 

$78.12 


08/01/2016 

$50.27 

$10.18 

$18.65 

$0.00 

$79.10 


02/01/2017 

$50.84 

$10.18 

$18.65 

$0.00 

$79.67 


Apprentice - TERRAZZO FINISHER - Local 3 Marble & Tile 






Effective Date - 02/01/2015 



Supplemental 




Step percent 

Apprentice Base Health 

Pension 

Unemployment 

Total Rate 


1 50 

$23.95 $10.18 

$18.50 

$0.00 


$52.63 


2 60 

$28.74 $10.18 

$18.50 

$0.00 


$57.42 


3 70 

$33.53 $10.18 

$18.50 

$0.00 


$62.21 


4 80 

$38.32 $10.18 

$18.50 

$0.00 


$67.00 


5 90 

$43.11 $10.18 

$18.50 

$0,00 


$71.79 


Effective Date - 08/01/2015 



Supplemental 




Step percent 

Apprentice Base Wage Health 

Pension 

Unemployment 

Total Rate 


1 50 

$24.40 $10.18 

$18.57 

$0.00 


$53.15 


2 60 

$29.28 $10.18 

$18.57 

$0.00 


$58.03 


3 70 

$34.16 $10.18 

$18.57 

$0.00 


$62.91 


4 80 

$39.04 $10.18 

$18.57 

$0.00 


$67.79 


5 90 

$43.92 $10.18 

$18.57 

$0.00 


$72.67 


iNotes: 





.i 


Apprentice to Joiirneyworker Ratio: 1:3 







TEST BORING DRILLER 

12/01/2014 $35.95 

$7.30 

$13.15 

$0.00 


$56.40 

UBORERS ■ rOUNDA TIONAND MARINE 

06/01/2015 $36.70 

$7.30 

$13.15 

$0.00 


$57.15 


12/01/2015 $37.45 

$7.30 

$13.15 

$0.00 


$57.90 


06/01/2016 $38.20 

$7.30 

$13,15 

$0.00 


$58.65 


12/01/2016 $39.20 

$7.30 

$13.15 

$0.00 


$59.65 

For apprentice rates see "Apprentice- LABORER" 







TEST BORING DRILLER HELPER 

12/01/2014 $34.67 

$7.30 

$13.15 

$0.00 


$55,12 

LABORERS ■ FOUNDATION AND LLARINE 

06/01/2015 $35.42 

$7.30 

$13.15 

$0.00 


$55.87 


12/01/2015 $36.17 

$7.30 

$13.15 

$0.00 


$56.62 


06/01/2016 $36.92 

$7.30 

$13.15 

$0.00 


$57.37 


12/01/2016 $37.92 

$7.30 

$13.15 

$0.00 


$58.37 

For apprentice rates see "Apprentice- LABORER" 







TEST BORING LABORER 

12/01/2014 $34.55 

$7.30 

$13.15 

$0.00 


$55.00 

LABORERS-FOUNDATIONANDMiRINE 

06/01/2015 $35.30 

$7.30 

$13.15 

$0.00 


$55.75 


12/01/2015 $36.05 

$7.30 

$13.15 

$0.00 


$56.50 


06/01/2016 $36.80 

$7.30 

$13.15 

$0.00 


$57.25 


12/01/2016 $37.80 

$7.30 

$13.15 

$0.00 


$58.25 

For apprentice rates see "Apprentice- LABORER" 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

rRACTORS/PORTABLE STEAM GENERATORS 

12/01/2014 

$41.99 

$10.00 

$14,30 

$0.00 

$66.29 

OPERA TING ENGINEERS LOCAL 4 

06/01/2015 

$42.73 

$10.00 

$14.30 

$0.00 

$67.03 


12/01/2015 

$43.97 

$10.00 

$14.30 

$0.00 

$68.27 


06/01/2016 

$44.72 

$10.00 

$14.30 

$0.00 

$69.02 


12/01/2016 

$45.95 

$10.00 

$14.30 

$0.00 

$70.25 


06/01/2017 

$46.94 

$10.00 

$14.30 

$0.00 

$71.24 


12/01/2017 

$47.93 

$10.00 

$14.30 

$0.00 

$72.23 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







TRAILERS FOR EARTH MOVING EQUIPMENT 

12/01/2014 

$33.27 

$9.91 

$9.33 

$0.00 

$52.51 

TEAMSTERS.lOINTCOUNCIL NO. 10 'ZONEA 

06/01/2015 

$33.62 

$9.91 

$9.33 

$0,00 

$52.86 


08/01/2015 

$33.62 

$10.41 

$9.33 

$0.00 

$53.36 


12/01/2015 

$33.62 

$10.41 

$10.08 

$0.00 

$54.11 


06/01/2016 

$34.12 

$10.41 

$10.08 

$0.00 

$54.61 


08/01/2016 

$34.12 

$10.91 

$10.08 

$0.00 

$55.11 


12/01/2016 

$34.12 

$10,91 

$10.89 

$0.00 

$55.92 

TUNNEL WORK - COMPRESSED AIR 

12/01/2014 

$46.83 

$7.30 

$13,55 

$0.00 

$67.68 

LABORERS (COMPRESSED AII^ 

06/01/2015 

$47.58 

$7.30 

$13.55 

$0.00 

$68.43 


12/01/2015 

$48.33 

$7.30 

$13.55 

$0.00 

$69.18 


06/01/2016 

$49.08 

$7.30 

$13.55 

$0.00 

$69.93 


12/01/2016 

$50.08 

$7.30 

$13.55 

$0.00 

$70.93 

For apprentice rates see "Apprentice- LABORER" 







TUNNEL WORK - COMPRESSED AIR (HAZ. WASTE) 

12/01/2014 

$48.83 

$7.30 

$13.55 

$0.00 

$69.68 

LABORERS (COMPRESSED AII^ 

06/01/2015 

$49.58 

$7.30 

$13.55 

$0.00 

$70.43 


12/01/2015 

$50.33 

$7.30 

$13.55 

$0.00 

$71.18 


06/01/2016 

$51.08 

$7.30 

$13.55 

$0.00 

$71.93 


12/01/2016 

$52.08 

$7.30 

$13.55 

$0.00 

$72.93 

For apprentice rates see "Apprentice- LABORER" 







TUNNEL WORK - FREE AIR 

12/01/2014 

$38.90 

$7.30 

$13.55 

$0.00 

$59.75 

UBORERS (FREE AIR TUNNEL) 

06/01/2015 

$39.65 

$7.30 

$13.55 

$0,00 

$60.50 


12/01/2015 

$40.40 

$7.30 

$13.55 

$0.00 

$61.25 


06/01/2016 

$41.15 

$7.30 

$13.55 

$0.00 

$62.00 


12/01/2016 

$42.15 

$7.30 

$0.55 

$0.00 

$63.00 

For apprentice rates see "Apprentice- LABORER” 







TUNNEL WORK - FREE AIR (HAZ. WASIT) 

12/01/2014 

$40.90 

$7.30 

$13.55 

$0.00 

$61,75 

LABORERS (FREE AIR TUNNEL) 

06/01/2015 

$41.65 

$7.30 

$0.55 

$0.00 

$62.50 


12/01/2015 

$42.40 

$7.30 

$13.55 

$0.00 

$63,25 


06/01/2016 

$43.15 

$7.30 

$0.55 

$0.00 

$64.00 


12/01/2016 

$44.15 

$7.30 

$13.55 

$0.00 

$65.00 

For apprentice rates see "Apprentice- LABORER" 







VAC-HAUL 

12/01/2014 

$32.69 

$9.91 

$9.33 

$0.00 

$51.93 

TEAMSTERS JOINT COUNCIL NO. lOZONEA 

06/01/2015 

$33.04 

$9.91 

$9.33 

$0.00 

$52.28 


08/01/2015 

$33.04 

$10.41 

$9.33 

$0.00 

$52.78 


12/01/2015 

$33.04 

$10.41 

$10.08 

$0.00 

$53.53 


06/01/2016 

$33.54 

$10.41 

$10.08 

$0.00 

$54.03 


08/01/2016 

$33.54 

$10.91 

$10.08 

$0.00 

$54.53 


12/01/2016 

$33.54 

$10.91 

$10.89 

$0.00 

$55.34 
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Classitkation 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

IJnemplo^’ment 

Total Rate 

WAGON DREX OPERATOR 

12/01/2014 

$34.85 

$7.30 

$12.95 

$0.00 

$55.10 

LABORERS - ZONE I 

06/01/2015 

$35.60 

$7.30 

$12.95 

$0.00 

$55.85 


12/01/2015 

$36.35 

$7.30 

$12.95 

$0.00 

$56.60 


06/01/2016 

$37.10 

$7.30 

$12.95 

$0.00 

$57.35 


12/01/2016 

$38.10 

$7.30 

$12.95 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 







WASTE WATER PUMP OPERATOR 

12/01/2014 

$42.39 

$10.00 

$14.30 

$0.00 

$66.69 

OPERATING ENGINEERS LOCAL 4 

06/01/2015 

$43.14 

$10.00 

$14.30 

$0.00 

$67.44 


12/01/2015 

$44.39 

$10.00 

$14.30 

$0.00 

$68.69 


06/01/2016 

$45.14 

$10.00 

$14.30 

$0.00 

$69.44 


12/01/2016 

$46.39 

$10.00 

$14.30 

$0.00 

$70.69 


06/01/2017 

$47.39 

$10.00 

$14.30 

$0.00 

$71.69 


12/01/2017 

$48.39 

$10.00 

$14.30 

$0.00 

$72.69 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







WATER METER INSTALLER 

03/01/2015 

$50.21 

$10.32 

$14.89 

$0.00 

$75.42 

PLm<IBERS&GASFITTERS LOCAL 12 

09/01/2015 

$51.21 

$10.32 

$14.89 

$0.00 

$76.42 


03/01/2016 

$52.36 

$10.32 

$14.89 

$0,00 

$77.57 


09/01/2016 

$53.41 

$10.32 

$14.89 

$0.00 

$78.62 


03/01/2017 

$54.41 

$10.32 

$14.89 

$0.00 

$79.62 


For apprentice rates see "Apprentice- Pl.UMBER/PIPEFlTrER" or "PLUMBER/GASFTTTIIR" 


Additional Apprentice Infonnati'on: 

Minimum wage rates for apprentices employed on public works projects are listed above as a percentage of the pre-determined hourly wage rate cstablislred by the 
Commissioner under the provisions of the M.G.L. c. 149, ss. 26-27D. Apprentice ratios are established by the Division of Apprenticeship Training pursuant to M.G.L. 
c. 23. ss. nF.-llL 

All apprentices must be registered with the Division of Apprenticeship Training in accordance with M.G.L. c. 23, ss. IIE-IIL. 

All steps are six months (1000 hours.) 

Ratios are expressed in allowable number of apprentices to journeymen or faction thereof, unless otherwise specified. 

** Multiple ratios are listed in the comment field. 

••• APP to JM; 1:1,2:2,2:3,3:4,4:4,4:5,4:6,5:7, 6:7,6:8,6:9,7:10,8:11), 8:11,8:12,9:13,10:13,10:14, etc. 

*••• APP to JM; 1:1,1:2, 2:3,2:4,3:5,4:6,4:7,5:8, 6:9,6:10,7:11,8:12,8:13,9:14,10:15,10:16, etc. 
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